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Call  to  Order: 


2:10  p.m. 


Roll  Call:  Present  -  President  E.  Dennis  Normandy,  Vice  President 

Victor  G.  Makras,  Commissioner  Robert  K.  Werbe, 
Commissioner  Frank  L.  Cook.  Commissioner  Ann  Moller  Caen 


Approval  of  Minutes 

On  motion  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  the  Minutes 
of  the  Regular  Meeting  of  April  22,  1997  were  approved  as  amended  (5-0)  by 
unanimous  vote. 

On  motion  by  Commissioner  Caen,  seconded  by  Commissioner  Werbe,  the  Minutes 
of  the  Special  Meeting  of  April  29,  1997  were  approved  (5-0)  by  unanimous  vote. 


Communications 
No  action  was  taken. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Makras  inquired  about  the  two  permits  issued  to  PG&E  for  scientific 
research  in  which  the  City  waived  the  permit  fees.  He  stated  that  usually  permit 
fees  for  scientific  research  are  waived  only  for  schools  and  government  agencies 
and  not  for  profit  making  organizations  like  PG&E.  Mr.  Moran  responded  that  staff 
would  review  the  two  permits  and  the  department's  existing  permit  policy  and  return 
to  the  Commission  to  report  their  findings. 


Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 
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Report  of  the  General  Manager 


a.       Update  on  the  Bay  Area  Ridge  Trail. 

The  Board  of  Supervisors  passed  a  resolution  asking  the  Public  Utilities 
Commission  to  open  the  watershed  to  compatible  uses  specifically  to  the  Bay 
Area  Ridge  Trail's  proposal.  In  response  to  this,  Mr.  Moran  stated  that  staff 
would  proceed  to  take  the  Bay  Area  Ridge  Trail  Council's  proposal  through 
an  Environmental  Impact  Report  process,  and  define  a  means  of  access  that 
could  meet  the  requirements  for  a  negative  declaration  under  the  California 
Environmental  Quality  Act  (CEQA).  Staff  would  report  to  the  Commission  at 
the  next  meeting  regarding  the  progress  of  the  proposal. 


b.       Presentation  on  Contracting  Goals.  (Continued  from  the  meeting  of  April  22, 
1997.) 

Robert  T.  Cockburn,  Manager  of  Utilities  Engineering  Bureau,  gave  a 
presentation  using  an  overhead  projector  regarding  a  study  on  the 
MBEA/VBE/LBE  participation  in  PUC  contracts.  He  said  that  the  study 
analyzed  all  construction,  architectural  and  engineering  contracts  let  by  the 
Public  Utilities  Commission  and  the  Clean  Water  Enterprise  for  the  last  two 
years. 

Mr.  Cockburn  commented  that  staff  identified  three  areas  which  could  be 
explored  to  encourage  wider  minority  participation:  prompt  payment,  the 
waiver  of  bond  and  insurance  requirements,  and  unforeseen  risks  that  cause 
project  delays. 

Staff  will  return  to  the  Commission  with  a  recommendation  on  increasing 
minority  participation  goals  by  50%. 


0.       Presentation  No.  7  -  Regarding  Electric  Power  Deregulation.  (Continued  from 
the  meeting  of  April  22,  1997.) 

Item  7c  was  continued  to  the  next  regular  meeting  scheduled  on  May  27, 
1997. 


97-129 


d.        Upcoming  Events 


Anson  Moran,  General  Manager  of  Public  Utilities,  reported  that  there  would 
be  a  watershed  festival  at  the  Golden  Gate  Park  on  Saturday,  May  17,  1997. 
The  Sunol/  PUC  Working  Group  also  invited  the  Commission  to  a  reception 
and  a  tour  to  the  Sunol  Temple  on  June  7,  1997. 


e.  Awards 

William  Keaney,  Manager  of  the  Water  Pollution  Control  Division,  announced 
that  Water  Pollution  Control  received  three  awards  from  the  California  Water 
Environment  Association.  Charles  Larkin,  a  maintenance  employee,  was 
awarded  the  "Plant  Maintenance  Technician  of  the  Year".  The  Oceanside 
Water  Treatment  Plant  was  selected  the  "Largest  Water  Treatment  Plant  of 
the  Year".  The  Engineering  Research  Project  won  "The  Research 
Achievement  of  the  Year  Award." 

Steven  Medbery,  Manager  of  the  Division  of  Environmental  Regulation  and 
Management,  announced  that  the  California  Water  Environment  Association 
awarded  Daniel  Rourke  as  the  "Industrial  and  Hazardous  Waste  Person  of 
the  Year"  for  his  achievement  in  promoting  pollution  prevention  locally  and 
regionally.  The  Water  Pollution  Prevention  Program  received  the  "National 
Public  Education  Award"  from  the  Association  of  Metropolitan  Sewer 
Agencies  for  being  innovative,  progressive  and  multilingual. 


8.       Public  Comments 

There  were  no  public  comments. 
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REGULAR  CALENDAR 


PUBLIC  HEARING  -  To  consider  adoption  of  the  revised  schedule  of  rates  to  be 
charged  by  the  Clean  Water  Program  for  retail  sewer  service  in  San  Francisco  to  be 
effective  with  bills  rendered  on  or  after  July  1,  1997.     (Continued  from  the  meeting 
of  April  22.  1997.) 

Ann  Carey  of  the  Finance  Bureau,  responded  to  concerns  raised  by  the  Commission 
at  the  last  meeting  regarding  reducing  the  residential  lifeline  allocation  from  three  to 
two  units,  deferring  capital  programs  to  reduce  debt  service  requirements  and 
looking  for  additional  savings  in  the  FY  1997-98  operation  and  maintenance 
budgets.  Ms.  Carey  stated  that  reducing  the  lifeline  allocation  would  generate  $10.7 
million  in  additional  revenues;  however,  these  revenues  would  only  come  from 
residential  customers.  She  said  deferring  capital  programs  would  result  in  costly 
repair  needs  in  the  future.    Regarding  the  FY  97-98  budget,  she  stated  that  the 
budget  presented  to  the  Commission  was  already  $2.2  million  less  than  last  year's 
budget. 

Ms.  Carey  stated  that  staff  was  proposing  a  3.5%  increase  in  sewer  service  charges 
for  residential  customers  over  the  next  two  years  and  3%  in  the  subsequent  years. 

Mr.  Moran  noted  that  the  Clean  Water  Enterprise  budget  presented  to  the 
Commission  already  reflects  reductions  in  the  areas  raised  by  the  Commission  and 
the  Waste  Water  Task  Force.  It  also  reflects  the  final  accounting  of  the  shifting  of 
functions  of  the  Clean  Water  Enterprise  from  the  Department  of  Public  Works  to  the 
PUC. 

The  following  individuals  commented  in  support  of  a  0%  increase  to  sewer  service 
charges:  Nathan  Ratner,  member  of  the  Citizen  Advisory  Committee  on 
Wastewater  and  the  Mayor's  Task  Force  on  Waste  Water;  Scott  Hauge, 
representing  the  Small  Business  Network  of  San  Francisco;  Don  Timbie  of  the 
Palace  Hotel;  HolgerGantz,  General  Manager  of  the  San  Francisco  Hilton;  Bob 
Begley  representing  the  San  Francisco  Hotel  Council;  Robert  G.  Lee;  and  Richard 
Bodisco. 

Commissioner  Makras  commended  staff  for  doing  a  good  job  in  responding  to  the 
concerns  of  the  Commission  and  the  public.  He  stated  that  he  would  advocate  a 
zero  rate  increase  for  the  coming  year  as  there  were  no  indications  from  staff  or  the 
public  that  a  zero  percent  increase  in  sewer  rates  would  jeopardize  any  of  the  Clean 
Water  programs.  He  requested  staff  to  submit  a  recommendation  on  how  to  reduce 
the  operating  budget  of  the  Clean  Water  Enterprise. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Caen,  to  adopt  a  0% 
increase,  passed  (5-0)  unanimously. 
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Resolution  No.  97-0125:    Adopting  a  0%  increase  in  the  average  residential 

account  and  a  0%  increase  in  the  average 
commercial/industrial  rate  account  as  enumerated  in  the 
Schedule  of  Rates  and  Charges  for  sewerage  service  in 
San  Francisco  and  suburban  areas  effective  with  all  bills 
rendered  on  or  after  July  1 ,  1 997. 


10.     Approving  an  amendment  to  the  State  Revolving  Fund  Loan  Contract  with  the  State 
Resources  Control  Board. 

President  Normandy  was  excused  from  3:45  to  3:50  p.m.  Commissioner  Makras 
chaired  the  meeting. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  adopt  Item 
10,  passed  (4-0)  unanimously. 

Resolution  No.  97-0126:    Approving  Amendment  No.  1  to  the  State  Revolving 

Fund  Loan  Contract  with  the  State  Resources  Control 
Board  for  the  Islais  Creek  (A)  Project  of  the  Clean  Water 
Program,  revising  the  maximum  loan  amount  to 
$5,705,652. 


1 1 .     Hearing  regarding  livestock  grazing  options  for  the  Watershed  Management  Plan 
Preferred  Alternative. 

Sheila  Barry  of  the  Alameda  County  Resource  Conservation  District,  gave  a 
presentation  using  a  slide  projector  to  accompany  the  written  report  submitted  to  the 
Commission  entitled  "Hazard  Analysis  of  Critical  Control  Points  (HACCP)  Based 
Water  Quality  Program  to  Control  Cryptosporidium  and  Other  Waterborne 
Pathogens  in  the  Alameda  Watershed".  The  report  proposes  a  comprehensive 
program  for  water  quality,  watershed  protection  and  fire  protection  in  the  watershed. 

Steve  Leonard,  Manager.  Hetch  Hetchy  Water  Treatment  Improvement  Program, 
recommended  taking  short  term  solutions  until  the  Water  Quality  staff  had  assessed 
the  watershed  situation  including  removal  of  calves  from  the  watershed,  fencing  of 
sensitive  areas,  moving  feeding  areas  and  salt  licks  farther  away  from  the  reservoir 
and  water  supply,  and  continue  reducing  feral  pigs  population. 

President  Normandy  stated  that  he  would  accept  the  HAACP  plan  as  submitted  but 
he  would  like  the  group  to  return  to  the  Commission  with  an  action  plan  to  reduce 
the  risk  of  waterborne  pathogens  and  identify  steps  that  could  be  taken  concerning 
grazing  leases. 
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The  following  individuals  commented  in  support  of  the  HAACP  Plan:  Marguerite 
Young,  Program  Director  for  Clean  Water  Action;  Bruce  Blodgett.  California  Bureau 
Farm  Federation;  and  George  Gough,  California  Cattlemen's  Association. 

Mr.  Tony  Leone  of  Alice  B.  Toklas,  Lesbian  &  Gay  Democratic  Club,  urged  the 
Commission  to  think  of  ways  to  reduce  the  source  of  Cryptosporidium  and  consider 
an  adequate  water  filtration  system  for  the  City. 

Commissioner  Makras  asked  Mr.  Gough  whether  their  group  could  promote 
adoption  of  the  HAACP  plan  at  the  State  level,  and  with  other  government  agencies 
and  landowners.  Mr.  Gough  stated  that  other  land  agencies  or  purveyors  of  water 
could  be  encouraged  to  develop  a  program  to  institute  Best  Management  Practices 
(BMP)  if  the  costs  of  the  program  could  be  shared  and  if  technical  expertise  could 
be  provided  to  them.  Mr.  Gough  noted  that  their  agency  had  started  in  1 989  to  put 
the  grazing  element  within  the  Coastal  Zone  Management  Act  and  submitted  to  the 
Environmental  Protection  Agency  an  element  that  instituted  site-specific  BMP's  for 
grazing  land  to  enhance  water  quality.  He  added  that  other  public  utilities  that  have 
grazing  lands  and  concerns  with  source  water  and  other  public  and  private  land 
owners  could  easily  adopt  this  plan. 

Terry  Huff,  District  Conservationist  with  the  Natural  Resources  Conservation 
Service,  noted  that  their  agency  provides  technical  assistance  to  resource 
conservation  districts  throughout  California  and  provides  financial  assistance  as  well 
for  certain  cost  sharing  related  to  implementation  of  Best  Management  Practices  for 
clean  water.  He  stated  that  they  already  provide  those  services  to  some  of  the 
lessees  of  the  Public  Utilities  Commission  and  they  would  continue  with  those  efforts 
and  extend  it  to  those  landowners  not  within  PUC's  jurisdiction. 

President  Normandy  directed  staff  to  return  to  the  Commission  two  meetings  from 
now  with  a  site  specific  action  plan  that  would  address  moving  animals  farther  away 
from  water  sources  and  looking  at  our  existing  treatment  and  filtration  systems. 

No  action  was  taken. 


Awarding  Hetch  Hetchy  Contract  WP-10,  Protective  Relay  Installation,  to  Tri- 
Technic  Inc.  in  the  amount  of  $663,635. 

Douglas  Thomsen  representing  Electro  Test,  Inc.  urged  the  Commission  to  rebid  the 
project.  He  said  that  their  bid  was  rejected  for  being  late  and  would  not  have  been 
late  if  they  were  allowed  to  deliver  the  bid  in  San  Francisco.   He  contested  that  the 
department  gave  an  exception  to  another  bidder  whose  bid  was  received  and 
accepted  in  the  San  Francisco  office. 
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Mr.  Klein  responded  that  the  bid  Mr.  Thomsen  was  referring  to  was  also  rejected  by 
staff  due  to  misdelivery. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  adopt  Item 
12,  passed  (4-0)  unanimously.  Commissioner  Werbe  was  excused  at  4:45  p.m. 

Resolution  No.  97-0127:    Awarding  Hetch  Hetchy  Contract  WP-10,  Protective 

Relay  Installation,  to  Tri-Technic  Inc.  in  the  amount  of 
$663,635. 


13.  Authorizing  the  General  Manager  of  Hetch  Hetchy  Water  &  Power  to  execute  an 
Energy  Services  Agreement  with  the  State  of  California  for  purchase  of  natural  gas 
for  one  year  renewable  on  an  annual  basis. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  13, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0128:    Authorizing  the  General  Manager  of  Hetch  Hetchy  Water 

&  Power  to  execute  an  Energy  Services  Agreement  with 
the  State  of  California  and  execute  a  Natural  Gas 
Service  Agreement  with  PG&E  for  purchase  of  natural 
gas  for  one  year  renewable  on  an  annual  basis. 

14.  Recommending  to  the  Board  of  Supervisors  an  amendment  to  the  San  Francisco 
Administrative  Code  to  allow  the  Public  Utilities  Commission  Customer  Services 
Bureau  access  to  the  Treasurer's  Cash  Difference  and  Overage  Funds.  (Continued 
from  the  meeting  of  April  22,  1997.) 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Caen,  to  adopt  Item 
14,  passed  (4-0)  unanimously. 

Resolution  No.  97-0129:    Recommending  to  the  Board  of  Supervisors  an 

amendment  to  the  San  Francisco  Administrative  Code  to 
allow  the  Public  Utilities  Commission  Customer  Services 
Bureau  access  to  the  Treasurer's  Cash  Difference  and 
Overage  Funds. 
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15.     Approving  the  distribution  of  490  ultra  low-flow  toilets  to  the  Northridge  Co-op 
Homes  and  Ridgeview  Terrace  Ltd.  for  installation  in  low-income  housing  units 
within  the  Bayview/Hunters  Point  Neighborhood. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item 
15,  passed  (4-0)  unanimously. 

Resolution  No.  97-0130:    Recommending  to  the  Board  of  Supervisors  an 

amendment  to  the  San  Francisco  Administrative  Code  to 
allow  the  Public  Utilities  Commission  Customer  Services 
Bureau  access  to  the  Treasurer's  Cash  Difference  and 
Overage  Funds. 


16.     Authorizing  the  Manager  of  Water  Supply  &  Treatment  Division  to  negotiate  and 

execute  an  agreement  with  Olivia  Chen  Consultants.  Inc.  for  professional  services  to 
support  the  development  and  implementation  of  a  Policy  and  Procedures  Training 
Program  in  an  amount  not  to  exceed  $550,000  over  two  years.   (Continued  from 
the  meeting  of  April  22,  1997.) 

Cheryl  Davis,  Manager,  Water  Supply  &  Treatment  Division,  stated  that  the 
comment  regarding  the  Olivia  Chen  team's  inadequate  training  development 
experience  was  not  the  view  of  the  rating  panel  in  general  and  was  not  used  to 
evaluate  the  bidders.  Ms.  Davis  explained  that  the  difference  in  the  panel's 
individual  comments  was  due  to  the  varied  expertise  of  each  individual. 

Commissioner  Makras  stated  that  he  was  voting  against  staffs  recommendation  to 
hire  the  Olivia  Chen  firm.  He  said  he  would  be  willing  to  negotiate  with  the  next 
responsive  bidder  which  is  $30,000  cheaper.  Cheryl  Davis  noted  that  the  language 
of  the  Request  for  Proposal  reads  that  staff  can  only  negotiate  with  the  next  highest 
ranked  bidder  if  negotiations  with  the  top  bidder  were  not  successful.  Thomas  M. 
Berliner,  Utilities  General  Counsel,  advised  that  the  Commission  is  bound  to  award 
the  contract  to  the  highest  rank  bidder  or  reject  all  bidders.  Ms.  Davis  stated  that 
she  would  try  to  negotiate  with  Olivia  Chen  the  same  contract  amount  as  the  second 
lowest  bidder. 

President  Normandy  directed  staff  to  ensure  that  the  negotiated  amount  matches 
that  of  the  second  bidder  without  sacrificing  the  quality  of  work. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  16,  passed  (4-1).  Commissioner  Makras  voted  no. 
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Resolution  No.  97-01 31 :    Authorizing  the  Manager  of  Water  Supply  &  Treatment 

Division  to  negotiate  and  execute  an  agreement  with 
Olivia  Chen  Consultants,  Inc.  for  professional  services  to 
support  the  development  and  implementation  of  a  Policy 
and  Procedures  Training  Program  in  an  amount  not  to 
exceed  $521 ,455  over  two  years. 

*********************** 


Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Caen,  to  adopt  Items  17,  18, 
19,  20,  and  21;  passed  (5-0)  unanimously. 


17.     Resolution  No.  97-0132: 


18. 


Resolution  No.  97-0133: 


19. 


Resolution  No.  97-0134: 


20. 


Resolution  No.  97-0135: 


Authorizing  the  General  Manager  of  Public  Utilities  to 
renew  and  execute  Joint  Funding  Agreements  with  the 
United  States  Geological  Survey  (USGS)  in  a 
cooperative  program  to  construct,  operate  and  maintain 
streamgauging  stations  on  Alameda  Creek,  Arroyo 
Hondo  and  Pilarcitos  Creek  in  an  amount  not  to  exceed 
$100,000  annually  for  a  five  year  period. 

Ratifying  the  Declaration  of  Emergency  for  Standby 
Power  at  Harry  Tracy  Water  Treatment  Plant  made  by 
the  President  of  the  Commission;  authorizing  the  transfer 
of  $150,000  from  Rehab/Upgrade  Water  Treatment 
Facilities  to  Standby  Power  Facilities  Project;  and 
requesting  the  Board  of  Supervisors  to  approve 
expenditure  of  funds  in  the  amount  of  $600,000. 

Authorizing  the  Manager  of  the  Bureau  of  System 
Planning  and  Regulatory  Compliance  to  enter  into  a  two- 
year  contract  with  Hydroconsult  Engineers  for  an  amount 
not  to  exceed  $497,000  to  perform  hydraulic/hydrologic 
modeling  for  projects  associated  with  the  1994  Sewer 
Revenue  Bond  Program,  the  Recycled  Water  Master 
Plan  and  NPDES  permit  compliance. 

Authorizing  the  Manager  of  the  Bureau  of  System 
Planning  and  Regulatory  Compliance  to  extend  four 
existing  contracts  with  Hydroconsult  Engineers:  Contract 
90-15046  -  Bay  Treatment  Alternatives;  Contract  No. 
96000044  -  Western  Presidio  Sewer  Improvements; 
Contract  No.  96000045  -  Rankin  Pump  Station.  Contract 
1;  Contract  No.  96000257  -  Southwest  Ocean  Outfall,  for 
one  year  ending  June  30,  1998  at  no  additional  cost. 


97-136 


21.     Resolution  No.  97-0136: 


Authorizing  bid  call  for  Hetch  Hetchy  Water  &  Power 
Contract  No.  HH-846,  Early  Intake  Sluice  Gates 
Replacement. 


*************************** 


Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Werbe.  to  adopt  Items  22,  23, 
24,  25,  26,  27,  28.  29.  30.  31,  and  32.  All  items  passed  unanimously  (5-0)  except  for  Items 
22  and  25  where  the  vote  was  4-1 .  Commissioner  Makras  voted  no. 


22.     Resolution  No.  97-0137:    Rejecting  all  bids  received  for  Hetch  Hetchy  Water  & 

Power  Contract  No.  HH-819R,  Moccasin  Powerhouse 
Static  Excitation  System  Retrofit;  and  authorizing 
readvertisement  for  bids  as  Contract  No.  HH-819R1. 


23.  Resolution  No.  97-0138:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2127.  8-Inch  Ductile  Iron  Main  Installation  in  Battery 
Street  between  Vallejo  and  Lombard  Streets  and  in 
Jackson  Street  between  Stockton  and  Kearny  Streets; 
and  6-Inch  Ductile  Iron  Main  Installation  in  Wentworth 
Street  to  the  lowest  responsive  bidder,  P  &  J  Utility  Co., 
in  the  amount  of  $316,850. 

24.  Resolution  No.  97-0139:    Accepting  the  work  performed  under  San  Francisco 

Water  Department  Contract  No.  WD-2134,  Summit  Pump 
Station  Standby  Generator  and  Related  Work  as 
complete;  approving  Contract  modification  No.  3  in  the 
credit  amount  of  $3,61 8.59;  and  approving  final  payment 
to  the  contractor,  Cresci  Electric,  Inc..  in  the  amount  of 
$716.58. 


25.  Resolution  No.  97-0140:    Rejecting  all  bids  received  for  San  Francisco  Water 

Department  Contract  No.  WD-2179,  Alemany  Pump 
Station  Standby  Generator  and  Related  Work;  and 
authorizing  readvertisement  as  Contract  No.  WD-2179R. 

26.  Resolution  No.  97-0141 :    Awarding  San  Francisco  Water  Department  contract  No. 

WD-2194.  6-  and  8-Inch  Ductile  Iron  Main  Installation  in 
1 1th  Street.  12th  Street,  and  other  streets  between 
Bryant  Street  and  Howard  Street  to  the  second  low 
bidder,  E.  Mitchell.  Inc.  in  the  amount  of  $539,955.00. 
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27.      Resolution  No.  97-0142: 


Authorizing  bid  call  for  San  Francisco  Water  Department 
Contract  No.  WD-2228.  BDPL  Nos.  1  and  2  Timber 
Trestle  Repairs  -  Contract  3  of  5. 


28.     Resolution  No.  97-0143:    Approving  Contract  Modification  No.  2  in  the  amount  of 

$190,656.06  for  Utilities  Engineering  Bureau  Contract 
1204N,  Central  Viaduct  Retrofit  Sewer  Relocation;  and 
requesting  the  Mayor  to  recommend  to  the  Board  of 
Supervisors  to  approve  the  contract  modification  cost 
increase. 


29.      Resolution  No.  97-0144: 


30.     Resolution  No.  97-0145: 
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Resolution  No.  97-0146: 


Authorizing  bid  call  for  Utilities  Engineering  Contract 
Specification  1202N,  North  Point  Water  Pollution  Control 
Plant  Improvements  -  Phase  2. 

Authorizing  bid  call  for  Utilities  Engineering  Contract 
Specification  1245N,  Yosemite/Egbert  Sewer 
Enlargement  Project. 

Awarding  Utilities  Engineering  Bureau  Contract  1376N. 
Jackson  Street  Sewer  Replacement  in  the  amount  of 
$122,313  to  Ramirez  Engineering  Corporation  as  the 
lowest  responsive  bidder. 


32.     Resolution  No.  97-0147: 


Authorizing  bid  call  for  Utilities  Engineering  Contract 
Specification  1414N,  Treat  Avenue  and  22nd  Street 
Sewer  Replacement. 


*********************** 


Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Makras,  to  adopt  Item  33. 
passed  (5-0)  unanimously. 

33.  Resolution  No.  97-0148:    Approving  a  three  year  lease  for  4,000  sq.  ft.  of  office 

space  at  1212  Market  Street  at  an  annual  rate  of  $67,800 
with  two  one-year  options  to  renew. 

34.  Resolution  No.  97-0149:    Approving  a  permit  to  the  County  of  San  Mateo  for 

vehicular  access  in  conjunction  with  the  Crystal  Springs 
Trail  Day  race  on  May  31,  1997. 
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35.      Resolution  No.  97-0150: 


Approving  a  permit  to  Metropolitan  Fiber  Systems  of 
California,  Inc.  dba  Metropolitan  Fiber  Systems  of  San 
Jose  for  one  4-inch  telecommunication  conduit  within  the 
Permit  Area  located  in  Mountain  View,  Santa  Clara 
County. 


36.     Resolution  No.  97-0151 


37.     Resolution  No.  97-0152: 


Approving  Assignment  and  Assumption  of  Lease  and 
Consent  to  Assignment  of  approximately  .28  acres  of 
land  to  Gan  Haw  Ent.,  Inc..  a  California  partnership,  as 
Assignee,  for  parking,  landscaping  and  playground 
purposes  at  a  monthly  rental  rate  of  $370.99  per  month 
commencing  retroactively  to  June  20,  1995  and 
terminating  February  28,  1999. 

Declaring  certain  property  in  Santa  Clara  County,  totaling 
4,885  square  feet,  should  be  sold;  and  authorizing  the 
Director  of  Property  to  proceed  with  the  sale  and  to 
prepare  and  submit  legislation  to  the  Board  of 
Supervisors  for  the  conveyance  of  an  access  easement 
to  the  Santa  Clara  County  Transit  District. 


*************************** 


38.     Requesting  the  Mayor  to  amend  the  FY  97/98  Public  Utilities  Commission  budget  to 
include  a  $1 7,900  work  order  to  the  San  Francisco  Agricultural  Commissioner  for 
the  purpose  of  complying  with  the  Pesticide  Management  Ordinance. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Makras,  to  adopt  Item 
38,  passed  (5-0)  unanimously. 

Resolution  No.  97-01 53:    Requesting  the  Mayor  to  amend  the  FY  97/98  Public 

Utilities  Commission  budget  to  include  a  $17,900  work 
order  to  the  San  Francisco  Agricultural  Commissioner  for 
the  purpose  of  complying  with  the  Pesticide  Management 
Ordinance. 
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CLOSED  SESSION 


39.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


40.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Werbe.  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege  regarding  the  matters  listed  below  as  Conference  with  Legal 
Counsel;  passed  (5-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  5:08  P.M.  to  6:1 1  P.M.  to 
discuss  the  following  matters: 


41.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(a): 

Existing  Litigation:    Chevron  v.  CCSF,  and  CCSF  v.  Standard,  etal.  (Chevron). 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  approve  a 
settlement  for  Item  41,  passed  (4-1).  Commissioner  Werbe  voted  No. 

Resolution  No.  97-0154:    Requesting  the  General  Manager  of  Public  Utilities  and 

the  City  Attorney  to  prepare  settlement  documents  and  a 
lease  to  fulfill  the  terms  of  the  agreement  between  the 
Public  Utilities  Commission  and  Chevron  regarding 
resolution  of  the  case  of  Chevron  Pipe  Line  Company  v. 
City  and  County  of  San  Francisco.  Alameda  County 
Superior  Court,  Case  No.  V-01 1 383-8  and  Citv  and 
County  of  San  Francisco  v.  Standard  Oil,  et.al..  Alameda 
County  Municipal  Court,  Case  No.  C-30152-7  and 
entering  into  of  a  long  term  lease;  and  urging  the  Mayor 
and  the  Board  of  Supervisors  to  accept  the  settlement  of 
the  subject  litigation. 
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42.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c): 

Anticipated  Litigation:        As  Defendant 

Regarding  Crystal  Springs  Golf  Partners,  L.P. 

No  action  was  taken  on  Item  42. 


43.     Personnel  Matter  -  Pursuant  to  Government  Code  Section  54957: 

Public  Employee  Discipline/Grievance:  Number  of  Employees  Affected:  1 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  approve  a 
settlement  for  Item  43,  passed  (4-0)  unanimously.  Commissioner  Caen  was 
excused  at  5:45  p.m. 

Resolution  No.  97-01 55:    Approving  payment  of  back  pay  wages  to  Mr.  Shirish 

Gandhi. 


44.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956. 9(b)(c): 

Anticipated  Litigation:        As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water 
Department  property  on  Bernal  Avenue  in  Alameda 
County. 

No  action  was  taken  on  Item  44. 


45.     Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken  during 
the  Closed  Session. 


46.     Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras.  not  to  disclose 
the  discussion  during  the  Closed  Session;  motion  passed  (3-0)  unanimously. 
Commissioner  Werbe  was  excused  at  6:10  p.m. 
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Thereupon,  the  meeting  was  adjourned:  6:12  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0125 


WHEREAS ,  This  Commission  on  March  25,  1997,  by  Resolution  No.  97-0084,  did  designate 
April  22,  1997,  as  the  date  for  a  public  hearing  to  be  conducted  at  1:00  p.m.  at  1 155  Market  Street,  San 
Francisco,  by  the  Public  Utilities  Commission  to  consider  a  6%  increase  in  the  rates  and  charges  for 
sewerage  service  by  the  San  Francisco  Clean  Water  Program  to  its  customers  within  and  outside  the  City 
and  County  of  San  Francisco;  and 

WHEREAS,  the  Bureau  of  Finance  presented  a  revised  Schedule  of  Rates  and  Charges  based  on 
the  analysis  titled  "Report  on  Sewer  Rates  for  Fiscal  Year  1997-98"  and  recommended  a  4.0%  increase  in 
the  average  residential  account  and  a  3.5%  increase  in  the  average  commercial/industrial  rate;  and 

WHEREAS,  Members  of  the  public  have  been  given  an  opportunity  to  express  their  views  on  the 
recommended  Schedule  of  Rates  and  Charges;  now  therefore,  be  it 

RESOLVED,  That  pursuant  to  a  published  notice  of  the  intention  of  the  Public  Utilities  Commis- 
sion to  adopt  a  revised  Schedule  of  Rates  and  charges  to  be  charged  by  the  San  Francisco  Clean  Water 
Program  for  sewerage  service  in  San  Francisco  and  suburban  areas,  a  public  hearing  having  been  held  on 
April  22,  1997,  and  a  copy  of  said  Schedule  of  Rates  and  Charges  being  on  file  in  the  office  of  the 
Secretary  of  this  Commission  and  being  made  a  part  of  this  resolution  by  reference,  this  Commission 
hereby  adopts  a  0.0%  increase  in  the  average  residential  account  and  a  0.0%  increase  in  the  average 
commercial/industrial  rate  as  enumerated  in  the  Schedule  of  Rates  and  Charges  for  sewerage  service  in 
San  Francisco  and  suburban  areas;  and  be  it 

FURTHER  RESOLVED,  That  the  Fiscal  Year  Schedule  of  Rates  and  Charges  shall  be  effective 
with  all  bills  rendered  on  or  after  July  1,  1997;  and  be  it 

FURTHER  RESOLVED,  That  the  foregoing  Schedule  of  Rates  and  Charges  is  for  the  purpose  of 
meeting  operating  expenses,  including  employee  wage  rates  and  fringe  benefits;  purchasing  or  leasing  of 
materials,  supplies  and  equipment;  meeting  financial  reserve  requirements;  obtaining  funds  for  capital 
projects  necessary  to  maintain  service  within  existing  service  areas;  and  other  budgetary  requirements  of 
the  Clean  Water  Program. 


I  hereby  certify  thai  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  |y|/^Y       1  3  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0126 


WHEREAS,  On  February  25,  1991,  the  Board  of  Supervisors  adopted  Resolution  No. 
184-91  authorizing  the  Director  of  PubHc  Works  to  apply  for  and  enter  into  loan  agreements  not 
to  exceed  $93  million  for  the  Islais  Creek  Transport/Storage  Facilities  Project;  and 

WHEREAS,  On  June  12,  1992,  the  City  and  County  of  San  Francisco  and  the  State 
Water  Resources  Control  Board  entered  into  State  Revolving  Fund  Loan  Contract  No.  5-823- 
550-0  in  the  amount  of  $6  million  for  the  Islais  Creek  (A)  project,  which  is  part  of  the  Islais 
Creek  Transport/Storage  Facilities;  and 

WHEREAS,  On  February  23,  1993,  the  City  and  County  of  San  Francisco  made  a  Final 
Payment  request  in  the  amount  of  $5,705,652  based  on  eligible  project  costs;  and 

WHEREAS,  the  SWRCB  made  a  final  payment  based  on  the  City  and  County  of  San 
Francisco's  Final  Payment  request,  bringing  the  total  payment  under  the  loan  contract  to 
$5,705,652;  and 

WHEREAS,  the  City  and  County  of  San  Francisco  does  not  intend  to  make  any 
additional  payment  requests  under  Loan  Contract  No.  5-823-550-0;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  the  State 
Revolving  Fund  Loan  between  the  State  Water  Resources  Control  Board  and  the  City  and 
County  of  San  Francisco  (Contract  No.  5-823-550-1,  Loan  No.  C-06-4025-41 1),  revising  the 
maximum  loan  amount  equal  to  $5,705,652,  which  is  equal  to  the  City  and  County  of  San 
Francisco's  Final  Payment  request. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

MAY  131997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0127 


WHEREAS,  On  April  8,  1997,  the  Public  Utilities  Commission  declined  to  reject  all  bids  and 
instructed  staff  to  make  a  recommendation  to  award,  and 

WHEREAS,  The  bid  from  Electro-Test  Inc.,  has  been  rejected  for  late  arrival,  and 

WHEREAS,  The  low  bid  from  Thunder  Electric  is  rejected  and  declared  non  responsive  due  to 
Thunder  Electric  being  deemed  technically  unqualified  to  do  the  work,  and 

WHEREAS,  the  HRC  Office  of  Contract  Compliance  has  reviewed  and  accepted  Tri-Technic 
Inc.'s  bid  and  has  determined  that  a  good  faith  effort  to  reach  the  16%  MBE  and  0%  WBE  subcontracting 
goals  were  met,  and 

WHEREAS,  the  funds  for  this  project  are  available  in  Hetch  Hetchy  Water  and  Power  Appropria- 
fion  33-001,  Project  No.  837,  Relay  ModificaUons,  Index  Code  518371,  and 

WHEREAS,  this  contract  was  not  awarded  within  the  allowed  60  day  period  and  it  is  now 
necessary  to  get  permission  from  the  Board  of  Supervisors  to  award,  now  therefore  be  it 

RESOLVED,  that  this  commission  approve  the  attached  resolution  and  award  the  Contract  No. 
WP-10,  Protective  Relay  Installation  Specificafion  No.  M03191 1  to  Tri-Technic  Inc.,  P.O.  Box  829, 
Jamestown,  CA  95327  for  $663,635.00. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  MAY       1  3  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


97-0128 


RESOLUTION  NO. 


WHEREAS,  The  City  has  an  option  to  purchase  natural  gas  from  independent  suppHers  for  large 
City  natural  gas  accounts,  and  use  PG&E  for  transportation  and  distribution;  and 

WHEREAS,  The  City  has  a  Natural  Gas  Supply  Agreement  with  the  State  of  California,  which 
will  expire  after  June  30,  1997;  and 

WHEREAS,  The  State  of  California,  through  its  Department  of  General  Services,  offers  an 
Energy  Services  Agreement  for  gas  supply  at  rates  lower  than  those  offered  by  PG&E;  and 

WHEREAS,  As  a  result  of  purchasing  natural  gas  through  the  State  of  California,  the  City  has 
realized  a  savings  of  more  than  $350,000  in  FY  96/97,  and  an  estimated  $500,000  in  FY  97/98;  now, 
therefore,  be  it 

RESOLVED,  That  the  General  Manager  of  Hetch  Hetchy  Water  and  Power  is  authorized  to  extend 
an  Energy  Services  Agreement  with  the  State  of  California;  and  execute  a  Natural  Gas  Service  Agreement 
with  PG&E;  and  be  it  further 

RESOLVED,  That  the  term  of  these  agreements  will  be  for  one  year  renewable  on  an  annual  basis 
for  as  long  as  it  is  to  the  City's  interest  to  do  so. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   MAY       1  3  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0129 


WHEREAS,  Section  10.88  of  the  San  Francisco  Administrative  Code  established  Cash  Difference 
and  Overage  Funds,  and 

WFIEREAS,  This  section  authorizes  various  enumerated  departments  and  their  employees  who 
handle  cash  transactions  on  a  daily  basis  to  utilize  such  funds,  and 

WFIEREAS,  The  Public  Utilities  Commission,  Customer  Service  Bureau  utilizes  a  Cashiering 
Section,  which  does  not  have  access  to  these  Funds,  and 

WHEREAS,  It  would  be  advantageous  to  the  Customer  Service  Bureau  employees  in  the 
Cashiering  Section  to  have  such  access,  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  recommends  an  amendment  to  the  San 
Francisco  Administrative  Code.  Section  10,88,  allowing  the  Customer  Service  Bureau  access  to  such 
funds,  to  be  submitted  to  the  Board  of  Supervisors. 


/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  PubUc  Utilities  Commission  at  its 
meeting  of  ||j|/\Y       1  3  1997  


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  97-0130 


WHEREAS,  the  San  Francisco  Board  of  Supervisors  signed  the  Memorandum  of  Understanding 
Regarding  Urban  Water  Conservation  in  September  1991  as  Resolution  No.  707-91;  and 

WHEREAS,  under  the  Memorandum  of  Understanding,  the  San  Francisco  Water  Department  is 
obligated  to  replace  a  minimum  of  8,000  toilets  per  year  with  ultra  low-flow  toilets  between  FY  93- 
94  through  FY  00-01;  and 

WHEREAS,  the  San  Francisco  Water  Department  began  its  toilet  rebate  program  in  FY  94-95  an 
needs  to  meet  the  shortfall  on  toilet  replacement  due  to  the  delay  of  its  toilet  rebate  program  by 
one  year;  and 

WHEREAS,  most  low-income  housing  developments  cannot  afford  the  capital  costs  to  replace 
their  high  water  using  toilets  with  ultra  low  flow  toilets;  and 

WHEREAS,  many  of  these  units  have  a  high  density  of  people  using  these  toilets  and 
replacement  of  these  toilets  will  generate  a  substantial  amount  of  water  savings  for  the  City;  and 

WHEREAS,  the  cost  per  toilet  for  this  program  would  be  $54  dollars  per  toilet 
and  the  cost  per  toilet  for  the  Water  Department's  current  toilet  rebate  is  similar;  and 

WHEREAS,  the  funds  for  this  program  are  available  in  FY  96-97's  budget,  Project  501,  Index 
505011;  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  the  San  Francisco  Water  Department 
distributing  490  ultra-low  flow  toilets  to  the  Northridge  Co-op  Homes  and  Ridgeview  Terrace  Ltd. 
for  installation  in  low-income  housing  units  within  the  Bayview/Hunter's  Point  Neighborhood. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

MAY     1 3  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97  0131 


WHEREAS,  The  Water  Supply  and  Treatment  Division  (WS&TD)  is  responsible  under 
Compliance  Order  No.  02-04-96C-001  from  the  California  Department  of  Health  Services  to 
"develop  comprehensive  policies,  procedures  and  training  programs  for  treatment  and 
operations  personnel;"  and 

WHEREAS,  The  WS&TD  submitted  an  implementation  plan  in  accordance  PUC 
Resolution  95-0184  in  response  to  the  Compliance  Order;  and 

WHEREAS,  The  Manager,  WS&TD,  received  proposals  from  three  firms  in  response 
to  the  Request  for  Proposals  for  a  consultant  to  support  WS&TD  in  the  development  and 
implementation  of  a  Policy  and  Procedures  Training  Program  in  accordance  with  PUC 
Resolution  96-0248;  and 

WHEREAS,  A  Consultant  Selection  Committee  was  formed  comprising  Commission  staff 
with  applicable  experience  and  expertise  in  the  scope  of  work;  and 

WHEREAS,  Two  firms  submitted  proposals  which  were  judged  to  be  eligible  for 
consideration,  which  were  thoroughly  evaluated  in  accordance  with  Public  Utilities  Commission 
procedures  by  a  consultant  selection  committee;  and 

WHEREAS,  The  consultant  selection  committee  has  recommended  that  the  WS&TD 
Manager  negotiate  a  contract  with  the  firm  that  received  the  top  ranking  in  the  selection 
process,  Olivia  Chen  Consultants,  Inc.;  and 

WHEREAS,  The  WS&TD  Manager  reviewed  the  reasonableness  of  the  cost  proposal 
submitted  by  the  recommended  consultant  and.  finding  it  reasonable,  concurred  with  the 
Committee  recommendation;  and 

WHEREAS,  The  Contract  Compliance  Officer  has  determined  that  Olivia  Chen 
Consultants,  Inc.  complies  with  Affirmative  Action  requirements  and  MBEAA/BE/LBE 
participation  goals;  and 

WHEREAS,  Staff  will  form  a  negotiations  team  to  ensure  the  Public  Utilities  Commission 
hires  the  most  qualified  firm  at  the  most  competitive  price;  and 

WHEREAS,  If  staff  is  unable  to  reach  agreement  with  the  top  ranked  firm,  they  will 
negotiate  with  the  other  firm  judged  to  be  eligible  to  perform  the  work;  and 

WHEREAS,  The  process  was  conducted  in  accordance  with  the  Request  for  Proposals 
document;  and 


WHEREAS,  Funds  were  approved  in  the  FY  1996-97  Operating  Fund  budgeted  for  the 
WS&TD  to  cover  the  cost  of  the  contract;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  to  negotiate  and  execute  an  agreement 
with  Olivia  Chen  Consultants,  Inc.  for  professional  services  to  support  development  of  a  Policy 
and  Procedures  Training  Program  in  an  amount  not  to  exceed  $521,445  over  two  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   MAY       1  3  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO 


97-0132 


WHEREAS,  The  Public  Utilities  Commission  approved  the  Joint  Funding  Agreement  with 
USGS  by  Resolution  No.  94-0222;  and, 

WHEREAS,  The  streamgauging  stations  will  enhance  water  supply  operations  ,  provide 
useful  water  availability  data,  and  will  provide  useful  data  for  maintenance  of  water  rights;  and 

WHEREAS,  The  SFPUC's  share  of  costs  is  $73,600  and  funds  are  available  in  the 
Watershed  Protection  and  Maintenace  Project  FUW  591,  Index  Code  505591,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  Public 
Utilities  Commission  to  execute  Joint  Funding  Agreements  with  the  USGS,  and  to  renew  the 
Agreements  for  a  five  year  period  in  amounts  not  to  exceed  $100,000  annually,  subject  to 
funding  availability. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  l^^y       1  3  1997   


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION' 

City  and  County  of  San  Francisco 


RESOLUTION  NO  97-0133 


WHEREAS,  Interruptions  to  power  for  the  Harry  Tracy  Water  Treatment  Plant  occurred  on  several 
instances  during  the  past  year,  and 

WHEREAS,  The  Commission  plans  to  have  complete  emergency  power  generators  furnished  and 
installed  at  the  Harry  Tracy  Water  Treatment  Plant  to  provide  more  reliable  water  supply  for  potable  use  and 
fire  fighting  when  Hetch  Hetchy  water  becomes  unavailable  due  to  high  turbidity,  and 

WHEREAS,  The  recent  storms  have  resulted  in  Hetch  Hetchy  water  not  being  usable  until  the  water 
quality  problems  including  high  turbidity  in  the  Hetch  Hetchy  water  associated  with  storms  and  flooding,  with 
recent  fires  and  fallen  ash  on  the  Hetch  Hetchy  watershed  during  the  summer  and  fall  of  1996  contributing 
to  increased  erosion,  have  subsided,  and 

WHEREAS,  The  recent  storms  and  flooding  conditions  have  resulted  in  the  need  for  the  immediate 
installation  of  emergency  power  supply  for  the  Harry  Tracy  Water  Treatment  Plant  to  maintain  a  reliable 
water  supply  during  the  current  peak  rainfall  season,  and 

WHEREAS,  The  President  of  the  Commission,  by  letter  dated  January  3 , 1 997,  declared  the  existence 
of  an  emergency  at  the  Harry  Tracy  Water  Treatment  Plant  to  provide  for  the  construction  of  emergency 
standby  power  capability,  and 

WHEREAS,  PUC  Staff  has  estimated  the  cost  for  this  emergency  work  at  $750,000  of  which  $600,000 
is  available  in  Project  CUWl  8 1 ,  Standby  Power  Facilifies,  and  $1 50,000  is  available  from  Project  CUWl  61 , 
Rehab/  Upgrade  Water  Treatment  Facilities,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies  the  Declaration  of  Emergency  for  Standby  Power 
at  Harry  Tracy  Water  Treatment  Plant  made  by  the  President  of  the  Commission  on  January  3,  1 997,  and  be 
it  further, 

RESOLVED,  That  this  Commission  authorizes  the  expenditure  of  funds  in  the  amount  of  $600,000 
currently  in  Project  CUWl  8 1 ,  Standby  Power  Facilities,  and  the  transfer  of  $  1 50,000  from  Project  CU  W  161, 
Rehab/  Upgrade  Water  Treatment  Facilities  to  Project  CUW  181,  Standby  Power  Facilities  to  cover  the 
emergency  repairs,  and  be  it  further, 

RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  adopt  a  Resolution 
authorizing  the  expenditure  of  funds  for  this  emergency. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   MAY       1  3  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0134 


WHEREAS,  The  Clean  Water  Program  is  engaged  in  a  variety  of  projects  to  improve  the  City's 
sewerage  system  and  to  minimize  combined  sewage  overflows  to  San  Francisco  Bay  and  the 
Pacific  Ocean,  and  that  specialized  technical  expertise  in  hydrology  and  hydraulics,  not 
available  in-house,  is  vital  to  the  success  of  these  projects,  and 

WHEREAS,  Hydroconsult  Engineers  has  provided  the  necessary  expertise  in  the  planning  and 
design  of  the  City's  sewerage  system,  and 

WHEREAS,  The  services  of  Hydroconsult  Engineers  will  be  needed  to  perform 
hydraulic/hydrologic  modeling  for  projects  associated  with  the  1994  Sewer  Revenue  Bond 
Program,  the  Recycled  Water  Master  Plan,  and  NPDES  permit  compliance,  and 

WHEREAS,  The  Human  Rights  Commission  has  granted  a  sole-source  waiver  to  enable  the 
UEB  to  enter  into  a  new  consultant  contract  with  Hydroconsult  Engineers  for  hydraulic 
/hydrologic  services  in  support  of  Clean  Water  Program  projects;  now  therefore,  be  it 

RESOLVED,  The  commission  authorizes  the  Manager  of  SPARC  to  enter  into  a  two  year 
contract  with  Hydroconsult  Engineers  for  an  amount  not  to  exceed  $497,000  to  perform 
hydraulic/hydrologic  modeling  for  projects  associated  with  the  1994  Sewer  Revenue  Bond 
Program,  the  Recycled  Water  Master  Plan  and  NPDES  permit  compliance. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  MAY       1  3  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0135 


WHEREAS,  The  Clean  Water  Program  is  engaged  in  a  variety  of  projects  to  improve  the  City's 
sewerage  system  and  to  minimize  combined  sewage  overflows  to  San  Francisco  Bay  and  the 
Pacific  Ocean,  and  that  specialized  technical  expertise  in  hydrology  and  hydraulics,  not 
available  in-house,  is  vital  to  the  success  of  these  projects,  and 

WHEREAS,  Hydroconsult  Engineers  has  provided  the  necessary  expertise  in  the  planning  and 
design  of  the  City's  sewerage  system,  and 

WHEREAS,  The  services  provided  by  Hydroconsult  Engineers  through  four  existing  contracts 
need  to  continue  for  one  year  to  allow  for  the  completion  of  remaining  work,  now  therefore  be  it 

RESOLVED,  The  Commission  authorizes  the  Manager  of  SPARC  to  extend  four  existing 
contracts  with  Hydroconsult  Engineers  (Contracts  90-15046,  96000044,  96000045,  and 
96000257)  at  no  additional  cost  for  one  year  ending  June  30,  1998  to  complete  remaining  work. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   MAY       1  3  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


97-0136 


RESOLUTION  NO. 


WHEREAS,  Under  Hetch  Hetchy  Contract  HH-846,  Early  Intake  Sluice  Gates  Replacement,  the 
existing  sluice  gates  will  be  replaced  with  City  furnished  gates  and  will  also  include  electrical  and 
shotcrete  work  at  an  estimated  construction  cost  of  $208,000;  and 

WHEREAS,  Deletable  alternative  bids  will  be  requested  for  the  removal  of  the  drumgates  on  the 
spillway  structure  of  the  Early  Intake  Dam  at  an  estimated  cost  of  $250,000;  and 

WHEREAS,  The  Department  of  City  Planning  has  determined  this  project  to  be  cateorically  exempt 
from  the  California  Environmental  Quality  Act  and  State  Guidelines  under  Class  1(b)  and  2(c);  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  plans  and  specifications  and  authorizes  Bid  Call 
for  Hetch  Hetchy  Water  and  Power  Contract  HH-846,  Early  Intake  Sluice  Gates  Replacement. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   MAY       1  3  1997  


Secretary.  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0137 


WHEREAS,  Under  PUC  Resolution  No.  96-0176  adopted  on  September  10,  1996,  the  PUC 
approved  the  final  plans  and  specifications  and  authorized  bid  call  for  Hetch  Hetchy  Water  and  Power 
Contract  No.  HH-819R,  Moccasin  Powerhouse  Static  Excitation  System  Retrofit. 

WHEREAS,  Six  (6)  bids  for  this  work  ranging  from  $622,  083.00  to  $1,166,000.00  were  received 
and  publicly  opened  on  November  18,  1996;  and 

WHEREAS,  Review  of  the  bids  indicated  that  either  the  bidders  did  not  meet  the  subcontracting 
goals  for  the  contract  or  submit  pertinent  documents  required  by  the  City  to  fully  review  the  bidder's 
relevant  experiences  and  demonstrated  capabilities;  and 

WHEREAS,  There  is  no  indication  of  imminent  failure  of  this  equipment  to  indicate  that  the 
additional  years  delay  in  the  completion  of  this  project  resulting  from  this  action  will  significantly 
increase  the  risk  to  Hetch  Hetchy  Revenue;  and 

WHEREAS,  The  PUC  staff  recommends  to  reject  all  bids  received  for  this  contract  and 
readvertise  the  contract  as  Hetch  Hetchy  Water  and  Power  Contract  No.  HH-819R1,  Moccasin  Power- 
house Static  Excitation  System  Retrofit;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  rejects  all  bids  received  for  Hetch  Hetchy  Water  and  Power, 
Contract  No.  HH-819R  and  authorizes  readvertising  the  contract  as  Hetch  Hetchy  Water  and  Power 
Contract  No.  HH-819R1,  Moccasin  Powerhouse  Static  Excitadon  Retrofit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  |y|/^Y        1  3  199/ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0138 


WHEREAS,  The  San  Francisco  Water  Department  has  a  Water  Main  Replacement  Program  to 
provide  for  systematic  replacement  of  mains  over  time  with  new  ductile  iron  mains  to  reduce  the  water 
distribution  system's  vulnerability  to  future  earthquakes,  provide  better  flow  and  pressure,  and  improve 
water  quality;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
the  Main  Replacement  Program  to  be  categorically  exempt  from  environmental  review  as  a  Class  1(b) 
Project  under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Commission  authorized  bid  call  for  San  Francisco  Water  Department  Contract 
No.  WD-2127,  8-Inch  Ductile  Iron  Main  Installation  in  Battery  Street  between  Vallejo  and  Lombard 
Streets;  and  Jackson  Street  between  Stockton  and  Kearny  Streets;  and  6-Inch  Ductile  Iron  Main  Installa- 
tion in  Wentworth  Street  on  January  14,  1997  by  Resolution  No.  97-0005;  and 

WHEREAS,  Two  (2)  bids  for  the  aforesaid  contract  were  received  and  opened  publicly  on  April  1 
1997; and  ' 

WHEREAS,  Funds  for  said  contract  are  under  the  multi-year  capital  project  CUW-870,  Main 
Replacement  Program  (In  City);  and 

WHEREAS,  The  lowest  responsive  and  responsible  bidder  is  P  &  J  Utility,  Co.,  whose  bid  is 
$316,850.00  (net);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  San  Francisco  Water  Department  Contract  No. 
WD-2127,  8-inch  Ductile  Iron  Main  Installation  in  Battery  Street  between  Vallejo  and  Lombard  Streets; 
and  in  Jackson  Street  between  Stockton  and  Kearny  Streets;  and  6-inch  Ductile  Iron  Main  Installation  in 
Wentworth  Street  to  the  lowest  responsive  and  responsible  bidder,  P  &  J  Utility  Co.  in  the  bid  amount  of 
$316,850.00. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^''^^^^<^f   MAY      1  3  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


97-0139 


RESOLUTION  NO. 


RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  San  Francisco  Water 
Department  Contract  No.  WD-2134,  Summit  Pump  Station  Standby  Generator  and  Related  Work  as 
complete,  approves  Contract  Modification  No.  3  (Final)  in  the  credit  amount  of  $3,618.59,  and  approves 
final  payment  to  the  Contractor,  Cresci  Electric,  Inc.  in  the  amount  of  $716.58. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

"^^^^'""s  of   MAY     1  3  1997  


Secretary,  Public  Utilities  Comrmssion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


97-0140 


RESOLUTION  NO. 


WHEREAS,  Under  PUC  Resolution  No.  96-0189  adopted  on  September  10,  1996,  the  PUC 
approved  the  final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department 
Contract  No.  WD-2179,  Alemany  Pump  Station  Standby  Generator  and  Related  Work;  and 

WHEREAS,  Nine  (9)  bids  for  this  work  ranging  from  $1,503,574.00  to  $2,280,500.00  were 
received  and  publicly  opened  on  December  3,  1996;  and 

WHEREAS,  Review  of  the  bids  indicated  that  either  bidders  did  not  meet  the  subcontracting  goals 
for  the  contract  or  submit  pertinent  documents  required  by  the  City  to  fully  review  the  bidder's  relevant 
experiences  and  demonstrated  capabilities;  and 

WHEREAS,  The  PUC  Staff  recommends  to  reject  all  bids  received  for  tiiis  contract  and  readvertise 
the  contract  as  San  Francisco  Water  Department  Contract  No.  WD-2179R,  Alemany  Pump  Station  Standby 
Generator  and  Related  Work;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  rejects  all  bids  received  for  San  Francisco  Water  Department 
Contract  No.  WD-2179,  Alemany  Pump  Station  Standby  Generator  and  Related  Work,  and  authorizes 
readvertising  the  contract  as  San  Francisco  Water  Department  Contract  No.  WD-2179R,  Alemany  Pump 
Station  Standby  Generator  and  Related  Work. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

'^''^'''^  ^/   -MAY     1  3  1997  


Secretary,  Public  Utilities  CommiSsion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0141 


WHEREAS,  The  Department  of  City  Planning  has  determined  that  the  Water  Main  Replacement 
Program  is  categorically  exempt  from  environmental  review  as  a  Class  1  (b)  Project  under  the  State  Guidelines 
implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  project  are  under  the  multi-year  capital  project  CUW-870-33,  Main 
Replacement  Program  (in  City);  and 

WHEREAS,  The  Commission  authorized  bid  call  for  San  Francisco  Water  Department  Contract  No. 
WD-2194, 6  and  8-inch  Ductile  Iron  Main  Installation  in  1 1th  Street,  12th  Street  and  other  Streets  between 
Howard  Street  and  Bryant  Street  on  January  14,  1997  by  Resolution  No.  97-0005;  and 

WHEREAS,  Four  (4)  bids  for  the  aforesaid  contract  were  received  and  opened  publicly  on  March  1 8, 
1997; and 

WHEREAS,  The  third  low  bidder,  Shaw  Pipeline,  Inc.  filed  a  protest  against  the  bids  of  first  and 
second  low  bidders;  and 

WHEREAS,  PUC  staff  and  the  HRC  Staff  determined  that  Shaw  Pipeline,  Inc.'s  protest  is  without 
merit;  and 

WHEREAS,  By  application  of  bid  preferences  under  Chapter  12D  of  the  Administrative  Code,  the 
lowest  responsive  and  responsible  bidder  is  the  second  low  bidder,  E.  Mitchell,  Inc.  whose  bid  is  $539,955.00 
(net);  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  finds  the  protest  filed  by  Shaw  to  be  without  merit;  and,  be  it 

fiirther 


RESOLVED,  That  this  Commission  concurs  with  the  finding  of  the  HRC  Staff  that  application  of  bid 
preferences  under  Chapter  1 2D  of  the  Administrative  Code  results  in  the  second  low  bidder,  E.  Mitchell,  inc., 
assuming  the  position  of  the  bidder  to  whom  the  contract  should  be  awarded;  and  be  it  further, 

RESOLVED,  That  this  Commission  hereby  awards  San  Francisco  Water  Department  Contract  No. 
WD-2 1 94, 6-  and  8-inch  Ductile  Iron  Main  Installation  in  1 1  th  Street,  1 2th  Street,  and  other  Streets  between 
Bryant  Street  and  Howard  Street  to  the  second  low  bidder,  E.  Mitchell,  Inc.  in  the  amount  of  $539,955.00. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

 m  1  3  1997  


Secretary,  Public  Utilities  Commis'sion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0142 


WHEREAS,  Under  San  Francisco  Water  Department  Contract  No.  WD-2228,  BDPL  Nos.  1  and 
2  Timber  Trestle  Repairs  -  Contract  3  of  5,  timber  trestle  support  structures  will  either  be  replaced  or 
repaired;  and 

WHEREAS,  On  December  2,  1994,  the  Department  of  City  Planning,  Office  of  Environmental 
Review  issued  a  preliminary  negative  declaration  No.  93.71 5E  for  the  proposed  Bay  Division  Pipeline  Nos. 
1  and  2  Maintenance  and  Repair  Program  which  encompassed  the  proposed  project;  and 

WHEREAS,  The  Final  Negative  Declaration  No.  93-715E  determines  that,  through  the 
incorporation  of  mitigation  measures  included  as  part  of  the  project,  the  project  as  described  in  die  negative 
declaration  will  not  have  a  significant  adverse  effect  on  the  environment;  and 

WHEREAS,  A  Mitigation  and  Monitoring  Plan  has  been  prepared  and  was  incorporated  into  the 
design  and  construction  contract  documents  and  other  elements  of  the  five-year  maintenance  and  repair 
program;  and 

WHEREAS,  To  this  end,  an  Annual  Mitigation  and  Monitoring  Report  is  being  submitted  to 
different  regulatory  agencies  having  jurisdiction  to  this  work;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  fmal  plans  and  specifications  and  authorizes  bid  call 
for  San  Francisco  Water  Department  Contract  No.  WD-2228,  BDPL  Nos.  1  and  2  Timber  Trestle  Repau-s  - 
Contract  3  of  5. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

'"''('"sof   MAY      1  3  1997  


Secretary,  Public  Utilities  Commission 


City  and  County  ot  San  Francisco 
RESOLUTION  NO  97-0143 


WHEREAS,  In  order  for  the  California  Department  of  Transportation  (Caltrans)  to  perform  their 
retrofit  work  for  the  Central  Viaduct  freeway,  the  City's  Department  of  Public  Works  was  requested  to 
relocate  existing  sewers  under  various  sections  of  the  freeway;  and 

WHEREAS,  Utility  Agreement  No.  1076.5  .1  was  executed  between  the  Department  of  Public  Works 
and  Caltrans  on  November  7,  1995  to  authorize  the  Department  of  Public  Works  to  perform  the  relocation 
work  at  Caltrans'  sole  expense.  The  estimated  project  cost  was  established  at  $684,250.00,  and 

WHEREAS,  Under  a  competitive  bidding  process,  Shaw  Pipeline,  Inc.  was  awarded  the  construction 
contract,  and  construction  began  on  June  10,  1996;  and 

WHEREAS,  During  construction,  actual  field  conditions  revealed  unanticipated  miscellaneous 
subsurface  obstacles;  necessitated  the  substitution  of  18"  ductile  iron  pipe  in  lieu  of  18"  vitrified  clay  pipe,  the 
adjustment  of  fabricated  rebars,  and  the  modification  of  the  dimension  of  a  new  manhole;  and  resulted  in  the 
discovery  of  hazardous  soils  that  required  special  handling,  transportation,  and  disposal  services;  and 

WHEREAS,  In  order  to  cover  said  work.  Contract  Modification  No.  2  in  the  amount  of  $190,656.06 
will  bring  the  total  contract  amount  fi-om  the  original  $634,495.00  to  a  new  total  of  $825,151.06,  and 

WHEREAS,  Section  7.203  of  the  Administrative  Code  provides  that  for  contracts  awarded  on  a  unit 
cost  basis  in  which  the  amount  of  work  done  or  to  be  done  exceeds  the  estimated  amount  of  the  contract  by 
10%,  the  excess  shall  be  provided  for  as  prescribed  by  Section  6.306  relative  to  supplemental  appropriations. 
Section  6.306  provides  for  the  Board  of  Supervisors  to  approve  such  a  supplemental  appropriation  ordinance, 
and  thus,  the  aforementioned  contract  amount  excess;  and 

WHEREAS,  Under  the  original  Agreement,  90%  of  the  original  estimated  project  cost,  or 
$558, 135.00,  was  advanced  to  the  City  to  begin  work.  This  fiinding  was  placed  in  the  Repair  &  Replacement 
Funds  (Fund  5C/CPF/RNR,  FAMIS  Project  No.  CENRNRR833).  All  actual  costs  will  be  fijlly  reimbursed  by 
Caltrans  upon  completion  of  the  project,  and  an  Amended  Utility  Agreement  is  currently  being  prepared  by 
Caltrans  to  reflect  the  increase  in  costs;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.  2  in  the  amount  of 
$190,656.06  for  Utilities  Engineering  Bureau  Contract  1204N,  "Central  Viaduct  Retrofit  Sewer  Relocation" 
and  requests  the  Mayor  to  recommend  to  the  Board  of  Supervisors  to  approve  the  contract  modification  cost 
increase. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meetmg  of  MAY       1  3  1997  . 


Secretary,  Public  Utilities  Cortmtission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0144 


WHEREAS,  The  PUC  has  a  continuing  Capital  Improvement  Program  to  upgrade  major 
facilities  used  in  the  handling  and  treatment  of  wastewater  throughout  the  City;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  the  Utilities  Engineering 
Bureau  Contract  Specification  No.  1202N,  "North  Point  Water  Pollution  Control  Plant 
Improvements  -  Phase  2",  to  install  a  72-inch  diameter  reinforced  concrete  cylinder  pipe  beneath 
the  northernmost  westbound  lane  of  Bay  Street  and  to  make  various  facilities  improvements  to 
the  North  Point  Water  Pollution  Control  Plant;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  this  Capital  Improvement  project  is  categorically  exempt  from  environmental 
review  under  the  state  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  said  Contract  is  $3,670,000;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewerage  Improvement 
Bonds,  Fund  5C/CPF/UNA,  FAMIS  Project  #  CENSR4MR0240;  now  therefore,  be  it 

RESOLVED;  That  this  Commission  hereby  approves  the  final  plans  and  specifications 
for  Utilities  Engineering  Bureau  Contract  Specification  No.  1202N,  "North  Point  Water 
Pollution  Control  Plant  Improvements  -  Phase  2",  to  install  a  72-inch  diameter  reinforced 
concrete  cylinder  pipe  beneath  the  northernmost  westbound  lane  of  Bay  Street  and  to  make 
various  facilities  improvements  to  the  North  Point  Water  Pollution  Control  Plant,  and  authorizes 
the  Bureau  of  Engineering  to  advertise  for  bids  of  said  Contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  May  13,  1997  . 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

* 

City  and  County  of  San  Francisco 
RESOLUTION  NO.  97-0145 


WHEREAS,  The  PUC  has  a  continuing  Capital  Improvement  Program  to  upgrade  major 
facilities  used  in  the  handling  and  treatment  of  wastewater  throughout  the  City;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  the  Utilities  Engineering 
Bureau  Contract  Specification  No.  1245N,  "Yosemite/Egbert  Sewer  Enlargement  Project",  to 
construct  a  60-inch  and  78-inch  diameter  RCP  sewers  in  the  Yosemite/Egbert  area;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  this  Capital  Improvement  project  is  categorically  exempt  from  environmental 
review  under  the  state  Guidelines  implementing  the  California  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  said  Contract  is  $6,979,090.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewerage 
Improvements  Bonds,  Fund  5C/CPF/UNA,  FAMIS  Project  No.  CENSR4EN4540;  now 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications 
for  Utilities  Engineering  Bureau  Contract  Specification  No.  1245N,  ^Tosemite/Egbert  Sewer 
Enlargement  Project'\  to  construct  a  new  sewer  in  the  Yosemite/Egbert  area  to  upgrade  the 
existing  hydraulically  inadequate  storm/sewer  system,  and  authorizes  the  Bureau  of  Engineering 
to  advertise  for  bids  of  said  Contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  131997  ■ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0146 


WHEREAS,  On  January  28,  1997,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specifications  for  Utilities  Engineering  Bureau  Contract  Specification  No.  1376N,  "Jackson  Street  Sewer 
Replacement''  to  replace  the  existing  sewers  in  Jackson  Street  between  Kearny  Street  and  Grant  Avenue; 
and 

WHEREAS,  The  Contract  was  advertised  on  March  26,  1997;  and 

WHEREAS,  Six  bids  were  received  and  opened  publicly  on  April  16,  1997;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences  resulted 
in  the  establishment  of  Ramirez  Engineering  Corporation  as  the  lowest  responsive  bidder;  and 

WHEREAS,  MBE  and  WEE  participation  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that 
the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  &*om  environmental  review  under  the 
state  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  under  the  1994  Sewer  Bond  (Fund  5C/CPF/UNA, 
FAMIS  Project  No.CENSR4SI7640);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Utilities  Engineering  Bureau 
Contract  1376N,  Jackson  Street  Sewer  Replacement  in  the  amount  of  $122,313  to  Ramirez  Engineering 
Corporation  as  the  lowest  responsive  bidder. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  MAY       1  3  1997 


Secretary,  Public  Utilities  Corrmiission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0147 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  1414N  to  replace  the  existmg  16-inch  and  18-inch  diameter  ISP  sewers  with  12-inch  and  15-inch 
diameter  VCP  sewers  in  Treat  Avenue  from  21st  Street  to  23rd  Street  and  in  22nd  Street  from  Florida 
Street  to  Bryant  Street;  and 

WHEREAS,  The  Department  of  City  Planmng  Office  of  Environmental  Review  has  determined  that 
the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review  under  the 
State  Guidelines  implementing  the  California  Environmental  Quality  Act,  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  1994  Sewer  Bond  (Fund 
5C/CPF/UNA,  Project  CENSR4SI04)  ;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Utilities 
Engineering  Bureau  Contract  1414N,  "Treat  Avenue  and  22nd  Street  Sewer  Replacement",  to  replace 
existing  sewers  in  Treat  Avenue  fi-om  21st  Street  to  23rd  Street  and  in  22nd  Street  fi-om  Florida  Street  to 
Bryant  Street,  and  authorizes  the  Bureau  of  Engineering  to  advertise  for  bids  for  said  contract. 


I  hereby  certify  that  the  foregoing  resohdion  was  adopted  by  the  Public  UtiUties  Commission  at 
its  meeting  of         ^^y       1  ^  ^^^f 


Secretary,  PubUc  UtiUties  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0148 


WHEREAS,  The  City  and  County  of  San  Francisco  leases  certain  real  property  for  the  Pubhc 
Utilities  Commission;  and 

WHEREAS,  The  PubHc  Utilities  Commission  has,  with  the  addition  of  the  Clean  Water  Program, 
increased  its  staff  and,  with  the  upcoming  capitol  program,  anticipates  flirther  increases  in  personnel;  and 

WHEREAS,  The  Systems  Planning  and  Regulatory  Compliance  Bureau  (SPARC)  has  outgrown 
its  current  space  at  1 155  Market  Street;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  a  three  (3)  year  lease  for  4,000  sq.ft.  of 
office  space  at  1212  Market  Street,  2"^  floor,  by  the  Public  Utilities  Commission  at  an  annual  rate  of 
$67,800  or  $16.95  sq.ft.,  with  two  one  year  options  to  renew  at  CPI  increased  rent  and  the  City  to  pay  in 
the  second  and  third  years  an  operating  expense  pass  through  over  the  1997  base  year;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore  taken  by 
any  City  official  in  connection  with  such  Agreement  area  hereby  ratified,  approved  and  confirmed  by  this 
Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager  of  Public 
Utilities  is  hereby  authorized  and  directed  to  execute  said  lease  and  forward  it  to  the  Director  of  Property 
to  prepare  legislation  for  the  Board  of  Supervisors  approval  of  said  lease. 


hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^^^""s  of   MAY     1  3  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0149 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  County  of  San  Mateo  has  requested  to  enter  into  an  agreement  for  vehicular 
access  for  four  (4)  vans  to  make  approximately  twelve  (12)  to  sixteen  (16)  trips  each  to  transport 
runners  to  and  from  a  staging  area/starting  point  for  a  race  to  be  held  in  conjunction  with  Crystal 
Springs  Trail  Day;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  County  of  San  Mateo,  as  Permittee,  for  the 
purpose  of  vehicular  access  for  four  (4)  vans  to  make  approximately  twelve  (12)  to  sixteen  (16) 
trips  each  to  transport  runners  to  and  from  a  staging  area/starting  point  for  a  race  to  be  held  in 
conjunction  with  Crystal  Springs  Trail  Day  on  the  Permit  Area  located  in  San  Mateo  County,  as 
set  forth  in  the  permit  of  certain  real  property  under  the  jurisdiction  of  the  Public  Utilities 
Commission,  as  shown  on  Exhibit  of  the  Permit,  commencing  at  7:30  A.M.  on  May  31,  1997  and 
terminating  at  9:30  A.M.  on  May  31,  1997;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  MAY       1  3  19^7 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0150 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Santa  Clara  County;  and 

WHEREAS,  The  Metropolitan  Fiber  Systems  of  California,  Inc.,  dba  Metropolitan  Fiber 
Systems  of  San  Jose,  has  requested  to  enter  into  an  agreement  for  installing  one  4-jnch 
telecommunication  conduit  in  the  Permit  Area;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  permit  is  categoncally  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  (TCS-1 92-97)  to  Metropolitan  Fiber  Systems  of 
California,  Inc.,  dba  Metropolitan  Fiber  Systems  of  San  Jose,  as  Permittee,  for  the  purpose  of 
installing  one  4-inch  telecommunication  conduit  within  the  Permit  Area  located  in  Mountain 
View,  Santa  Clara  County,  as  set  forth  in  the  Permit  of  certain  real  property  under  the  jurisdic- 
tion of  the  Public  Utilities  Commission,  as  shown  on  Exhibit  A-1  of  the  Permit,  commencing 
upon  authorization  and  approval  of  said  permit  by  Commission  and  expiring  upon  oral  or  written 
notice  from  City  revoking  this  Permit  provided  that  the  Permittee  shall  pay  a  $1,800.00  permit 
processing  fee,  $350.00  inspection  cost  and  $960.00  annual  use  fee  with  annual  (CPI) 
adjustments;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  ^pyf       ^  3  igq/ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO  97-01  5  1 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Alameda  County;  and 

WHEREAS,  Kid's  Wonderland  Daycare  Center,  Assignor,  has  requested  Assignment 
and  Assumption  of  Lease  and  Consent  to  Assignment  to  Gan  Haw  Ent.,  Inc.,  Assignee,  for 
parking,  landscaping  and  playground  purposes  in  conjunction  with  an  adjacent  Daycare  Center 
owned  by  the  Assignee;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now.  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Assignment  and  Assumption  of  Lease  and  Consent  to 
Assignment  of  approximately  .28  acres  of  land  to  Gan  Haw  Ent.,  Inc.,  a  California  partnership, 
as  Assignee,  for  parking,  landscaping  and  playground  purposes  in  conjunction  with  an  adjacent 
Daycare  Center  owned  by  the  Assignee  at  a  monthly  rental  rate  of  $370.99  per  month,  as  set 
forth  in  the  Lease  of  certain  real  property  under  the  jurisdiction  of  the  Public  Utilities 
Commission,  as  shown  on  Water  Department  Drawing  No.  B-4516,  commencing  retroactive  to 
June  20,  1995  and  terminating  February  28,  1999;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Assignment  and  Assumption 
of  Lease  and  Consent  to  Assignment. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  HH^y        J  3  ^907 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0152 


WHEREAS,  A  request  has  been  made  by  the  Santa  Clara  County  Transit  District  to  the 
San  Francisco  Public  Utilities  Commission  to  acquire  an  approximately  4,885  square  foot  parcel 
of  land  under  the  jurisdiction  of  the  Public  Utilities  Commission,  located  in  the  City  of  Mountain 
View,  Santa  Clara  County,  to  construct  a  pedestrian  pathway  and  service  vehicle  access  in 
conjunction  with  the  extension  of  their  existing  light  rail  corridor;  and 

WHEREAS,  The  Public  Utilities  Commission  proposes  that  the  sale  be  made  subject  to 
the  Santa  Clara  County  Transit  District  paying  the  City  the  sum  of  $51 ,800  which  has  been 
determined  by  the  Real  Estate  Department  to  be  the  fair  market  value  of  the  property;  now 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  declares  that  the  subject  property  located  in 
Santa  Clara  County,  which  totals  approximately  4.885  square  feet,  and  is  part  of  the  Bay 
Division  Pipeline  Nos.  3  and  4  right  of  way  located  in  Mountain  View,  California,  should  be  sold 
and  authorizes  the  Director  of  Property  to  proceed  with  the  sale  and  to  prepare  and  submit 
legislation  to  the  Board  of  Supervisors  for  the  conveyance  of  an  access  easement  to  SCCTD. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   MAY        1  3  19*^7  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0153 


WHEREAS,  in  October,  1996,  the  City  of  San  Francisco  adopted  a  Pesticide  Manage- 
ment ordinance  directing  City  departments  to  develop  and  enact  policies  and  procedures  to 
minimize  or  eliminate  pesticide  use;  and 

WHEREAS,  the  PUC  is  among  the  seven  departments  using  the  largest  amount  of 
pesticides;  and 

WHEREAS,  converting  City  operations  and  activities  from  the  use  of  pesticides  to 
alternative  non-pesticide  measures  will  require  knowledge  and  expertise  not  presently  available 
in  the  City  departments,  including  the  PUC;  and 

WHEREAS,  knowledge  of  pesticides,  and  of  alternatives  to  pesticides,  and  regulation  of 
pesticides  in  San  Francisco,  resides  in  the  Office  of  the  San  Francisco  Agricultural  Commis- 
sioner; and 

WHEREAS,  the  Director  of  the  Commission  on  the  Environment  has  requested  the  PUC, 
and  other  pesticide-using  departments,  to  share  the  funding  of  an  administration  and  training 
program,  beginning  in  July,  1997,  at  the  Office  of  the  Agricultural  Commissioner,  to  assist 
departments  in  complying  with  the  Pesticide  Management  ordinance,  and  the  PUC's  equal 
share  of  this  funding  is  $1 7,900;  and 

WHEREAS,  the  PUC  has  already  submitted  its  proposed  FY  97/98  budget  to  the 
Mayor's  Office;  now  therefore  be  it 

RESOLVED,  that  this  Commission  hereby  directs  the  PUC  General  Manager  to  request 
that  the  Mayor's  Office  amend  the  FY  97/98  PUC  BERM  budget  to  include  a  $17,900  work 
order  to  the  San  Francisco  Agricultural  Commissioner  for  the  purpose  of  establishing  personnel 
and  procedures  to  assist  other  departments  in  complying  with  the  terms  of  the  Pesticide 
Management  Ordinance. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   MAY       t  3  W7  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97"0154 

WHEREAS,  the  Chevron  Pipeline  Company  operates  a  petroleum  products  transmission 
line  which  traverses  San  Francisco  watershed  property  in  the  vicinity  of  the  San  Antonio 
Reservoir;  and 

WHEREAS,  the  City  and  County  of  San  Francisco,  acting  through  it  Public  Utilities 
Commission  and  Chevron  have  been  engaged  in  litigation  concerning  the  maintenance  of  the 
pipeline  on  San  Francisco  land  (Chevron  Pipe  Line  Company  v.  City  and  Countv  of  San 
Francisco.  Alameda  County  Superior  Court,  Case  No.  V-01 1383-8  and  City  and  Countv  of  San 
Francisco  v.  Standard  Oil,  et  al..  Alameda  County  Municipal  Court,  Case  No.  C-30152-7);  and 

WHEREAS,  the  parties  wish  to  resolve  this  litigation  such  that  Chevron  will  stop 
transporting  petroleum  products  across  watershed  property;  and 

WHEREAS,  Chevron  will  vacate  the  property  after  32  years,  pay  a  rental  rate  consistent 
with  that  set  forth  in  the  Public  Utilities  Code  which  establishes  an  initial  rental  rate  of 
approximately  $10,000/yr.  and  provide  mitigation  measures  which  have  been  agreed  to  by  the 
parties,  including  a  contribution  of  $250,000  towards  the  construction  of  a  turnout  from  the 
South  Bay  Aqueduct;  and 

WHEREAS,  at  the  expiration  of  the  lease,  the  City  as  lead  agency  will  review  the  issue  of 
removal  of  the  pipeline  from  City  property  consistent  with  environmental  requirements  and 
conditions;  now,  therefore,  be  it 

RESOLVED  that  the  General  Manager  of  the  Public  Utilities  Commission  and  the  City 
Attorney  are  requested  to  prepare  settlement  documents  and  a  lease  to  ftilfill  the  terms  of  the 
agreement  between  the  Public  Utilities  Commission  and  Chevron  regarding  resolution  of  the 
subject  litigation  and  the  entering  into  of  a  long  term  lease;  and  be  it 

FURTHER  RESOLVED,  that  the  Commission  urges  the  Mayor  and  the  Board  of 
Supervisors  to  accept  the  settlement  of  the  subject  litigation  upon  the  terms  and  conditions 
described  herein  and  upon  the  execution  of  a  lease  consistent  with  these  terms. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of 


MAY     1  3  1997 


Secretary,  Public  Utilities  Comnfission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
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RESOLUTION  NO 


WHEREAS,  Mr.  Shirish  Gandhi  was  terminated  from  his  employment  in  classification  5240 
Electrical  Engineer  on  October  27,  1994,  and; 

WHEREAS,  Mr.  Shirish  Gandhi  and  his  union,  LF.P.T.E.  Local  21,  appealed  the  termination  on 
procedural  grounds,  and; 

WHEREAS,  the  termination  appeal  was  submitted  to  binding  arbitration  on  July  12,  1996  and 
heard  by  arbitrator  Laurence  P.  Corbett,  and; 

WHEREAS,  it  was  the  finding  of  the  arbitrator  that  Mr.  Shirish  Gandhi's  termination  was 
procedurally  flawed,  and; 

WHEREAS,  the  arbitrator  further  ordered  that  Mr.  Gandhi  be  made  whole  for  gross  wages  from 
the  date  of  his  termination  until  his  return  to  work; 

THEREFORE,  be  it  resolved  that;  The  Public  Utilities  Commission  approve  and  award  to  Mr. 
Shirish  Gandhi  of  back-pay  in  the  amount  of  $104,237.88. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  MAY       1  3  199^ 


Secretary,  Public  Utilities  Commission 
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1.       Call  to  Order:  1:25  P.M. 


2.       Roll  Call:  Present  -  President  E.  Dennis  Normandy,  Vice  President 

Victor  G.  Makras,  Commissioner  Frank  L.  Cook 

Excused  -  Commissioner  Robert  K.  Werbe,  Commissioner  Ann 
Moller  Caen 


3.       Approval  of  Minutes 

On  motion  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  the  Minutes 
of  the  Regular  Meeting  of  May  13,  1997  were  approved  (3-0)  by  unanimous  vote. 


4.  Communications 

No  action  was  taken. 


5.       Introduction  of  Old/Ongoing  Business  by  Commissioners 
No  action  was  taken. 


6.       Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 


7.       Report  of  the  General  Manager 

a.       Water  Supply  Master  Plan 

Mary  Williams  of  the  Utilities  Engineering  Bureau  gave  an  electronic  slide 
presentation  regarding  the  development  of  the  Water  Supply  Master  Plan. 
Ms.  Williams  discussed  the  missions,  goals  and  objectives  of  the  Water 
Supply  Master  Plan.  She  stated  that  the  study  is  geared  to  examine  options 
on  how  the  existing  system  could  meet  the  increasing  demands  of  customers 
in  San  Francisco  and  the  suburbs.  A  steering  committee  composed  of  staff 
from  the  Public  Utilities  Commission  and  the  Bay  Area  Water  Users 
Association  oversees  the  project. 
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Arthur  M.  Jensen,  General  Manager  of  the  Bay  Area  Water  Users' 
Association,  discussed  the  approach  the  Committee  is  taking  in  the  course  of 
the  study. 

Ms.  Williams  noted  that  the  Committee  is  currently  studying  the  reliability  of 
the  existing  system.  She  said  that  by  August  or  September  of  this  year,  they 
would  be  developing  the  scope  of  work  for  Phase  2,  which  is  when  they  will 
conduct  the  study  and  prepare  the  master  plan. 


b.       Presentation  No.  7  on  Electrical  Industry  Restructuring 

Item  7b  was  continued  to  the  next  regular  meeting  scheduled  on  June  10, 
1997. 


c.  Ridge  Trail 

Anson  B.  Moran,  General  Manager  of  Public  Utilities,  reported  that  staff  met 
with  the  Bay  Area  Ridge  Trail  Council,  the  Golden  Gate  National  Recreation 
Area  and  San  Mateo  County  concerning  the  Board  of  Supervisors  resolution 
to  open  the  Peninsula  watershed  to  recreational  use.  The  group  decided 
upon  a  two-prong  approach:  1)  to  include  the  Bay  Area  Ridge  Trail  proposal 
in  the  preferred  watershed  management  alternative  that  will  go  through  the 
normal  environmental  impact  review  process;  and  2)  to  develop  an  interim 
project  that  would  meet  the  requirements  of  a  Negative  Declaration  and  allow 
staff  to  proceed  without  a  full  blown  Environmental  Impact  Report.  The  group 
has  been  working  together  to  define  the  components  of  the  project. 
Discussions  are  still  ongoing  on  whether  to  go  with  a  decent  led  program  or 
volunteer  patrol. 

Staff  will  return  to  the  Commission  on  June  10,  1997  to  present  the  interim 
project. 

d.  Contracting  Report 

Item  7d  was  continued  to  the  next  regular  meeting  scheduled  on  June  10, 
1997. 


Public  Comments 
There  were  none. 
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REGULAR 


9.       Authorizing  a  contract  and  a  temporary  permit  with  Modesto  Irrigation  District  (MID) 
to  interconnect  to  Hetch  Hetchy's  transmission  line. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  adopt  Item 
9;  passed  (3-0)  unanimously. 

Resolution  No.  97-01 56:    Authorizing  the  General  Manager  of  Hetch  Hetchy  Water 

and  Power  to  enter  into  a  contract  and  a  temporary 
permit  with  Modesto  Irrigation  District  (MID)  to 
interconnect  to  Hetch  Hetchy's  transmission  line  between 
Hetch  Hetchy's  Warnerville  Substation  and  MID's 
Standiford  Substation. 


NOTE:    The  Commission  postponed  discussion  of  Items  1 0  and  1 1  until  after  the  Closed 
Session  agenda. 


12.     Adopting  a  Records  Retention  Schedule  for  Hetch  Hetchy  Water  and  Power. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  continue 
Item  12  to  the  next  regular  meeting  scheduled  on  June  10,  1997;  passed  (3-0) 
unanimously. 


13.  Authorizing  the  Manager  of  Customer  Services  Bureau  to  enter  into  an  agreement 
with  the  Salvation  Army,  St.  Vincent  De  Paul  and  Goodwill  to  distribute  2,000  ultra 
low-flow  toilets  to  single  family  customers. 

Commissioner  Cook  moved  to  adopt  Item  13. 

Commissioner  Makras  recommended  continuance  of  the  item.  He  stated  that  the 
program  presents  a  good  public  relations  image  for  the  Public  Utilities  Commission 
and  he  would  like  staff  to  distribute  the  toilets  directly  to  customers  rather  than 
through  a  third  party. 

Item  13  was  continued  to  the  next  regular  meeting  scheduled  on  June  10.  1997. 
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14.      Authorizing  a  Professional  Services  Agreement  with  AGSAA/ater  Resources 

Engineering  Joint  Venture  for  the  AWSS  Cross-Connection  Control  Phase  2  Study. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  adopt  Item 
14,  passed  (3-0)  unanimously. 

Resolution  No.  97-01 59:    Authorizing  the  Manager  of  Water  Quality  Division  to 

negotiate  and  execute  a  Professional  Services 
Agreement  with  AGSA/Vater  Resources  Engineering  Joint 
Venture  for  the  AWSS  Cross-Connection  Control  Phase 
2  Study;  and  to  negotiate  and  execute  an  agreement  with 
the  other  qualified  firms  in  the  order  of  their  ranking  if  an 
agreement  cannot  be  reached  with  AGSAA/RE. 


15.     Directing  staff  to  proceed  with  Phase  I  of  the  design  for  the  restoration  of  the  Sunol 
Water  Temple. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item 
15,  passed  (3-0)  unanimously. 

Resolution  No.  97-0160;    Authorizing  the  Manager  of  Water  Quality  Division  to 

negotiate  and  execute  a  Professional  Services 
Agreement  with  AGSA/Vater  Resources  Engineering  Joint 
Venture  for  the  AWSS  Cross-Connection  Control  Phase 
2  Study;  and  to  negotiate  and  execute  an  agreement  with 
the  other  qualified  firms  in  the  order  of  their  ranking  if  an 
agreement  cannot  be  reached  with  AGSAA/RE. 


16.     Authorizing  the  circulation  of  a  Request  for  Proposals  for  professional  engineering 
services  to  perform  Phase  IIA  of  the  Facilities  Vulnerability  Study. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras.  to  adopt  Item 
16,  passed  (3-0)  unanimously. 

Resolution  No.  97-0161 :    Authorizing  the  Manager  of  Utilities  Engineering  to 

circulate  a  Request  for  Proposals  for  professional 
engineering  services  to  perform  Phase  IIA  of  the 
Facilities  Vulnerability  Study,  the  Regional  System 
Overview. 
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Approving  a  modification  to  Contract  CS-447  with  EIP  Associates  to  provide 
additional  environmental  engineering  services. 

Commissioner  Cook  inquired  why  staff  was  extending  the  contract  instead  of  putting 
it  out  for  bid.  Commissioner  Makras  stated  that  if  new  tasks  were  being  added  to  a 
project,  staff  should  solicit  bids  for  the  additional  work.  Robert  T.  Cockburn, 
Manager  of  the  Utilities  Engineering  Bureau,  responded  that  it  would  cost  as  much 
to  hire  another  contractor  as  it  would  to  extend  the  contract. 

Mr.  Cockburn  reported  that  the  contractor  had  proposed  42%  MBEA/VBE 
participation  on  the  new  contract  amount  of  $553,929.   Commissioner  Makras 
suggested  that  staff  negotiate  with  the  contractor  to  aim  for  50%  to  60%  MBE/WBE 
participation.  Mr.  Cockburn  noted  that  the  agreement  with  the  contractor  provides 
participation  with  MBEAA/BE  at  the  maximum  extent  possible.  Commissioner 
Makras  recommended  approval  of  the  agenda  item  with  the  stipulation  that  staff 
would  negotiate  with  the  contractor  to  increase  their  MBEAA/BE  participation  to  55% 
of  the  contract  and  if  an  agreement  is  not  reached  staff  would  return  to  the 
Commission. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item 
17  as  amended,  passed  (3-0)  unanimously. 

Resolution  No.  97-0162:    Approving  a  modification  to  Contract  CS-447  with  EIP 

Associates  to  provide  additional  environmental 
engineering  services  in  the  amount  of  $553,929  for  the 
Lower  Crystal  Springs  Dam  Abutment  Protection  Project 
and  Bay  Division  pipelines  No.  1  and  No.  2  Timber 
Trestle  Repair  Program;  extending  contract  completion 
time  to  September  1999;  and  approving  the  transfer  of 
$285,000  from  the  Water  Enterprise  Project  to  Lower 
Crystal  Springs  Dam  Abutment  Protection  Project. 


************************* 
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On  recommendation  by  President  Normandy.  Commissioner  Makras  moved,  seconded  by 
Commissioner  Cook,  to  adopt  Item  Nos.  18,  19.  20,  22.  23,  and  24;  passed  (3-0) 
unanimously. 


18.  Resolution  No.  97-0163:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2195,  8-Inch  Ductile  Iron  Main  Installation  in  Vallejo 
Street  between  Mason  and  Montgomery  Streets,  Grant 
Avenue  between  Union  Street  and  Columbus  Avenue, 
and  Broadway  between  Columbus  Avenue  and  Romolo 
Place  in  the  amount  of  $400,340  to  P&J  Utility  Co. 

19.  Resolution  No.  97-0164:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2204,  8-Inch  Ductile  Iron  Main  Installation  in  15th 
Street  between  Dolores  and  Folsom  Streets  in  the 
amount  of  $381 .480  to  A.  Ruiz  Construction  Co.  & 
Assoc.  Inc. 


20.     Resolution  No,  97-0165; 


Approving  Contract  Modification  No.  1  for  Water 
Department  Contract  No.  WD-2206,  Replace  Castlewood 
Reservoir,  with  A.  Ruiz  Construction  Co.  &  Assoc.,  Inc. 
increasing  the  contract  amount  from  $882,885  to 
$1,014,385;  extending  contract  completion  time  by  104 
calendar  days;  and  approving  the  transfer  of  $300,000 
from  Pulgas  Valve  Lot  Upgrade  to  this  project. 


22.      Resolution  No.  97-0166: 


Approving  the  final  plans  and  specifications  for  Contract 
Specification  No.  1223W,  Islais  Creek  Public  Access 
Improvements,  and  authorizing  advertisement  for  bids. 


23. 


Resolution  No.  97-0167: 


24.     Resolution  No.  97-0168: 


Approving  the  final  plans  and  specifications  for  Contract 
Specification  No.  1267N,  Oceanside  Water  Pollution 
Control  Plant  Phase  1  Anaearobic  Selector  Conversion 
and  Grit  Classifier  Revision;  authorizing  advertisement 
for  bid;  and  authorizing  pre-purchase  of  equipment  to 
insure  timely  installation  by  the  selected  contractor. 

Approving  the  final  plans  and  specifications  for  Contract 
Specification  No.  721 2E,  North  Point  Water  Pollution 
Control  Plant,  Repair  of  Outfall  Diffusers;  and  authorizing 
advertisement  for  bids. 


■k-k* -kit  ******  ******  ********** 
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21 .      Approving  the  final  plans  and  specifications  for  Hetch  Hetchy  Water  &  Power 

Contract  No.  HH-861,  Mountain  Tunnel  Adit  Repairs;  authorizing  advertisement  for 
bids;  and  authorizing  transfer  of  funds  from  Mountain  Tunnel  Adit  Repairs  to 
Mountain  Tunnel  Repair. 

Item  21  was  removed  from  the  agenda. 


25.     Authorizing  the  Manager  of  Systems  Planning  and  Regulatory  Compliance  to 

negotiate  and  execute  an  agreement  with  CH2M  Hill/AGS,  Inc.,  a  joint  venture,  to 
provide  professional  services  associated  with  implementation  of  the  Groundwater 
Master  Plan. 

Commissioner  Cook  moved  to  adopt  Item  25. 

Commissioner  Makras  recommended  continuance  of  the  item  so  that  he  could 
review  the  matter  more  carefully  in  light  of  other  capital  projects.  He  commented 
that  the  study  was  too  costly. 

Item  25  was  continued  to  the  next  regular  meeting  scheduled  on  June  10,  1997. 


26.     Authorizing  Amendment  No.  3  to  the  agreement  with  the  San  Francisco  Water  Team 
to  perform  Phase  IB  Conceptual  Engineering  and  related  studies  for  the  Hetch 
Hetchy  Water  Treatment  Project. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item 
26,  passed  (3-0)  unanimously. 

Resolution  No.  97-0169:    Authorizing  the  Manager  of  Systems  Planning  and 

Regulatory  Compliance  to  execute  Amendment  No.  3  to 
the  professional  services  agreement  with  the  San 
Francisco  Water  Team  to  perform  Phase  IB  Conceptual 
Engineering  and  related  studies  for  the  Hetch  Hetchy 
Water  Treatment  Project  for  an  amount  not  to  exceed 
$2,498,200. 
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On  recommendation  by  President  Normandy,  Commissioner  Makras  moved,  seconded  by 
Commissioner  Cook,  to  adopt  Items  27,  29,  and  30,  passed  (3-0)  unanimously. 

27.      Resolution  No.  97-0170:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  County  of  San  Mateo,  granting 
access  to  and  from  a  staging  area/starting  point  for  a 
race  to  be  held  in  conjunction  with  Crystal  Springs  Trail 
Day  on  a  portion  of  Crystal  Springs  Golf  Course  along  a 
service  road  from  Old  Skyline  Boulevard  to  Sawyer 
Camp  Trail,  including  pedestrian  access  to  a  portion  of 
the  County's  new  trail  easement  known  as  Segment  8  in 
San  Mateo  County. 

29.  Resolution  No.  97-0172:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  State  of  California  Department 
of  Transportation  to  conduct  surveys  in  the  Peninsula 
watershed  along  Highway  92  in  San  Mateo  County,  in 
connection  with  the  Highway  92  Improvement  Project  for 
a  fee  of  $1,800. 

30.  Resolution  No.  97-0173:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  City  of  Milpitas  for  linear  park 
and  for  constructing  and  maintaining  a  pedestrian  and 
bicycle  path  on  a  portion  of  Parcel  100-A  of  Bay  Division 
Pipeline  Nos.3  and  4  right-of-way  in  Milpitas,  Santa  Clara 
County. 


***************************** 


28.     Authorizing  the  use  of  night  lighting  at  the  Crystal  Springs  Golf  Course  Driving 
Range. 

Commissioner  Makras  suggested  approving  the  use  of  night  lights  on  a  120-day  trial 
basis  to  allow  a  comment  period  for  issues  that  might  arise  from  the  community. 

Thomas  Isaak,  representing  Crystal  Springs  Golf  Partners,  commented  that  their 
firm  had  invested  $60,000  to  $70,000  to  install  the  new  night  lights  as  part  of  their 
construction  plan.  He  said  that  the  old  lights  that  were  now  in  use  for  the  last  13 
months  received  no  public  objections. 
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Mr.  Dowd  stated  that  staff  had  not  received  any  complaints  regarding  the  use  of 
night  lights. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item 
28,  passed  (3-0)  unanimously. 

Resolution  No.  97-01 71 :    Authorizing  the  use  of  night  lighting  at  the  Crystal 

Springs  Golf  Course  Driving  Range. 


CLOSED  SESSION 


31.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


32.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  assert  the 
attorney-client  privilege  regarding  the  matters  listed  below  as  Conference  with  Legal 
Counsel,  passed  (3-0)  unanimously. 

The  meeting  recessed  at  2:35  P.M. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  2:45  p.m.  to  3:40  p.m.  to 
discuss  the  following  matters: 


33.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(a): 

Existing  Litigation:   Faye  Bernstein  v.  CCSF,  Claim  No.  95-04208. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  approve  a 
settlement  for  Item  33;  passed  (3-0)  unanimously. 

Resolution  No.  97-0174:    Recommending  to  the  Board  of  Supervisors  the  approval 

of  a  settlement  in  the  case  of  Faye  Bernstein  vs.  CCSF, 
Claim  No.  95-04208. 
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Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Certain  parcels  on  and  between  Tucker  Avenue  and  Leiand 

Avenue  in  Visitation  Valley  (also  known  as  the  Reis  Tract). 
Negotiator:  Garrett  Dowd 

Under  Negotiation:  Price  and  Terms 

No  action  was  taken  on  Item  34. 


Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Township  4  South,  Range  2  East.  Mount  Diablo  Base  Meridian  - 

the  SW  1/4  of  Section  22,  the  W  V^  of  Section  26,  Section  28, 
Section  29.  Section  34,  and  Section  27. 

Negotiator:  Garrett  Dowd 

Under  Negotiation:  Price  and  terms 

No  action  was  taken  on  Item  35. 


Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956. 9(b)(c): 

Anticipated  Litigation:        As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water 
Department  property  on  Bernal  Avenue  in  Alameda 
County. 

No  action  was  taken  on  Item  36. 


Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(a): 

Existing  Litigation:  Chevron  v.  CCSF,  and  CCSF  v.  Standard,  et.al.  (Chevron). 
No  action  was  taken  on  Item  37. 


97-153 


38.       Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(a): 

Existing  Litigation:    1)   Bay  Delta  Hearings  before  the  State  Water  Resources 

Control  Board. 

2)  Electric  Restructuring  Hearings  before  the  California  Public 
Utilities  Commission. 

3)  Electric  Restructuring  Hearings  before  the  Federal  Energy 
Regulatory  Commission. 

No  action  was  taken  on  Item  38. 


39.  Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken  during 
the  Closed  Session. 

40.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  not  to  disclose 
the  discussion  during  the  Closed  Session;  passed  (3-0)  unanimously. 

The  Commission  resumed  discussion  of  the  Regular  Agenda. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Items  10  and 
11,  passed  (3-0)  unanimously. 

10.     Resolution  No.  97-0157:  Directing  the  City  Attorney  to  amend  and  assign 

the  contract  with  Metzger,  Hollis,  Gordon  and 
Alprin  to  Duane,  Morris  &  Heckscher  with  a 
contract  total  not  to  exceed  $518,260  less  any 
money  owed  to  Metzger,  Hollis,  Gordon  and 
Alprin;  and  authorizing  the  General  Manager  of 
Public  Utilities  to  enter  into  a  professional  services 
contract  with  Duane,  Morris  &  Heckscher  for  legal 
services  for  a  term  until  June  30,  1998  with  no 
additional  funding. 


97-154 


1 1 .      Resolution  No.  97-01 58;  Authorizing  the  General  Manager  of  Public  Utilities 

to  execute  the  fourth  amendment  to  the 
agreement  with  Daniel  B.  Steiner,  consulting 
engineer,  increasing  contract  funding  by  $280,000 
for  a  total  contract  amount  not  to  exceed 
$1,448,000;  and  extending  the  contract  term  to 
June  30,  1998. 


Thereupon,  the  meeting  was  adjourned:  3:43  P.M. 


Romaine  A.  Boldridge 
Secretary 


97-155 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0156 


WHEREAS,  Commission  owns  and  operates  an  electric  transmission  system  in  the  general  area 
of  the  Modesto  Irrigation  District  (MID);  and 

WHEREAS,  MID  has  now  requested  permission  to  interconnect  to  Hetch  Hetchy's  transmission 
line  between  Hetch  Hetchy's  Wamerville  Substation  and  MID's  Standiford  Substation;  and 

WHEREAS,  The  City/MID  Agreement  states  that  MID  may  request,  and  the  City  shall  not 
unreasonably  withhold,  permission  for  MID  to  utilize  excess  capacity  on  Hetch  Hetchy's  transmission 
system;  and 

WHEREAS,  Hetch  Hetchy  has  excess  capacity  on  its  transmission  line  between  Hetch  Hetchy's 
Wamerville  Substation  and  MID's  Standiford  Substation;  and 

WHEREAS,  MID  will  reimburse  Hetch  Hetchy  for  all  costs  incurred  in  association  with 
technical  feasibility  evaluation  and  actual  interconnection;  and 

WHEREAS,  MID  will  compensate  Hetch  Hetchy  for  use  of  Hetch  Hetchy's  transmission  system; 

and 

WHEREAS,  Hetch  Hetchy  believes  that  risks  to  our  transmission  system  are  minimal  and  that 
the  City  shall  benefit  from  the  proposed  agreement  by  earning  revenues  on  excess  capacity  and  favors  this 
action;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  authorizes  the  General  Manager  of  Hetch 
Hetchy  Water  and  Power  to  conclude  a  contract  and  issue  a  temporary  permit  to  Modesto  Irrigation 
District  in  accordance  with  the  terms  and  conditions  specified  in  the  attached  Letter  Agreement  and 
subject  to  review  by  the  City  Attorney's  Office,  with  a  contract  term  of  five  years. 


HOI  1001 

MIDHHLIN 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0157 


WHEREAS,  By  Resolution  No.  90-0336,  the  Public  Utilities  Commission  did  enter  into  an 
agreement  with  the  law  firm  of  Vinson  &  Elins  to  provide  legal  services  to  the  Commission  in  the 
Federal  Energy  Regulatory  Commission  (FERC)  hearing  on  New  Don  Pedro  Reservoir;  and 

WHEREAS,  The  primary  reason  in  hiring  said  law  firm  was  to  obtain  the  services  of  Sheila 
Slocum  Hollis,  Esq.,  attorney  with  said  firm;  and 

WHEREAS,  The  Commission  was  informed  that  Ms.  Hollis  left  the  employ  of  said  law  firm  to 
become  a  partner  in  the  law  firm  of  Metzger,  Hollis,  Gordon  &  Mortimer;  and 

WHEREAS,  By  Resolution  No.  92-0306,  the  Public  Utilities  Commission  did  enter  into  an 
agreement  with  the  law  firm  of  Metzger,  Hollis,  Gordon  &  Mortimer  (subsequently  changed  to  Metzger, 
Hollis,  Gordon  &  Alprin)  to  assist  the  Commission  with  proceedings  before  FERC  related  to  New  Don 
Pedro  Project,  monitoring  and  analysis  of  federal  water  and  power  matters  and  attending  to  related  matters 
that  may  arise;  and 

WHEREAS,  The  Commission  has  been  informed  that  Ms.  Hollis  has  left  the  employ  of  said  firm 
and  joined  the  firm  of  Duane,  Morris  &  Heckscher  as  a  partner;  and 

WHEREAS,  The  Commission  desires  to  continue  the  retension  of  Ms.  Hollis  for  the  purpose  of 
providing  the  above  described  legal  services; 

RESOLVED,  That  the  Commission  hereby  directs  the  City  Attorney  to  amend  and  assign  the 
Commission's  contract  with  Metzger,  Hollis,  Gordon  andAlprin  to  Duane,  Morris  &  Heckscher  with  a 
contract  total  not  to  exceed  $518,260  less  any  money  owed  to  the  law  firm  of  Metzger,  Hollis,  Gordon  & 
Alprin;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  does  hereby  authorize  the  General  Manager  of  the 
Public  Utilities  Commission  to  enter  into  a  professional  services  contract  for  the  employment  of  the  law 
firm  of  Duane,  Morris  &  Heckscher  for  the  provision  of  legal  services  described  above  for  a  contract  temi 
to  June  30,  1998. 


HOI  1427 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  MAY       2  7  1997 


Secretary.  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO 


97-0158 


WHEREAS,   Hetch  Hetchy's  ability  to  meet   its  water  delivery  obliga- 
tions requires  the  support  of  technical  consultants  skilled  in  computer 
modeling,   model  review  and  development;  and 

WHEREAS,     The  Commission  by  Resolution  93-0070  authorized  hiring 
Daniel  B.   Steiner  for  this  effort;  and 

WHEREAS,     Mr.   Daniel  B.   Steiner  continues  to  be  a  key  member  of 
that  effort;  and 

WHEREAS,     The  City  Attorney  approves  the  continuation  of  Mr. 
Steiner 's  services  and  for  overseeing  the  services  of  approved  subcon- 
tractors Jones  &  Stokes  and  Camp  Dresser  &  McKee ,    Inc .    to  aid  in 
defending  the  City ' s  water  rights ;  and 

WHEREAS ,      Funding  for  this  contract  is  available  in  Hetch  Hetchy 
operating  budget ;   now,    therefore ,   be  it 

RESOLVED ,     That  this  Commission  hereby  authorizes  the  General 
Manager  of  the  Public  Utilities  Commission  to  execute  the  fourth 
modification  to  the  agreement  with  Daniel  B.   Steiner,  Consulting 
Engineer,    and  increase  the  contract  funding  by  $280, 000,    for  a  total 
contract  amount  not  to  exceed  $1,448, 000 ,    and  extend  the  contract  term 
to  June  30 ,    1998 . 


H011417 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^''''"g^f   MA^L  2  7  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0159 


WHEREAS,  the  Water  Quality  Bureau  is  responsible  under  Compliance  Order  No.  02-04-95CO- 
006  from  the  California  Department  of  Health  Services  to  implement  a  dye  or  other  tracer  test  to  identify 
and  eliminate  permanent  cross  cormections  and  to  utilize  a  mechanical  backflow  prevention  device  to 
prevent  cross-connections  at  fire  scenes;  and 

WHEREAS,  under  Phase  1,  Montgomery  Watson  developed  the  dye  test  plan  and  performed  the 
preliminary  screening  on  mechanical  devices;  and 

WHEREAS,  under  Phase  2,  a  consultant  will  help  implement  the  dye  test  plan  and  develop  a 
mechanical  backflow  prevention  device;  and 

WHEREAS,  the  Water  Quality  Bureau  issued  a  Request  for  Proposal  (RFP)  to  solicit  professional 
services  from  an  environmental  engineering  team  with  expertise  in  water  quality,  hydraulic  modeling, 
cross  connection  control,  backflow  prevention  device  selection  and  certification,  and  training  program 
development  to  implement  the  Dye  Test  Plan  and  develop  a  mechanical  backflow  prevention  device  as 
required  for  Phase  2; 

WHEREAS,  the  estimated  cost  of  services  for  this  agreement  is  $550,000  over  four  (4)  years. 
Funding  for  the  first  stage  of  Phase  2  in  the  amount  of  $350,000  is  available  in  Project  FUW  564,  Index 
Code  505641,  Water  Quality  Planning  Program  and; 

WHEREAS,  the  funding  for  the  second  stage  of  Phase  2  will  be  requested  through  fiature  budgets 

and; 

WHEREAS,  four  consultant  teams  responded  to  the  RFP  and; 

WHEREAS,  the  proposals  were  reviewed  in  accordance  with  the  PUC's  consultant  evaluation 
process  by  a  selection  committee  and; 

WHEREAS,  the  selection  committee  ranked  AGS/Water  Resources  Engineering  (WRE)  joint 
venture  as  the  top  team;  now  therefore,  be  it 
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RESOLVED,  that  this  Commission  authorizes  the  Manger  of  the  Water  Quahty  Bureau  to 
negotiate  and  execute  a  Professional  Services  Agreement  for  the  AWSS  Cross-Connection  Control  Phase 
2  Study  with  the  AGS/  WRE  joint  venture. 

FURTHER  RESOLVED,  the  Commission  authorizes  the  Manager  of  the  Water  Quality  Bureau  to 
negotiate  and  execute  on  agreement  with  the  other  qualified  firms  in  the  order  of  their  ranking  if  an 
agreement  cannot  be  reached  with  the  AGS/WRE  joint  venture  team. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUAY       2  7  1997 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0160 


WHEREAS,  On  October  8,  1996,  the  Public  Utilities  Commission  reaffirmed  its  intent  and 
desire  to  protect  and  restore  the  Sunol  Water  Temple  when  it  passed  Public  Utilities 
Commission  Resolution  No.  96-0217;  and 

WHEREAS,  On  April  22,  1997,  the  Public  Utilities  Commission  directed  staff  to  provide 
alternatives  for  restoration  of  the  Water  Temple  and  development  of  the  Temple  grounds;  now 
therefore,  be  it 

RESOLVED,  This  Commission  directs  Public  Utilities  Commission  staff  to  proceed 
immediately  with  Phase  I  of  the  design  of  such  restoration  for  the  Water  Temple.  Phase  I  is  to 
include  1 )  the  completion  of  a  Histohc  Structures  Report,  2)  completion  of  a  full  survey  of  all 
on-site  and  stored  components  and  finishes,  and  3)  completion  of  a  report  evaluating  damage 
found  and  outlining  recommended  final  restoration  methods. 

RESOLVED,  This  Commission  directs  Public  Utilities  Commission  staff  to  present  results 
of  this  report  within  one  month  of  its  completion,  so  that  the  Commission  can  provide  direction 
at  that  time  on  the  level  of  structural  restoration  of  the  Water  Temple  desired. 


/  hereby  certify'  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^fi^s  of  IjlAY     2  7  1997   


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0161 


WHEREAS,  It  is  the  intent  of  the  Facilities  Vulnerability  Study  to  identify  possible 
damage  to  PUC  and  suburban  facilities  during  unpredictable  events,  to  determine  the  most  cost 
effective  capital  improvements  to  meet  PUC  system  reliability  goals,  and  to  recommend  and 
implementation  plan;  and 

WHEREAS,  Phase  I  being  complete,  five  consultants  responded  to  a  Request  for 
Qualifications  for  Phase  II  issued  in  February  1996,  and  all  five  firms  were  found  to  be  qualified 
to  submit  proposals;  and 

WHEREAS,  The  approach  to  Phase  II  has  been  revised  to  incorporate  the  concerns  of 
Bay  Area  Water  User  Association  (BAWUA)  members  in  the  goals,  framework  and 
recommendations  of  the  study;  and 

WHEREAS,  The  selection  process  for  this  study  has  been  modified  to  provide  for 
demonstrated  commitment  by  the  prime  consultant  to  promote  MBEAA/BE  growth  and  business 
development,  and  to  consider  the  value  of  proposed  services  together  with  the  reasonabless  of 
their  cost;  and 

WHEREAS,  The  scope  of  services  for  Phase  II  has  been  split  into  two  phases  to  provide 
a  regional  system  overview  and  to  develop  goals,  objectives  and  an  alternatives  evaluation 
process  prior  to  initiation  of  technical  studies;  and 

WHEREAS,  Although  the  Commission  has  previously  authorized  Phase  II  costs  not  to 
exceed  $2  million  over  24  months,  the  contract  for  Phase  II  A  will  be  negotiated  not  to  exceed 
$500,000  over  eight  months;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  authorizes  the  Manager,  Utilities 
Engineering  Bureau,  to  circulate  to  previously  qualified  consultants  a  Request  for  Proposals  for 
professional  services  to  perform  Phase  IIA  of  the  Facilities  Vulnerability  Study,  the  Regional 
System  Overview. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  IHAY       2  7  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0 1  62 


WHEREAS,  The  Commission  by  Resolution  No.  94-0274  authorized  the  Manager,  UtiHties 
Engineering  Bureau,  to  negotiate  and  execute  an  agreement  with  EIP  to  provide  as-needed  environmental 
engineering  services  for  a  contract  amount  of  $350,000  and  for  a  term  of  two  years;  and 

WHEREAS,  said  contract  has  been  used  for  10  tasks  totaling  $233,437  and  will  expire  in  September 
1997; and 

WHEREAS,  additional  consulting  service  are  required  for  continuing  environmental  tasks  for  the 
Lower  Crystal  Springs  Dam  Abutment  Protection  Project  and  the  Bay  Division  Pipelines  No.  1  and  2  Timber 
Trestles  Repairs;  and 

WHEREAS,  additional  funds  are  needed  for  the  Lower  Crystal  Springs  Dam  Abutment  Protection's 
environmental  work;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  contract  modification  of  Contract  CS-447  with  EIP 
Associates  to  provide  environmental  services  for  the  two  tasks  in  the  amount  of  $553,929  and  extend  contract 
completion  time  to  September  1999  provided  that  the  Minority  Business  Enterprise/Women  Business 
Enterprise  (MBE/WBE)  participation  under  this  amendment  totals  at  least  55%  of  the  amount  of  this  contract 
amendment;  and  be  it  further 

RESOLVED,  That  this  Commission  hereby  approves  the  transfer  of  $285,000  from  the  Water 
Enterprise  Project  CUW127  SCADA  project  to  Project  CUWl  1 1  Lower  Crystal  Springs  Dam  Abutment 
Protection  Project. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  May  27,  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0163 


WHEREAS,  The  Department  of  City  Planning  has  determined  that  the  Water  Main 
Replacement  Program  is  categorically  exempt  from  environmental  review  as  a  Class  1(b) 
Project  under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  contract  are  under  the  multi-year  capital  project  CUW-870- 
38,  Main  Replacement  Program  (in  City);  and 

WHEREAS,  The  Commission  authorized  bid  call  for  San  Francisco  Water  Department 
Contract  No.  WD-2195,  8-Inch  Ductile  Iron  Main  Installation  in  Vallejo  Street  between  Mason 
and  Montgomery  Streets,  Grant  Avenue  between  Union  Street  and  Columbus  Avenue;  and 
Broadway  between  Columbus  Avenue  and  Romolo  Place  on  January  14,  1997  by  Resolution 
No.  97-0005;  and 

WHEREAS,  Four  (4)  bids  for  the  aforesaid  contract  were  received  and  opened  publicly 
on  April  17,  1997;  and 

WHEREAS,  The  lowest  responsive  and  responsible  bidder  is  P  &  J  Utility  Co.,  whose  bid 
is  $400,340.00  (net);  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  awards  San  Francisco  Water  Department 
Contract  No.  WD-2195,  8-Inch  Ductile  Iron  Main  Installation  in  Vallejo  Street  between  Mason 
and  Montgomery  Streets,  Grant  Avenue  between  Union  Street  and  Columbus  Avenue,  and 
Broadway  between  Columbus  Avenue  and  Romolo  Place  to  the  lowest  responsive  and 
responsible  bidder.  P  &  J  Utility  Co.  in  the  amount  of  $400,340.00. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  j|j|^Y       2  7  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


97-0164 


RESOLUTION  NO. 


WHEREAS,  The  Department  of  City  Planning  has  determined  that  the  Water  Main 
Replacement  Program  is  categorically  exempt  from  environmental  review  as  a  class  1(b) 
Project  under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  contract  are  under  the  multi-year  capital  project  CUW-870- 
42,  Main  Replacement  Program  (in  City);  and 

WHEREAS,  The  Commission  authorized  bid  call  for  San  Francisco  Water  Department 
Contract  No.  WD-2204,  8-Inch  Ductile  Iron  Main  Installation  in  15th  Street  between  Dolores  and 
Folsom  Streets  on  January  28,  1997  by  Resolution  No.  97-0035;  and 

WHEREAS,  Five  (5)  bids  for  the  aforesaid  contract  were  received  and  opened  publicly 
on  April  29,  1997;  and 

WHEREAS,  The  lowest  responsive  and  responsible  bidder  is  A.  Ruiz  Construction  Co. 
and  Assoc.,  Inc.,  whose  bid  is  $381,480.00  (net);  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  awards  San  Francisco  Water  Department 
Contract  No.  WD-2204,  8-Inch  Ductile  Iron  Main  Installation  in  15th  Street  between  Dolores  and 
Folsom  Streets  to  the  lowest  responsive  and  responsible  bidder,  A.  Ruiz  Construction  Co.  and 
Assoc.,  Inc.  in  the  amount  of  $381 .480.00. 


/  hereby  certify'  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^f'"8of  MAY     2  7  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.         9  7  "  0  1  6  5 


WHEREAS,  Under  PUG  Resolution  No.  96-0166  adopted  on  August  27,  1996,  the  PUG  approved  the  final 
plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department  Contract  No.  WD-2206, 
Replace  Castlewood  Reservoir;  and 

WHEREAS,  Under  PUG  Resolution  No.  96-0288  adopted  on  December  10,  1996,  the  PUG  awarded  the 
SFWD  Contract  No.  WD-2206,  Replace  Gasdewood  Reservoir,  to  A.  Ruiz  Construction  Co.  &  Assoc.,  Inc.  in  the 
amount  of  $882,885.00;  and 

WHEREAS,  A  contract  with  A.  Ruiz  Construction  Go.  &  Assoc.,  Inc.  was  let  on  February  10,  1997  with 
a  contract  completion  date  of  August  8,  1997;  and 

WHEREAS,  During  the  course  of  the  work,  the  access  route  to  the  construction  site  was  heavily  damaged 
due  to  flooding  from  the  nearby  creek  causing  delays  and  the  need  for  an  alternative  construction  route;  and 

WHEREAS,  This  Contract  Modification  No.  1  will  increase  the  contract  amount  from  $882,885.00  to 
$1,014,385.00  to  allow  for  the  design,  installation,  and  removal  of  a  temporary  flatcar  bridge  across  the  Alameda 
Flood  Control  channel  as  the  alternative  construction  access  route;  and, 

WHEREAS,  This  Contract  Modification  No.  1  will  also  extend  contract  completion  date  from  August  8, 
1997  to  November  20,  1997;  and 

WHEREAS,  The  current  funding  is  insufficient  to  complete  construction  of  this  reservoir;  and 

WHEREAS,  Additional  funding  in  the  amount  of  $300,000  is  needed  to  fund  this  modification  and  pay  the 
City  of  Pleasanton  for  the  temporary  water  service  to  Castlewood;  and 

WHEREAS,  The  San  Francisco  Water  Department  recommends  a  fund  transfer  in  the  amount  of  $300,000 
from  Project  Work  Phase  CUW  126-01  (Pulgas  Valve  Lot  Upgrade)  to  Project  Work  Phase  626-01  (Replace 
Castlewood  Reservoir);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  Contract  Modification  No.  1  which  increases  the  City's 
contract  amount  with  A.  Ruiz  Construction  Go.  &  Assoc.,  Inc.  from  $882,885.00  to  $1,014,385.00  and  extends 
contract  time  by  104  calendar  days;  and,  be  it  further 

RESOLVED,  That  this  Commission  approves  the  transfer  of  funds  in  the  amount  of  $300,000  from  Project 
CUW  126-01  (Pulgas  Valve  Lot  Upgrade)  to  Project  CUW  626-01  (Replace  Castlewood  Reservoir). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 

iiAY     2  7  1997 

Secretary,  Public  Utilities  ComnJlssion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Freincisco 


RESOLUTION  NO.  97-0166 


WHEREAS,  Completion  of  the  PUC  Clean  Water  Master  Plan  will  enable  the  City  of 
San  Francisco  to  be  in  compliance  with  the  Cease  and  Desist  Order  (CDO)  requirements  of  the 
Regional  Water  Quality  Control  Board;  and 

WHEREAS,  The  Islais  Creek  Transport/Storage  Facilities  (ICTSF)  Contract  "D"  is  one 
of  the  last  components  of  the  Clean  Water  Master  Plan;  and 

WHEREAS,  The  Bay  Conservation  and  Development  Commission  (BCDC)  Permit  No. 
2-94  required  specific  public  access  improvements  associated  with  the  completion  of  the  ICTSF 
Contract  D;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  the  Utilities  Engineering 
Bureau  Contract  Specification  No.  1223W,  "Islais  Creek  Public  Access  Improvements",  to  install 
public  access  improvements  that  include  sidewalks,  a  new  roadway,  a  pedestrian  promenade  and 
a  boat  launching  facility;  and 

WHEREAS,  The  Department  of  City  Plarming  has  issued,  and  the  Board  of  Supervisors 
has  adopted  a  Final  Negative  Declaration  for  this  project  (Resolution  No.  747-92);  and 

WHEREAS,  The  Engineer's  Estimate  for  said  Contract  is  $1,300,000;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  Sewer  Revenue  Bonds,  Fund 
5C/CPF/UNA;  now  therefore,  be  it 

RESOLVED;  That  this  Commission  hereby  approves  the  final  plans  and  specifications 
for  Utilities  Engineering  Bureau  Contract  Specification  No.  1223W,  "Islais  Creek  Public  Access 
Improvements",  to  install  public  access  improvements  that  include  sidewalks,  a  new  roadway,  a 
pedestrian  promenade  and  a  boat  launching  facility,  and  authorizes  the  Bureau  of  Engineering  to 
advertise  for  bids  of  said  Contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of_ 


m-^  2  7  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0167 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Repair  and  Replacement  Program 
to  repair  and  renew  facilities  used  in  the  handling  and  treatment  of  wastewater  throughout  the  City;  and 

WHEREAS,  The  Phase  1  Anaerobic  Selector  Conversion  and  Grit  Classifier  Revision  project  is 
the  first  phase  of  a  series  of  projects  intended  to  reduce  redundancies  and  maximize  efficiency  in  sewage 
processing  at  the  Oceanside  Water  Pollution  Control  Plant  (OWPCP);  and 

WHEREAS,  the  total  for  the  construction  of  this  project  and  related  equipment  pre-purchase  is 
estimated  at  $505,000,  with  funding  from  the  Clean  Water  Program  Repair  &  Replacement  Fund 
(5C/CPF/RNR,  FAMIS  Project  No.  CENRNRR871),  and 

WHEREAS,  expedition  of  this  total  project  will  increase  plant  capacity  prior  to  the  onset  of  the 
rainy  season  and  produce  savings  on  labor  costs  by  maximizing  the  efficiency  of  the  solids  handling 
facilities,  and  expand  capacity  of  the  plant's  grit  removal  facilities,  significantly  reducing  direct  and 
overtime  labor  costs,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  Manager  of  the  Utilities  Engineering 
Bureau  to  expedite  repair  of  Oceanside  Water  Pollution  Control  Plant  by:  1)  approving  the  final  plans  and 
specifications  for  Utilities  Engineering  Bureau  Contract  1267N,  ''Oceanside  Water  Pollution  Control 
Plant  Phase  1  Anaerobic  Selector  Conversion  and  Grit  Classifier  Revision";  2)  Advertising  for  Bids  for 
this  contract  and  3)  Pre-purchasing  equipment  to  insure  timely  installation  by  the  selected  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


MAY  g  7  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0168 


WHEREAS,  The  Public  Utilities  Commission  has  a  continuing  Clean  Water  Repair  and 
Replacement  Program  to  repair,  replace,  upgrade,  and  renew  facilities  used  in  the  handling  and  treatment 
of  wastewater  throughout  the  City;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  Specification  No.  7212E,  North  Point  Water  Pollution  Control  Plant,  Repair  of  Outfall  Diffusers, 
for  inspection  and  repair  of  inclined  and  horizontal  pipe  supports,  removal  of  bay  mud  covering  diffuser 
lines,  and  installation  of  corrosion  protection  system;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  this  Repair  and  Replacement  project  is  exempt  from  environmental  review  under  the  state  Guidelines 
implementing  the  California  Environmental  Quality  Act  because  it  is  a  maintenance  contract;  and 

WHEREAS,  The  Engineer's  Estimate  for  said  Contract  is  $540,000;  and  funds  the  Contract  are 
available  from  the  Clean  Water  Enterprise  R&R  Fund,  Fund  5C/CPF/R&R,  FAMIS  Project 
#CENRNRR681;  now,  therefore,  be  it 

RESOLVED;  That  this  Commission  authorizes  the  Manager  of  the  Utilities  Engineering  Bureau 
to  expedite  repair  of  the  North  Point  Water  Pollution  Control  Plant  by:  1)  approving  the  final  plans  and 
specifications  for  Utilities  Engineering  Bureau  Contract  Specification  No.  7212E  ^'North  Point  Water 
Pollution  Control  Plant,  Repair  of  Outfall  Diffusers**  and;  2)  Advertise  for  bids  on  this  contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


MAX 


g  7  19P7 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  7  "  0  1  6  9 


WHEREAS,  the  Public  Utilities  Commission  awarded  the  San  Francisco  Water  Team  a  contract 
for  Phase  1 A  of  the  Hetch  Hetchy  Water  Treatment  Project  in  1993  with  provisions  for  contract 
amendments  to  conduct  the  subsequent  project  phases;  and 

WHEREAS,  the  Public  Utilities  Commission  received  the  Filtration  Avoidance  designation  from 
the  United  States  Environmental  Protection  Agency  in  1993;  and 

WHEREAS,  the  San  Francisco  Water  Team  completed  the  Hetch  Hetchy  Water  Treatment  Project 
Phase  lA  Report  in  August,  1996;  and 

WHEREAS,  the  proposed  Disinfection/Disinfectant  Byproduct  Rule  is  anticipated  to  be  finalized 
in  November,  1998  with  implementation  required  by  May,  2000;  and 

WHEREAS,  the  Public  Utilities  Commission  seeks  to  maximize  Cryptosporidium  control  in  the 
water  supply;  therefore  be  it 

RESOLVED,  that  this  Commission  authorizes  the  Manager  of  the  System  Planning  and 
Regulatory  Compliance  Bureau  to  enter  into  Contract  Amendment  No.  3  with  the  San  Francisco  Water 
Team  for  the  Hetch  Hetchy  Water  Treatment  Project,  Phase  IB  Conceptual  Engineering  and  related 
studies  for  an  amount  not  to  exceed  $2,498,200. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

'"'^'^"■"^^■^   >     MAY  2  7  1997  


Secretary,  Public  Utilities'Cvmmission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0170 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  The  County  of  San  Mateo  has  requested  to  enter  into  an  agreement  for 
vehicular  access  for  four  (4)  vans  to  make  approximately  twelve  (12)  to  sixteen  (16)  trips  each 
to  transport  runners  to  and  from  a  staging  area/starting  point  for  a  race  to  be  held  in  conjunction 
with  Crystal  Springs  Trail  Day  as  well  as  pedestrian  access  for  approximately  150  people  to  a 
portion  of  the  County's  new  trail  easement  known  as  "segment  8";  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  County  of  San  Mateo,  as  Permittee,  for  the 
purpose  of  vehicular  access  for  four  (4)  vans  to  make  approximately  twelve  (12)  to  sixteen  (16) 
trips  each  to  transport  runners  to  and  from  a  staging  area/starting  point  for  a  race  to  be  held  in 
conjunction  with  Crystal  Springs  Trail  Day  as  well  as  pedestrian  access  for  approximately  150 
people  to  a  portion  of  the  County's  new  trail  easement  known  as  "segment  8"  on  the  Permit 
Area  located  in  San  Mateo  County,  as  set  forth  in  the  permit  of  certain  real  property  under  the 
jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  Exhibits  A  and  B  of  the  Permit, 
commencing  at  7:30  A.M.  on  May  31,  1997  and  terminating  at  9:30  A.M.  on  May  31,  1997;  and 
be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


/  hereby  certify  thai  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  ^f^y       2  7  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0171 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  The  Crystal  Springs  Golf  Partners  has  requested  to  use  existing  night  lights 
and  to  install  new  night  lights  at  the  Crystal  Springs  Golf  Course  to  maximize  revenue  to  the 
driving  range;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rescinds  Resolution  No.  77-0477  adopted  on 
October  25,  1 977  disapproving  the  use  of  night  lighting  at  the  Crystal  Springs  Golf  Course 
driving  range;  and  be  it 

FURTHER  RESOLVED,  That  Crystal  Springs  Golf  Partners  shall  be  allowed  to  install 
specially  designed  lights  at  the  driving  range  which  will  have  minimal  impact  on  the  neighboring 
houses;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  request  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  approve  such  use. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  H(|/^Y       %  7  199/ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO  97-0172 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  The  State  of  California  Department  of  Transportation  (Caltrans)  is  currently 
designing  plans  for  the  Highway  92  Improvement  Project;  and 

WHEREAS.  Caltrans  requires  access  to  Peninsula  Watershed  Lands  for  the  purpose  of 
conducting  surveys  in  connection  with  the  Highway  92  Improvement  Project;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  the  State  of  California  Department  of 
Transportation,  as  Permittee,  for  the  purpose  of  access  to  Peninsula  Watershed  lands  to 
conduct  surveys  in  connection  with  the  Highway  92  Improvement  Project  within  the  Permit  Area 
located  in  San  Mateo  County,  as  set  forth  in  the  Permit  of  certain  real  property  under  the 
jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  Exhibit  A.  commencing  upon 
authorization  and  approval  of  said  permit  by  Commission  and  expiring  upon  oral  or  written 
notice  from  City  revoking  this  Permit  provided  that  the  Permittee  shall  pay  fee  of  $1,800.00;  and 
be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


MAY 


2  7 1997   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  7-0173 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Santa  Clara  County;  and 

WHEREAS,  The  City  of  Milpitas  has  requested  to  enter  into  an  agreement  for  a  linear 
park  and  for  constructing  and  maintaining  a  pedestrian  and  bicycle  path  with  landscaping  in  the 
Permit  Area;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  permit  is  categorically  exempt  from  the  requirements  of  the  Califor- 
nia Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  the  City  of  Milpitas,  as  Permittee,  for  the 
purpose  of  a  linear  park  and  for  constructing  and  maintaining  a  pedestrian  and  bicycle  path  with 
landscaping  within  the  Permit  Area  located  in  Milpitas,  Santa  Clara  County,  as  set  forth  in  the 
Permit  of  certain  real  property  under  the  juhsdiction  of  the  Public  Utilities  Commission,  as  shown 
on  Drawing  No.  B-4683.  commencing  on  June  1,  1997,  or  upon  authorization  and  approval  of 
said  permit  by  Commission  and  expiring  upon  oral  or  written  notice  from  City  revoking  this 
Permit  provided  that  the  Permittee  shall  pay  a  $750.00  processing  fee;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

""^^''"s  of   MAY     2  7  19Q^  


Secretary,  Public  Utilities  Commission 


PUBLIC   UTILITIES  COMMISSION 

City  and  County  of   San  Francisco 

RESOLUTION  NO  97-0174 


RESOLVED,  That  on  recommendation  of  the  General  Manager  of  the  Public  Utilities 
Commission,  and  the  City  Attorney,  this  Commission  hereby  recommends  that  the  Board  of 
Supervisors  resolve  and  settle  the  claim  listed  below  on  the  terms  specified  below. 


Case  Name  Case  Number  Amount 

Non-Litigated 

BERNSTEIN,  Faye  Claim  $90,000.00 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

MAY     2  7 1997 


Secretary,   Public  Utilities  Commission 


MINUTES 

PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


REGULAR  MEETING 

June  10, 1997 
1:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 

COMMISSIONERS 

E.  Dennis  Normandy,  President 
Victor  G.  Makras,  Vice  President 
Robert  K.  Werbe 

Frank  L.  Cook 
Ann  Moller  Caen 

DEPARTMENTS  BUREAUS 

Water  Department  Commercial  Land  Management 

Hetch  Hetchy  Customer  Service 

Clean  Water  Program  Engineering  and  Construction  Management 

Environmental  Regulation  and  Management 
Finance 

Information  Systems 
Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 
Water  Pollution  Control 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 


97-156 


1. 


Call  to  Order; 


1:05  P.M. 


2.       Roll  Call:  Present  -  President  E.  Dennis  Normandy,  Vice  President 

Victor  G.  Makras,  Commissioner  Robert  K.  Werbe. 
Commissioner  Frank  L.  Cook,  Commissioner  Ann  Moller  Caen 


3.       Approval  of  Minutes 

On  motion  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  the  Minutes 
of  the  Regular  Meeting  of  May  27,  1997  were  approved  (5-0)  by  unanimous  vote. 


4.  Communications 

Commissioner  Caen  requested  a  copy  of  a  letter  dated  January  31 ,  1 997  from 
Coopers  &  Lybrand  involving  the  PUC's  internal  control  structure  and  operation. 

Commissioner  Cook  requested  that  staff  present  an  overview  of  the  financial  audit  to 
the  Commission. 

5.  Introduction  of  Old/Ongoing  Business  by  Commissioners 
Media  Outreach 

Commissioner  Caen  suggested  that  staff  issue  press  releases  regarding  any  event 
that  would  convey  to  the  public  a  positive  image  of  the  Public  Utilities  Commission. 
She  stated  that  staff  should  take  an  active  role  in  public  outreach  particularly  with 
the  newspapers.  Timothy  Dayonot,  Manager  of  Government  &  Public  Affairs, 
commented  that  staff  maintained  contact  with  major  newspapers,  the  San  Francisco 
Examiner  and  San  Francisco  Chronicle  when  there  were  issues  of  public  concern. 
He  said  he  contacted  both  newspapers  concerning  the  zero  water  rate  increase  and 
the  grazing  issue.  Both  major  newspapers  chose  not  to  run  a  story  on  the  water 
rates. 

Proposition  E 

Commissioner  Werbe  expressed  his  disappointment  regarding  the  loss  of  Ballot 
Proposition  E  in  the  election  on  June  2,  1997.  He  stated  that  he  would  like  a  review 
of  the  proposition  and  what  caused  it  to  fail.  Mr.  Moran  responded  that  staff  not 
being  able  to  promote  the  ballot  measure  constricted  Proposition  E's  success.  The 
Charter  prohibits  City  employees  from  spending  public  funds  to  advocate  a 
proposition  on  the  ballot.  He  added  that  the  ballot  argument  should  have  been  more 


97-157 


aggressive.  He  suggested  that  an  independent  organization  such  as  "Friends  of  the 
Public  Utilities  Commission"  would  be  able  to  advocate  a  proposition  such  as  Prop  E 
in  the  future. 


Mr.  Dayonot  commented  that  the  San  Francisco  Chronicle  and  the  San  Francisco 
Examiner  were  contacted  regarding  the  ballot  measure  and  both  endorsed  the 
measure.  The  Bay  Guardian  and  the  San  Francisco  Independent  did  not  endorse  it. 

Steven  Carmichael  commented  that  Finance  staff  attended  neighborhood 
organization  meetings  to  address  concerns  regarding  Prop  E. 

President  Normandy  reiterated  the  need  to  fast  track  the  communications  plan  in 
line  with  the  capital  improvement  program. 


MBEAA/BE  Participation  Goals 

Commissioner  Makras  requested  staff  to  calendar  the  item  regarding  increasing 
MBEAA/BE  participation  goals  in  PUC  contracts  at  the  next  regular  meeting. 


6.       Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 


7.       Report  of  the  General  Manager 


a.       Presentation  on  the  Capital  Improvement  Program. 

John  P.  Mullane,  Manager,  Customer  Service  Division,  gave  a  presentation 
on  the  Capital  Improvement  Program  using  a  slide  projector.  He  stated  that 
staff  would  give  this  presentation  to  the  public  to  explain  PUC's  capital 
improvement  program.  The  targeted  audiences  of  the  presentation  include 
SPUR,  the  Chamber  of  Commerce,  hotel  industry  organizations,  and 
homeowners  associations. 


b.       Presentation  No.  7  on  Electrical  Industry  Restructuring  -  Positions  Taken  at 
the  Federal  Energy  Regulatory  Commission  (FERC). 

Laurie  Park,  Water  and  Power  Resource  Manager,  gave  a  presentation  using 
electronic  slides.  Ms.  Park  discussed  the  issues  that  staff  had  been 
advocating  before  the  Federal  Energy  Regulatory  Commission  (FERC).  One 


97-158 


issue  IS  about  preserving  the  City*s  existing  contract  with  PG&E  to  provide 
transmission  capacity  from  Hetch  Hetchy  to  municipal  loads. 

Regarding  the  congestion  zone  issue,  Ms.  Park  reported  that  a  new  zone 
category  called  inactive  zones  was  adopted  and  would  be  applied  specifically 
to  San  Francisco.  She  stated  that  because  there  is  no  competitive  market 
structure  in  the  City  a  congested  zone  designation  does  not  apply. 

Presentation  on  Contracting  Procedures. 

Karen  Kubick,  Project  Manager,  discussed  the  background  of  the  project  and 
the  process  in  which  the  study  was  undertaken. 

Julina  Johnson,  a  consultant  for  the  project,  discussed  her  findings 
concerning  the  organizational  aspects  of  the  consultant  contracting  process. 
She  stated  that  the  causes  of  delays  in  the  contracting  process  are  due  to  the 
absence  of  a  centralized  contract  administration  staff.  She  said  there  is  also 
a  lack  of  communications  between  staff,  the  supervisors  and  the  contractor. 

Ms.  Johnson  recommended  centralizing  the  contract  administration  planning 
and  project  management  functions  within  the  Utilities  Engineering  Bureau, 
defining  communication  principles  and  working  relationships,  establishing  a 
process  and  control  for  solving  policy  issues  vs.  administrative  issues,  and 
standardizing  the  contracting  process  and  project  management  throughout 
the  Public  Utilities  Commission. 

James  F.  White,  the  consultant  responsible  for  reviewing  the  departmenf  s 
existing  consultant  selection  procedures,  discussed  his  findings.  He 
commented  that  the  Request  For  Proposal  (RFP)  selection  process  is  a  long 
and  tedious  process.   He  stated  that  PUC  contracts  need  to  have  clear  well- 
defined  scope  of  work.  He  stated  that  management  control  over  the 
contracts  was  inadequate. 

Mr.  White  recommended  establishing  a  long  range  plan  framework  of 
consolidating  consultant  hiring,  developing  clear  project  definitions,  modifying 
the  selection  criteria,  improving  the  scope  of  work,  consolidating  the  project 
management  function  under  the  Utilities  Engineering  Bureau,  and 
establishing  cost  criteria. 

Commissioner  Makras  commented  that  the  written  report  submitted  by  the 
consultant  revealed  major  internal  deficiencies  that  were  not  addressed  in  the 
oral  presentation.   He  emphasized  the  importance  of  proceeding  with  starting 
a  plan  to  alleviate  the  problems  identified  in  the  study.  Mr.  Moran  stated  that 
staff  would  prepare  an  action  plan  for  the  next  Commission  meeting. 
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Public  Comments 
There  were  none. 


REGULAR 


To  consider  a  process  for  administering,  budgeting  and  planning  the  use  of  Public 
Utilities  Commission  owned  housing. 

Mr.  Moran  discussed  the  process  proposed  by  staff  for  administering  and  planning 
the  use  of  PUC  owned  housing.  The  proposed  process  involved:  preparing  an 
inventory  of  housing;  categorizing  housing  according  to  the  benefits  received 
whether  operational,  in  lieu  of  paying  for  commerica!  lodging,  or  excess  housing; 
authorizing  the  filling  of  housing  according  to  those  categories;  and  reviewing  the 
policies  and  assignments  annually. 

Mr.  Moran  stated  that  staff  would  submit  a  resolution  to  the  Commission  that  would 
establish  a  budgeting  process  for  the  housing  stock,  allocate  housing  for  certain 
uses,  establish  rules  for  use  of  those  facilities  and  establish  the  rental  of  housing 
facilities  based  on  market  rates. 

Commissioner  Werbe  suggested  including  the  actual  revenues  and  actual  rental 
rates  of  each  housing  unit  in  the  list  of  all  PUC  owned  housing. 

Commissioner  Makras  stated  that  he  would  like  a  comprehensive  policy  that 
delineates  the  possibility  of  charging  tenants  for  utilities,  and  allowing  necessary 
capital  improvement  work  on  units  needing  repair.  Commissioner  Makras 
suggested  including  a  provision  in  the  policy  that  the  Commission  would  conduct  an 
ongoing  review  of  the  rates  and  the  housing  categories.  If  there  were  any  changes, 
tenants  would  be  notified.  Commissioner  Werbe  concurred  that  the  tenants  and  the 
Commission  should  be  aware  of  every  aspect  pertaining  to  the  housing  agreement. 

Commissioner  Cook  suggested  conducting  a  survey  of  the  market  value  of  the  units 
and  how  many  are  excess.  He  suggested  using  excess  units  to  provide  subsidized 
housing  for  the  community.  Mr.  Moran  responded  that  there  are  certain  risks  to  be 
considered  if  the  area  is  opened  to  the  general  public. 

Supervisor  Mark  Thornton  of  Tuolumne  County  expressed  his  concerns  about 
operational  issues  and  preservation  of  the  cultural  heritage  of  the  area  if  the  housing 
facilities  were  razed.  He  wanted  to  protect  the  historic  integrity  of  the  housing 
compound. 
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Bev  Shane,  Tuolumne  County  Planning  Director,  stressed  the  importance  of 
preserving  the  cultural  heritage  of  the  housing  compound  for  the  City  of  San 
Francisco  and  Tuolumne  County.   She  volunteered  their  agency's  assistance  in 
studying  the  cultural  resources  and  importance  of  the  compound  as  a  landmark. 

Mike  Siegenthaler,  President  of  the  Yosemite  Gateway  Hostel  Society,  showed  a 
video  presentation  about  the  hostelling  activities  of  the  American  Youth  Hostel 
Society.  He  requested  that  the  Commission  give  their  organization  40  of  the  excess 
housing  units,  the  school  and  the  store  for  use  in  their  education  program. 

Dietrich  von  Dahlen  from  the  Central  California  Council  Hostelling  Society,  urged  the 
Commission  to  give  the  society  the  opportunity  to  manage  the  excess  housing. 

James  Bryant,  SEIU  Local  790  representative,  urged  the  Commission  to  continue 
working  with  Local  790  regarding  housing. 

No  action  was  taken. 


10.     Adopting  a  Records  Retention  Schedule  for  Hetch  Hetchy  Water  and  Power. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  10,  passed  (5-0)  unanimously. 

Resolution  No.  97-0175:    Adopting  a  Records  Retention  Schedule  for  Hetch 

Hetchy  Water  and  Power. 


11.     Authorizing  an  agreement  with  the  Salvation  Army,  St.  Vincent  De  Paul  and 
Goodwill  to  distribute  ultra  low-flow  toilets  to  single  family  customers. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item 
11,  passed  (5-0)  unanimously. 

Resolution  No.  97-0176:    Authorizing  the  Manager  of  Customer  Services  Bureau  to 

enter  into  an  agreement  with  the  Salvation  Army,  St. 
Vincent  De  Paul  and  Goodwill  to  distribute  2,000  ultra 
low-flow  toilets  to  single  family  customers. 
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Amending  the  Peninsula  Watershed  Management  Plan  Preferred  Alternative  to 
consider  the  Bay  Area  Ridge  Trail  route  on  the  Peninsula  watershed. 

Mr.  Moran  noted  that  the  agenda  item  proposed  to  put  two  options  for  interim  use  of 
the  trail  into  a  fast  track  CEQA  environmental  review  process.  The  two  proposals 
were  the  decent  program  and  the  volunteer  patrol  program.  Staff  will  return  to  the 
Commission  after  CEQA  review  to  declare  a  project. 

Commissioner  Cook  commented  that  he  would  not  support  the  reopening  of  the 
ridge  trail  proposal  as  it  would  endanger  the  environment  in  the  watershed,  increase 
fire  danger  and  increase  the  risks  to  water  quality. 

Tim  Lane,  representing  the  Bay  Area  Ridge  Trail  Council,  commented  that  the  Bay 
Area  Ridge  Trail  Council,  the  National  Park  Service,  and  the  County  of  San  Mateo 
are  promoting  the  decent  program  as  it  meets  the  requirements  of  the  Negative 
Declaration. 

Doug  Kerseg,  representative  of  the  San  Mateo  County  Bay  Area  Ridge  Trail 
Council,  commented  in  favor  of  moving  forward  with  the  reopening  of  the  ridge  trail 
proposal. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  Item 
12,  passed  (4-1).  Commissioner  Cook  voted  no. 

Resolution  No.  97-0177:    Amending  the  Peninsula  Watershed  Management  Plan 

Preferred  Alternative  to  consider  the  Bay  Area  Ridge 
Trail  route  on  the  Peninsula  watershed  as  recommended 
by  the  San  Francisco  Board  of  Supervisors;  and 
identifying  options  for  an  interim  trail  program  to  provide 
public  access  to  the  proposed  route  effective  this 
summer. 


Approving  the  plans  and  specifications  and  authorizing  bid  call  for  Hetch  Hetchy 
Contract  No.  HH-861,  Mountain  Tunnel  Adit  Repairs. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Caen,  to  adopt  Item 
13,  passed  (5-0)  unanimously. 

Resolution  No.  97-0178:    Approving  the  plans  and  specifications  and  authorizing 

bid  call  for  Hetch  Hetchy  Contract  No.  HH-861,  Mountain 
Tunnel  Adit  Repairs. 
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14.      Approving  Contract  Modifications  to  Water  Department  Contract  No.  WD-2199, 

Repaving  Street  and  Sidewalk  Openings  for  San  Francisco  Water  Department  for 
Fiscal  Year  Ending  June  30,  1 997;  and  approving  bid  call  for  Water  Department 
Contract  WD-2229,  Repaving  Street  and  Sidev^alk  Openings  for  San  Francisco 
Water  Department  for  Fiscal  Year  Ending  June  30,  1998. 

Commissioner  Cook  expressed  concerns  that  the  contract  with  A.  Ruiz  Construction 
is  being  extended  at  a  7%  price  hike.  Commissioner  Werbe  suggested  amending 
the  resolution  and  direct  staff  to  negotiate  with  the  contractor  to  hold  the  original  unit 
price  as  bid  or  to  minimize  unit  price  increases  in  the  contract  to  not  exceed  7%  of 
the  original  bid  unit  price.  He  also  suggested  conducting  an  audit  of  the  project. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Caen,  to  adopt  Item 
14  as  amended,  passed  (5-0)  unanimously. 

Resolution  No.  97-0179:    Approving  Contract  Modification  No.  1  to  Water 

Department  Contract  No.  WD-2199.  Repaving  Street  and 
Sidewalk  Openings  for  San  Francisco  Water  Department 
for  Fiscal  Year  Ending  June  30,  1997.  extending  contract 
completion  date  from  June  30,  1 997  to  December  31 , 
1997  and  increasing  the  contract  amount  by 
$126,147.80;  approving  Contract  Modification  No.  2 
increasing  the  total  contract  amount  by  an  additional 
$637,110.10;  approving  bid  call  for  Water  Department 
Contract  WD-2229,  Repaving  Street  and  Sidewalk 
Openings  for  San  Francisco  Water  Department  for  Fiscal 
Year  Ending  June  30,  1998;  approving  a  fund  transfer  of 
$637,1 10.10  from  "Services  of  DPW"  to  "Other  Current 
Services"  in  CDD's  1997-98  budget;  and  requesting  the 
Board  of  Supervisors  to  approve  the  increase  in  the 
contract  amount  exceeding  10%  of  the  original  contract 
amount. 


On  recommendation  by  President  Normandy,  Items  numbered  15,  16,  17,  18,  19  and  20 
were  taken  collectively. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Werbe,  to  adopt  Items  15,  16, 
17,  18,  19  and  20,  passed  (5-0)  unanimously. 

15.     Resolution  No.  97-0180:    Approving  the  final  plans  and  specifications  for  San 

Francisco  Water  Department  Contract  No.  WD-2205,  8- 
Inch  Ductile  Iron  Main  Installation  in  O'Farrell  Street 
between  Broderick  and  Fillmore  Streets,  in  Ellis  Street 
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between  Divisadero  and  Steiner  Streets,  and  in  Pierce 
and  Steiner  Streets  between  O'Farrell  Street  and  Ellis 
Street;  and  authorizing  advertisement  for  bids. 


16.      Resolution  No.  97-0181 


17.     Resolution  No.  97-0182 


18.     Resolution  No.  97-0183 


19.     Resolution  No.  97-0184 


20.     Resolution  No.  97-0185: 


Authorizing  the  General  Manager  of  Public  Utilities  to 
enter  into  an  Amended  Utility  Agreement  with  the  State 
Department  of  Transportation  for  the  relocation  of  sewer 
mains,  box  culverts,  and  storm  drains  to  accommodate 
the  State's  retrofit  of  Highway  101  from  Mission  Street  to 
the  Highway  80  Interchange. 

Approving  the  final  plans  and  specifications  for  Contract 
Specification  No.  1438N,  Tenth/Twenty-Third  Avenues 
Sewer  Replacement,  to  replace  existing  12-inch  and  18- 
inch  diameter  ISP  and  12-inch  diameter  VCP  with  12- 
inch,  18-inch  and  21-inch  diameter  VCP  sewers  in 
Twenty-Third  Avenue  from  Lincoln  Way  to  Irving  Street, 
Tenth  Avenue  from  Judah  to  Kirkham  Streets  and  Tenth 
Avenue  from  Ortega  to  Pacheco  Streets  and  authorizing 
advertisement  for  bids. 

Approving  the  final  plans  and  specifications  for  Contract 
Specification  No.  1248N,  Various  Pump  Stations 
Improvements  -  Contract  2,  to  upgrade  and  install  new 
mechanical,  structural  and  electrical  equipment  and 
services  at  the  Sunnydale  and  Tennessee  Street  Pump 
Stations,  and  authorizing  advertisement  for  bids. 

Approving  the  final  plans  and  specifications  for  Contract 
Specification  No.  1253N,  12th  Street  Sewer 
Replacement,  to  replace  the  existing  3'  x  5'  brick  sewer 
with  36-inch  diameter  RCP  class  IV  sewer  in  12th  Street 
from  Harrison  Street  to  Folsom  Street  and  authorizing 
advertisement  for  bids. 

Approving  the  final  plans  and  specifications  for  Contract 
Specification  No.  1432N,  Post  Street  Sewer 
Replacement,  from  Divisadero  to  Baker  Streets  and 
authorizing  advertisement  for  bids. 
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Approving  advertisement  for  bids  for  Contract  Specification  No.  1465N  "Southeast 
Water  Pollution  Control  Plant  (SEWPCP)  Roofing  Repair  for  Buildings  930  and  850". 

Commissioner  Makras  commented  that  the  contract  was  very  expensive  for  a  roof 
repair  job  and  the  agenda  item  submitted  by  staff  did  not  separate  the  costs 
between  roof  repair  and  asbestos  abatement  work. 

Commissioner  Werbe  inquired  why  staffs  cost  estimate  is  indicated  in  bid 
documents.   Thomas  M.  Berliner,  Utilities  General  Counsel,  said  that  he  would 
prepare  a  response  regarding  the  legal  requirements  of  including  cost  estimates  for 
competitive  bidding. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Werbe,  to  adopt  Item 
21,  passed  (4-1).  Commissioner  Makras  voted  no. 

Resolution  No.  97-0186:    Approving  the  final  plans  and  specifications  for  Contract 

Specification  No.  1465N,  "Southeast  Water  Pollution 
Control  Plant  (SEWPCP)  Roofing  Repair  for  Buildings 
930  and  850"  and  authorizing  advertisement  for  bids. 


22.     Authorizing  the  Manager  of  Systems  Planning  and  Regulatory  Compliance  to 

negotiate  and  execute  an  agreement  with  CH2M  Hill/AGS,  Inc.,  a  joint  venture,  to 
provide  professional  services  associated  with  implementation  of  the  Groundwater 
Master  Plan  at  a  cost  not  to  exceed  $650,000.  (Continued  from  the  meeting  of  May 
27,  1997.) 

Steven  Ritchie,  Manager  of  the  Bureau  of  System  Planning  &  Regulatory  Control, 
explained  that  the  contract  being  requested  at  this  time  covers  the  costs  of 
installing  salt  water  intrusion  and  groundwater  quality  monitoring  wells,  and  ongoing 
technical  support  of  a  hydrogeologist  for  the  development  of  a  groundwater 
management  master  plan. 

Commissioner  Cook  moved,  seconded  by  President  Normandy,  to  adopt  the 
resolution. 

Commissioner  Makras  commented  that  he  would  vote  against  the  motion  as  the 
project  was  too  costly  and  it  seemed  that  staff  were  doing  a  variety  of  similar  work. 
He  stated  that  the  project  could  be  performed  in-house  by  staff.  Commissioner 
Werbe  asked  if  work  could  be  done  for  less  than  $650,000. 

Commissioner  Cook  and  President  Normandy  withdrew  their  motion. 
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Mr.  Ritchie  noted  that  the  cost  of  the  project  would  be  spent  on  the  installation  of  15 
to  20  monitoring  wells  to  stop  sea  water  intrusion. 

President  Normandy  moved,  seconded  by  Commissioner  Cook,  to  continue  item  22 
to  the  next  regular  Commission  meeting  scheduled  on  June  24,  1997  for  staff  to 
provide  additional  information;  passed  (5-0)  unanimously. 


Public  Hearing  -  Approving  the  Revised  Rules  and  Regulations  governing  the  Public 
Utilities  Commission  Revolving  Funds. 

There  were  no  public  comments. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  Item 
23,  passed  (5-0). 

Resolution  No.  97-0187:    Approving  the  Revised  Rules  and  Regulations  governing 

the  Public  Utilities  Commission  Revolving  Funds. 


On  recommendation  by  President  Normandy,  the  Commission  took  Items  numbered  25,  26 
and  27  out  of  order. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  Items  25 
and  26;  passed  (5-0)  unanimously. 


25.  Resolution  No.  97-0188:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  lease  with  AT&T  Wireless  Services,  Inc.  for 
placement  of  cellular  communications  antennas  on  Hetch 
Hetchy  Parcel  No.  672  including  Tower  No.  418N. 
located  at  Prescott  Road  and  Connett  Avenue  in  the  City 
of  Modesto,  at  a  monthly  rental  rate  of  $750  and  a 
monthly  license  fee  of  $115. 

26.  Resolution  No.  97-0189;    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  joint  permit  with  Pacific  Bell  and  Pacific  Gas 
and  Electric  Company  for  underground  utility  installations 
including  placement  of  conduit  and  service  boxes  over 
the  Islais  Creek  sewer  box  along  Cesar  Chavez  Way  in 
San  Francisco. 
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Authorizing  the  General  Manager  of  Public  Utilities  to  execute  a  permit  with  the 
of  Fremont. 


Moved  by  Commissioner  Makras.  seconded  by  Commissioner  Caen,  to  adopt  Item 
27,  passed  (5-0)  unanimously. 

Resolution  No.  97-0190:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  City  of  Fremont,  for  installation 
of  underground  utility  facilities  on  a  portion  of  Parcels 
1216(2)  and  1210  of  the  Bay  Division  Pipelines  Nos.  1 
and  2  right  of  way  in  Fremont. 


Note:  Commissioner  Caen  was  excused  at  5:30  p.m. 


24.     Accepting  the  State  revolving  fund  loans  offered  by  the  State  Water  Resources 
Control  Board. 

Ann  Carey  of  the  Finance  Bureau  advised  that  the  City  Attorney's  Office  was 
reviewing  the  City's  authority  to  accept  State  loans  under  the  New  Charter.  She 
stated  that  the  Old  Charter  had  a  provision  specific  to  acceptance  of  State  loans  that 
was  not  included  in  the  New  Charter.  Staff  was  requesting  approval  of  the 
Commission  to  proceed  with  the  process  of  obtaining  authorization  from  the  Board 
of  Supervisors  to  accept  the  loan  pending  the  results  of  the  City  Attorney's  review. 
The  City  Attorney's  Office  is  also  consulting  with  bond  counsel  to  determine  the 
appropriate  procedure  in  accepting  the  loan. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item 
24,  passed  (4-0)  unanimously. 

Resolution  No.  97-0191:    Accepting  the  state  revolving  fund  loans  offered  by  the 

State  Water  Resources  Control  Board  in  the  amount  of 
$50  million  with  a  repayment  period  of  20  years  at  a  0% 
interest  rate  for  various  Clean  Water  Program  projects; 
and  recommending  to  the  Board  of  Supervisors 
acceptance  of  said  loans. 
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CLOSED  SESSION 


28.      Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


29.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  assert  the 
attorney-client  privilege  regarding  the  matters  listed  below  as  Conference  with  Legal 
Counsel,  passed  (3-0)  unanimously. 

Commissioner  Makras  was  excused  from  5:30  p.m.  to  5:34  p.m. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  5:35  p.m.  to  6:25  p.m.  to 
discuss  the  following  matters: 


30.     Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Portion  of  Parcel  1 1  of  San  Mateo  County  lands,  former 

Muni  right  of  way  in  San  Bruno,  California 
Parties  Negotiating:  Lymburn/Dowd 
Lessee:  Artichoke  Joe's 

Under  Negotiation:  Price  and  Terms 

No  action  was  taken  on  Item  30. 


31.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(a): 

Existing  Litigation:    1)  Bay  Delta  Hearings  before  the  State  Water  Resources 

Control  Board. 

2)  Electric  Restructuring  Hearings  before  the  California  Public 
Utilities  Commission. 

3)  Electric  Restructuring  Hearings  before  the  Federal  Energy 
Regulatory  Commission. 
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Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe.  to  continu 
Item  31  to  the  next  regular  meeting  scheduled  on  June  24,  1997;  passed  (4-0) 
unanimously. 


32.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(a);  (Berliner) 

Existing  Litigation:    Pacific  Gas  and  Electric  Company  v.  CCSF,  Superior  Court 

No.  969837. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  authorize  the 
General  Manager  and  request  the  City  Attorney  to  take  any  action  necessary  to 
effectuate  a  settlement  of  the  case;  passed  (4-0)  unanimously. 

Resolution  No.  97-0192:      Authorizing  the  General  Manager  and  requesting  the 

City  Attorney  to  take  any  action  necessary  to  effectuate 
the  settlement  in  the  case  of  Pacific  Gas  &  Electric 
Company  v.  City  and  County.  Superior  Court  Case  No. 
969837  and  the  execution  of  associated  agreements. 

33.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956. 9(b)(c):  (Ambrose/Nelson) 

Anticipated  Litigation:    As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water  Department 
property  on  Bernal  Avenue  in  Alameda  County. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Makras,  to  continue 
Item  33  to  a  special  meeting  not  specified;  passed  (4-0)  unanimously. 


The  Public  Utilities  Commission  reconvened  in  public  session  at  6:30  p.m. 


34.     Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken  during 
the  Closed  Session. 


97-169 


Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  not  to  disclose 
the  discussion  during  the  Closed  Session;  motion  passed  (4-0)  unanimously. 


Thereupon,  the  meeting  was  adjourned:         6:31  P.M. 


RomaineA.  Boldridge 
Secretary 


97-170 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0175 


WHEREAS,  Records,  such  as  paper,  book,  photograph,  film,  sound  recording,  map  drawing  or 
other  document,  or  any  copy  thereof,  are  normally  generated  or  received  by  a  department  in  connection 
with  the  transaction  of  public  business  and  may  have  been  retained  by  the  department  as  evidence  of  the 
department's  activities,  for  the  information  contained  therein,  or  to  protect  the  legal  or  financial  rights  of 
the  City;  and 

WHEREAS,  Per  Section  8.2  of  the  Administrative  Code,  each  department  head  is  responsible  for 
the  preservation  and  proper  filing  of  such  records  and  the  ultimate  disposition  of  the  same  in  accordance 
with  the  applicable  law;  and 

WHEREAS,  Hetch  Hetchy  Water  and  Power  has  classified  the  department's  records  using  the 
classifications  set  forth  in  Section  8.4  of  the  Administrative  Code  and  prepared  a  schedule  for  the 
systematic  retention  and  destrucfion  of  such  records;  and 

WHEREAS,  The  Hetch  Hetchy  records  retention  schedule  has  been  transmitted  to  the  officers  and 
boards  specified  in  Section  8.3  of  the  Administrative  Code  and  approved  by  such;  and 

WHEREAS,  Approval  of  the  adoption  of  the  Hetch  Hetchy  records  retention  schedule  by  the 
Public  Utilities  Commission  as  meeting  the  requirements  of  the  City  and  County  of  San  Francisco 
Administrative  Code  is  required  before  it  can  be  implemented;  now,  therefore, 

BE  IT  RESOLVED,  That  the  Public  Utilities  Commission  hereby  approves  the  adoption  of  the 
Hetch  Hetchy  records  retention  schedule. 


MO  11 600 

Retensch.wpd. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^^'■^^  ^/   JUNE     1  0  1997  


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  97-0176 


WHEREAS,  the  San  Francisco  Board  of  Supervisors  signed  the  Memorandum  of 
Understanding  Regarding  Urban  Water  Conservation  in  September  1991  as  Resolution  No  707- 
91;  and 

WHEREAS,  under  the  Memorandum  of  Understanding,  the  PubHc  Utilities  Commission 
is  obligated  to  replace  a  minimum  of  8,000  toilets  per  year  with  ultra  low-flow  toilets  between 
FY  93-94  through  FY  00-01;  and 

WHEREAS,  many  of  these  families  have  a  high  density  of  people  living  in  their  homes 
and  replacement  of  these  toilets  will  generate  a  large  amount  of  water  savings  for  the  City;  and 

WHEREAS,  Goodwill  Industries,  Salvation  Army  and  St.  Vincent  de  Paul  operate  five 
thrift  stores  throughout  the  City  which  are  open  seven  days  a  week;  and 

WHEREAS,  these  organizations  are  willing  to  act  as  a  depot  for  San  Francisco  Water 
Department's  ultra  low  flow  toilet  distribution  program  for  $10  per  toilet  which  will  be  paid  by 
the  participating  customers;  and 

WHEREAS,  the  cost  per  toilet  to  the  San  Francisco  Water  Department  for  this  program 
would  be  $54  dollars  per  toilet  and  the  cost  per  toilet  for  the  Water  Department's  current  toilet 
rebate  program  is  similar;  and 

WHEREAS,  the  funds  for  this  program  are  available  in  FY  97-98's  budget.  Conservation 
Section,  Index  50501 1 ;  therefore,  be  it 

RESOLVED,  this  Commission  hereby  approves  the  Customer  Service  Bureau 
distributing  2,000  ultra-low  flow  toilets  to  its  single-family  customers  as  defined  by  the  U.S. 
Department  of  Housing  and  Urban  Development  through  thrift  stores  managed  by  Goodwill,  St. 
Vincent  de  Paul  and  Salvation  Army. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

JUNE    10 1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0177 


WHEREAS,    The  Public  Utilities  Commission,  on  January  26,  1995,  adopted  a  Preferred 
Alternative  upon  which  Watershed  Management  Policy  and  Plans  and  corresponding  Environmental 
Impact  Reports  were  to  be  prepared  as  the  final  phase  of  the  Watershed  Planning  Project;  and, 

WHEREAS,    This  Commission,  on  January  26,  1995,  also  set  policy  that  public  recreational 
activities  would  not  be  a  burden  on  the  water  rate  payers;  and 

WHEREAS,    This  Commission,  reaffirmed  its  position  regarding  exclusion  of  public  access 
interior  watershed  areas  on  March  4,  1997;  and, 

WHEREAS,    The  San  Francisco  Board  of  Supervisors  recommended  that  this  Commission 
consider  the  possibility  of  public  access  along  the  alignment  proposed  by  the  Bay  Area  Ridge  Trail 
Council  and  endorsed  by  the  SF  Board  Supervisors  on  April  21,  1997.  Now,  therefore,  be  it 

RESOLVED,  That  it  is  the  desire  of  this  Commission  to  modify  the  Preferred  Altemafive  to 
include  the  possibility  of  the  Bay  Ridge  Trail  route  within  its  Peninsula  Watershed  Management  Plan; 
and,  be  it 

FURTHER  RESOLVED,      That  this  Commission,  in  order  to  implement  an  interim  public 
access  this  summer  to  the  same  route  3  days  per  week  at  a  maximum  of  75  persons  per  day  and  available 
on  a  72  hour  basis,  hereby  identifies  the  following  options  for  an  environmental  review  to  be  conducted 
and  certified  by  the  San  Francisco  Office  of  Environmental  Review: 

OPTION  A  -  Docent-led  Groups  for  Hikers,  Equestrians,  and  Mountain  Bikers 

OPTION  B  -  Individual  Permits  Issued  to  Hikers,  Equestrians,  and  Mountain  Bikers 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUNE  101997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


97-0178 


RESOLUTION  NO 


WHEREAS,  Under  Hetch  Hetchy  Contract  HH-  861 ,  Mountain  Tunnel  Adit  Repairs,  repairs  will  be  made  to 
three  adit  openings,  new  City  furnished  doors  will  be  installed  and  an  existing  roadway  will  be  repaired  at  an 
estimated  construction  cost  of  $600,000;  and 

WHEREAS,  Project  CUH898,  Mountain  Tunnel  Adit  Repairs,  will  be  closed  out  and  the  remaining  funds 
transferred  to  Project  CUH841,  Mountain  Tunnel  Repair;  and 

WHEREAS,  The  Department  of  City  Planning  has  determined  this  project  to  be  exempt  from  the  California 
Environmental  Quality  Act  and  State  Guidelines  under  Class  1  and  1  (b);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  transfer  of  funds  from  Project  CUH898,  Mountain  Tuni^l  Adit 
Repairs  to  Project  CUH841,  Mountain  Tunnel  Repair,  and  be  it  further 

RESOLVED,  That  this  Commission  approves  the  plans  and  specifications  and  authorizes  Bid  Call  for 
Contract  HH-861,  Mountain  Tunnel  Adit  Repairs. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

"'^^ti'^sof   JUNE  101997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0179 


WHEREAS,  The  Public  Utilities  Commission  awarded  San  Francisco  Water  Department 
Contract  WD-2199,  Repaying  Street  and  Sidewalk  Openings  for  San  Francisco  Water 
Department  for  Fiscal  Year  Ending  June  30,  1997,  to  A.  Ruiz  Construction  Company  &  Assoc., 
Inc.,  on  April  23,  1996,  by  Resolution  No.  96-0084;  and 

WHEREAS,  The  City  Distribution  Division  and  the  Department  of  Public  Works  had 
planned  to  have  the  Department  of  Public  Works  perform  the  work  through  interdepartmental 
work  orders  commencing  on  July  1,  1997,  and  not  to  let  another  annual  paving  contract;  and 

WHEREAS,  The  Department  of  Public  Works  has  notified  the  City  Distribution  Division 
that  DPW  does  not  have  resources  available  to  undertake  the  work  on  July  1,  1997;  and 

WHEREAS,  In  the  interest  of  public  safety,  repaving  of  street  and  sidewalk  openings 
must  be  done  in  a  timely  manner,  and  time  does  not  permit  advertising,  bidding,  and  awarding  of 
a  follow  on  contract  by  July  I,  1997;  and 

WHEREAS,  A.  Ruiz  Construction  Co.  &  Assoc.,  Inc.  has  agreed  to  contract 
modifications  to  continue  the  Contract  for  up  to  an  additional  six  months,  provided  that  the  unit 
prices  for  each  bid  item  be  increased  by  7%  to  compensate  the  Contractor  for  higher  labor  and 
material  costs;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.  1  to  San 
Francisco  Water  Department  Contract  WD-2199,  Repaving  Street  and  Sidewalk  Openings  for 
San  Francisco  Water  Department  for  Fiscal  Year  Ending  June  30,  1997,  which  extends  the 
Contract  completion  date  from  June  30,  1997  to  December  31,  1997,  increases  the  estimated 
amount  under  the  Contract  by  9.9%,  for  an  increase  of  $126,147.80  from  the  original  contract 
amount  of  $1,274,810.00  to  a  revised  contract  amount  of  $1,400,957.80,  subject  to  increases  in 
the  unit  price  for  each  bid  item  being  negotiated  between  PUC  Staff  and  the  Contractor  so  as  to 
hold  the  original  bid  prices  or  to  minimize  the  unit  price  increases,  with  no  unit  price  increase 
exceeding  7%  of  the  original  bid  unit  price;  and  be  it  further 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications 
for  San  Francisco  Water  Department  Contract  WD-2229,  Repaving  Street  and  Sidewalk 
Openings  for  San  Francisco  Water  Department  for  Fiscal  Year  Ending  June  30,  1998,  and 
authorizes  advertising  for  bids;  and  be  it  further 
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RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No  ^  to  San 
Francisco  Water  Department  Contract  WD-2199,  Repaying  Street  and  Sidewalk  Openings  for 
San  Francisco  Water  Department  for  Fiscal  Year  Ending  June  30,  1997,  increasing  the  total 
maximum  contract  amount  by  an  additional  $637,1 10.10  to  a  revised  total  maximum  contract 
amount  of  $2,038,067.90,  subject  to  increases  in  the  unit  price  for  each  bid  item  being  negotiated 
between  PUC  Staff  and  the  Contractor  so  as  to  hold  the  original  bid  prices  or  to  minimize  the 
unit  price  increases,  with  no  unit  price  increase  exceeding  7%  of  the  original  bid  unit  price;  and 
be  it  further 

RESOLVED,  That  this  Commission  approves  a  fund  transfer  in  the  amount  of 
S637,l  10.10  from  Services  of  DPW  to  Other  Current  Services  in  CDD^s  1997-1998  Budget  to 
fund  these  services;  and  be  it  further 

RESOLVED,  That  this  Commission  requests  the  Board  of  Supervisors  to  approve  the 
increase  in  the  Contract  amount  exceeding  10%  of  the  original  Contract  amount  to  the  revised 
maximum  Contract  Amount  of  $2,038,067.90. 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  June  10,  1997 


Secretary,  Public  Utilities  Comrmssion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0180 


WHEREAS,  The  San  Francisco  Water  Department  has  a  Water  Main  Replacement  Program  to 
provide  for  systematic  replacement  of  mains  over  time  with  new  ductile  iron  mains  to  reduce  the  water 
distribution  system's  vulnerability  to  future  earthquakes,  provide  better  flow  and  pressure,  and  improve 
water  quality,  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  San  Francisco  Water  Department 
Contract  WD-2205,8-  Inch  Ductile  Iron  Main  Installation  in  OTarrell  Street  between  Broderick  and 
Fillmore  Streets;  in  Ellis  Street  between  Divisadero  and  Steiner  Streets;and  in  Pierce  and  Steiner  Streets 
between  OTarrell  Street  and  Ellis  Street,  which  Contract  is  an  integral  part  of  the  Main  Replacement 
Program,  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
the  Main  Replacement  Program  to  be  categorically  exempt  from  environmental  review  as  a  Class  1(b) 
Project  under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act,  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  multi-year  capital  project  CW-870, 
Main  Replacement  Program  (In  City),  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  San 
Francisco  Water  Department  Contract  No.  WD-2205,  8-  Inch  Ductile  Iron  Main  Installation  in  OTarrell 
Street  between  Broderick  and  Fillmore  Streets;  in  Ellis  Street  between  Divisadero  and  Steiner  Streets;and 
in  Pierce  and  Steiner  Streets  between  OTarrell  Street  and  Ellis  Street,  and  authorizes  the  Utilities 
Engineering  Bureau  to  advertise  for  bids  for  said  Contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUNE      1  0  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0181 


WHEREAS,  The  original  Utility  Agreement  No.  1076.5.1  was  executed  between  the  Department 
of  Public  Works  and  the  State  Department  of  Transportation  on  October  30,  1995  for  the  relocation  of  sewer 
mains,  box  culverts,  and  storm  drains  to  accommodate  the  State^s  retrofit  of  Highway  101  from  Mission 
Street  to  the  Highway  80  Interchange;  and 

WHEREAS,  The  original  estimated  cost  of  this  project  was  $684,250.00,  of  which  $64,100.00 
was  to  be  paid  by  Federal  aid  highway  grants  through  the  State  and  $620,150.00  to  be  paid  directly  by  the 
State.  As  part  of  the  original  agreement,  $558,135.00  was  advanced  to  the  City  to  apply  to  the  cost  of  the 
work  to  be  undertaken;  and 

WHEREAS,  The  winning  competitive  bid  for  $634,495.00  from  Shaw  Pipelines,  Inc.  was  greater 
than  the  Engineer's  Estimate,  at  $520,230.00;  and 

WHEREAS,  During  construction,  unexpected  hazardous  materials  were  encountered,  and  special 
handling  and  disposal  services  were  required;  and 

WHEREAS,  Under  the  original  Utility  Agreement,  an  Amendment  to  the  Agreement  is  required 
when  the  increased  cost  exceeds  25%  of  the  original  estimated  cost;  and 

WHEREAS,  An  Amendment  to  Utility  Agreement  No.  1076.5.1  has  been  drafted  by  the  State  for 
the  increase  in  scope  of  work  and  increased  costs  as  aforementioned;  and 

WHEREAS,  Under  said  Amended  Agreement,  the  cost  to  the  State  will  be  increased  from 
$620,150.00  to  $1,242,281.00  to  cover  the  extra  work,  so  all  actual  applicable  costs  can  be  reimbursed  by 
the  State;  and 

WHEREAS,  The  advanced  funding  from  the  State  was  deposited  in  Job  Order  No.  1204N, 
"Central  Viaduct  Retrofit  Sewer  Relocation"  (  FAMIS  No.  CENRNRR833),  and  R&R  funds  were  used  for 
subsequent  expenditures  under  this  job  order;  and 

WHEREAS,  The  contract  modification  to  accommodate  the  increase  in  costs  was  approved  by 
the  Commission  on  May  13,  1997  through  Resolution  No.  97-0143;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  Public 
Utilities  Commission  to  enter  into  the  Amendment  to  Utility  Agreement  No.  1076.5.1  with  the  State 
Department  of  Transportation  for  the  relocation  of  sewer  mains,  box  culverts,  and  storm  drains  to 
accommodate  the  State's  retrofit  of  Highway  101  from  Mission  Street  to  the  Highway  80  Interchange. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  \J} 

of        JUNE  101997 


lities  Commission  at  its  meeting 


Secretary,  Public  Utilities  Comnffssion 


City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0182 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Sewer  Repair  and 
Replacement  Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  No.  1438N,  'Tenth/Twenty-Third  Avenues  Sewer  Replacement"  to  replace  existing  12- 
inch  and  18-inch  diameter  ISP  and  12-inch  diameter  VCP  sewers  with  approximately  670  feet  of  12- 
inch,  680  feet  of  18-inch  and  661  feet  of  21 -inch  diameter  vitrified  clay  pipe  (VCP)  sewers  in 
Twenty-Third  Avenue  from  Lincoln  Way  to  Irving  Street,  Tenth  Avenue  from  Judah  to  Kirkham 
Streets  and  Tenth  Avenue  from  Ortega  to  Pacheco  Streets;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $519,295.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  R&R  Fund,  (Fund 
5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR906);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
Utilities  Engineering  Bureau  Contract  1438N,  "Tenth/Twenty-Third  Avenues  Sewer  Replacement" 
and  authorizes  the  Bureau  of  Engineering  to  advertise  for  bids  for  said  contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  '.IIINF  101997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0183 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Repair  and  Replacement 
Program  to  repair,  replace,  upgrade,  and  renew  facilities  used  in  the  handling  and  treatment  of 
wastewater  throughout  the  City;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering 
Bureau  Contract  Specification  No.  1248N,  "Various  Pump  Stations  Improvements  -  Contract  T\ 
to  upgrade  mechanical,  electrical  and  structural  equipment  and  facilities  at  the  Sunnydale  and 
Tennessee  Street  Pump  Stations;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Repair  and  Replacement  Program  is  categorically  exempt  from 
environmental  review  under  the  state  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  said  Contract  is  $489,395.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  R&R  Fund,  Fund 
5C/CPF/R&R,  FAMIS  Project  #CENRNRR857  now,  therefore,  be  it 

RESOLVED;  That  this  Commission  hereby  approves  the  final  plans  and  specifications 
for  Utilities  Engineering  Bureau  Contract  Specification  No.l248N,  to  upgrade  the  Sunnydale 
and  Tennessee  Street  Pump  Stations,  and  authorizes  the  Bureau  of  Engineering  to  advertise  for 
bids  for  said  Contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  jyf^g.      1  Q  1997 


Secretary,  Public  Utilities  Comrmssion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0184 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  1253N,  "12th  Street  Sewer  Replacement",  to  replace  the  existing  3'x  5'  brick  sewer  with 
approximately  608'  of  36-inch  diameter  reinforced  concrete  pipe  (RCP)  class  IV  sewers  in  12th  Street 
from  Harrison  Street  to  Folsom  Street;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review  under 
the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $232,000.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  Sewer  R&R  Fund  (Fund 
5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR861 );  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Utilities 
Engineering  Bureau  Contract,  I253N,  ''12th  Street  Sewer  Replacement",  to  replace  the  existing  3'x  5' 
brick  sewer  in  12th  Street  from  Harrison  Street  to  Folsom  Street,  and  authorizes  the  Bureau  of 
Engineering  to  advertise  for  bids  for  said  contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  JUNF       ^  ^  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COIMIVIISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.  97-0185 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  sewer  repair  and 
replacement  program  to  replace  structurally  inadequate  sewers;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering 
Bureau  Contract  No.  1432N  to  construct  approximately  473  feet  of  15-inch  vitrified  clay  pipe 
(VCP)  sewer,  480  feet  of  21-inch  vitrified  clay  pipe,  and  three  manholes  in  Post  Street  from 
Divisadero  to  Baker  Streets;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  the  sewer  repair  and  replacement  program  to  be  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $213,530.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  in  the  Repair  &  Replacement  Fund 
(Fund  5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR909);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications 
for  Utilities  Engineering  Bureau  Contract  No.  1432N,  to  construct  sewers  and  manholes  in 
Post  Street  from  Divisadero  to  Baker  Streets,  and  authorizes  the  Bureau  of  Engineering  to 
advertise  for  bids  for  said  contract. 


I  hereby  certify  that  theforegping  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of        JUNb     .1  0  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0186 


WHEREAS,  The  Southeast  Water  Pollution  Control  Plant  was  built  in  1977,  and  the  roofs  of  the 
two  administration  buildings,  Buildings  850  and  930,  at  the  Southeast  Water  Pollution  Control  Plant  have 
leaks  and  need  replacement,  and 

WHEREAS,  repeated  efforts  to  repair  roof  leaks  over  the  last  two  wet  weather  seasons  have 
failed  to  eliminate  leaks  that  disrupt  operations  of  the  administrative  offices  and  the  Southeast  Plant 
Control  Center,  and 

WHEREAS,  the  recommended  reroofing  of  these  two  facilities  has  been  estimated  at  a  cost  of 
$380,  000,  including  project  construction  management  and  contingency,  and 

WHEREAS,  this  contract  will  be  funded  from  the  City's  Clean  Water  Repair  and  Replacement 
Program,  which  funds  repairs  and  renewals  to  facilities  used  in  the  handling  and  treatment  of  wastewater 
throughout  the  City;  and  is  available  from  Clean  Water  Enterprise  Repair  and  Replacement  fund 
5C/CPF/RNR;  now,  therefore,  be  it 

RESOLVED,  the  Commission  authorizes  the  Manager  of  Utilities  Engineering  Bureau  to  expedite 
roof  repair  for  the  Southeast  Water  Pollution  Control  Plant  (SWPCP)  by  1)  approving  the  final  plans  and 
specifications  for  Utilities  Engineering  Bureau  Contract  Specification  No.  1465N  "SEWPCP  Roofing 
Repair  for  Buildmgs  930  &  850"  and  2)  Advertising  the  contract  for  bids 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

'^^^^'■^^  ^/   JUNE     1  Q  1997  


Secretary,  Public  Utilities  Gomfnission 


Oily  ;>r  .<  J   c<=,L..ity  of  Seiii  FrEincist^o 

RESOLUTION  IMO  9  7          O  1  8  V 


WHEREAS,  the  Public  Utilities  Commission  Revolving  Fund  authority  supports  the  PUC 
checkmg  accounts,  petty  cash  and  change  funds;  and 

f.u  uYin^^f"^^  ''r^T '  P^^^^^"^'  organization  of  the  PUC  have  impacted  the  administration 
or  the  PUC  revolvmg  funds;  and 

.u  m  WHEREAS  PUC  staff  and  the  Controller  have  developed  revised  rules  and  regulations  governing 
the  PUC  revolvmg  funds  for  consideration  by  the  Commission;  now  therefore  be  it 

RESOLVED,  that  this  Commission  approves  the  rules  and  regulations  governing  the  PUC 
revolvmg  funds  as  proposed  by  the  Controller  and  PUC  staff  and  dated  May,  1997. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 


JUNE    1 0  m 
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Secretary  Public  Utilities  Commission 
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City  and  County  of  San  Francisco 


RESOLUTION  NO  9  7  —  0188 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  the  City  of  Modesto;  and 

WHEREAS,  AT&T  Wireless  Services,  Inc.,  a  Washington  corporation,  has  requested  a 
Lease  for  certain  space  also  known  as  the  license  area  from  the  City  for  the  purpose  of 
installing  twelve  (12)  cellular  antennas  used  in  the  transmission  and  reception  of  radio  commu- 
nication signals,  including  the  installation  of  a  115  foot  underground  conduit  for  Tenant's  coaxial 
cables,  not  to  exceed  one  (1)  foot  in  width;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  Lease  for  certain  space  located  on  Hetch  Hetchy  Parcel  No 
672,  including  Tower  No.  41 8N,  located  at  Prescott  Road  and  Connett  Avenue  in  the  City  of 
Modesto  to  AT&T  Wireless  Services,  Inc.,  a  Washington  corporation,  as  Lessee,  for  the 
purpose  of  installing  twelve  (12)  cellular  antennas  used  in  the  transmission  and  reception  of 
radio  communication  signals,  including  the  installation  of  a  1 1 5  foot  underground  conduit  for 
Tenant's  coaxial  cables,  as  set  forth  in  the  Lease  of  certain  real  property  under  the  jurisdiction 
of  the  Public  Utilities  Commission,  as  shown  on  Exhibit  A  of  the  Lease  commencing  on  the  date 
of  final  approval  and  execution  by  the  Board  of  Supervisors  and  Mayor  and  expiring  ten  (10) 
years  from  the  commencement  date  provided  that  the  Lessee  shall  pay  an  initial  base  rental  of 
$750.00  per  month  in  addition  to  paying  an  annual  license  fee  of  $1 15.00  per  month,  with 
annual  (CPI)  adjustments  on  the  anniversary  of  the  commencement  of  the  Lease  term  and  a 
reappraisal  on  the  fifth  anniversary  of  the  commencement  date  to  determine  the  then  fair 
market  rent  of  similar  sites  in  the  Modesto  market;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Lease. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  J(JNE      1  0  1997 


Secretary,  PublicizftiUtiS  Commission 


^ Lie:;  tj-riLiTiEs  <=<=>iviiviissic:>tsa 

City  and  County  of  San  Francisco 

RESOLUTION  NO  9  7—0  189 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Francisco;  and 

WHEREAS,  The  Pacific  Bell  and  Pacific  Gas  and  Electric  Companies  have  requested  to 
enter  into  a  joint  agreement  for  underground  utility  installations  which  will  include  the  placement 
of  conduit  and  service  boxes  along  Cesar  Chavez  Way  within  the  Permit  Area;  and 

WHEREAS,  This  project  is  a  Rule  20A,  Underground  District  No.  323,  Overhead  to 
Underground  Conversion  Project,  legislated  under  the  City  and  County  of  San  Francisco 
Ordinance  No.  426-96;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  Pacific  Bell  and  Pacific  Gas  and  Electric 
Company,  as  Permittee,  for  the  purpose  of  underground  utility  installations  which  will  include 
placement  of  conduit  and  service  boxes  along  Cesar  Chavez  Way  within  the  Permit  Area 
located  in  San  Francisco,  as  set  forth  in  the  Permit  of  certain  real  property  under  the  jurisdiction 
of  the  Public  Utilities  Commission,  as  shown  on  Exhibit  B  of  the  Permit,  commencing  upon 
authorization  and  approval  of  said  permit  by  Commission  and  expiring  upon  the  earlier  of(i)  the 
jurisdictional  transfer  set  forth  in  Paragraph  2(c)  of  the  Permit  or  (ii)  oral  or  written  notice  from 
City  revoking  this  Permit;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUNE       1  0  19R7 


Secretary,  Public  Utilities  Commission 


■  ffw  I  s  s  ■  <z>  rot 


City  artci  County  of  San  FranoiE 

RESOLUTION  NO  97  —  0190 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Alameda  County;  and 

WHEREAS,  The  City  of  Fremont  has  requested  to  enter  into  an  agreement  for  under- 
grounding  utility  installations  which  include  placement  of  electrical  conduits,  CATV  conduits, 
and  telephone  conduits  within  the  Permit  Area;  and 


WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  and 

WHEREAS,  This  project  is  a  Rule  20A,  Overhead  to  Underground  Conversion  Project; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  the  City  of  Fremont,  as  Permittee,  for  the 
purpose  of  undergrounding  utility  installations  which  will  include  placement  of  electrical 
conduits,  CATV  conduits  and  telephone  conduits  within  the  Permit  Area  located  in  Fremont, 
Alameda  County,  as  set  forth  in  the  Permit  of  certain  real  property  under  the  jurisdiction  of  the 
Public  Utilities  Commission,  as  shown  on  Exhibit  B  of  the  Permit,  commencing  upon  authoriza- 
tion and  approval  of  said  permit  by  Commission  and  expiring  upon  oral  or  written  notice  from 
City  revoking  this  Permit;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUf^g      1  q  ^997 


Secretary,  Public  Utilities  Commission 


City  ancd  County  of  San  F^rancisco 

RESOLUTION  NO  9  7  —  0191 


WHEREAS,  On  February  20,  1997,  the  State  Water  Resources  Control  Board  approved  Resolu- 
tion No.  97-010,  offering  the  City  and  County  of  San  Francisco  state  revolving  fund  loans  for  the 
following  Clean  Water  Program  projects:  Rankin  Street  Pump  Station  and  Southeast  Water  Pollution 
Control  Plant  Improvements  Contract  "4,"  project  number  C-06-4025-252,  $12.0  million;  Rankin  Street 
Pump  Station  and  Southeast  Water  Pollution  Control  Plant  Improvements  Contract  ^^5,"  project  number 
C-06-4025-260,  $8.3  million;  Islais  Creek  Transport  and  Storage  Facilities  Contract  "B,"  project  number 
C-06-4025-420,  $18.0  million;  Islais  Creek  Transport  and  Storage  Facilities  Contract  "E,''  project  number 
C-06-4025-451,  $1 1.7  million;  and 

WHEREAS,  The  total  loan  amount  is  $50  million,  with  a  repayment  period  of  20  years  at  an 
interest  rate  of  0%,  provided  the  City  and  County  of  San  Francisco  contributes  a  local  match  equal  to  20% 
of  the  loan  amount;  and 


WHEREAS,  The  Clean  Water  Program  can  provide  the  match  from  revenue  bonds  already 
approved  and  expended  for  the  above-referenced  projects;  and 

WHEREAS,  the  proposed  loans  are  by  far  the  most  cost-effective  financing  currently  available  to 
the  Clean  Water  Program,  with  an  effective  interest  rate  of  2.23%;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  acceptance  of  state  revolving  fund  loans  in 
the  amount  of  $50  million  for  the  above-referenced  projects,  with  a  repayment  period  of  20  years  at  an 
interest  rate  of  0%;  and,  be  it  further 

RESOLVED,  That  this  Commission  recommends  that  the  Board  of  Supervisors  adopt  a  resolution 
authorizing  the  acceptance  of  said  loans  for  the  Clean  Water  Program. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUNf  101997 


Secretary,  Public  Utilities  Commission 


ffJBt-IC   UT-ILITIES  OOIVIIN/IISSIOIM 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0192 


WHEREAS,  on  June  2,  1997  legislation  was  introduced  at  the  Board  of  Supervisors  to 
settle  litigation  with  the  Pacific  Gas  &  Electric  Company,  case  entitled  Pacific  Gas  &  Electric 
Company  v.  Citv  and  County,  Superior  Court  Case  No.  969837;  and 

WHEREAS,  in  conjunction  with  the  settlement  of  this  litigation  a  cooperative  partnership 
has  been  established  with  PG&E  for  the  coordination  of  utility  undergrounding  and  related  work; 
and 

WHEREAS,  a  portion  of  the  package  of  agreements  with  PG&E  includes  the  transfer  of 
additional  municipal  load  power  customers  to  Hetch  Hetchy  Water  and  Power  for  long-term 
service,  and  "assigned  customers"  to  HHWP  for  the  pendency  of  the  undergrounding  agreement, 
which  term  is  approximately  4.5  years;  and 

WHEREAS,  as  part  of  the  undergrounding  program  HHWP  will  be  providing 
streetlighting,  which  will  require  budgeting  on  an  annual  basis;  and 

WHEREAS,  to  provide  electric  service  to  the  additional  municipal  load  customers 
additional  resources  will  be  needed,  which  will  require  budgeting  on  a  long-term  basis; 

WHEREAS,  the  Commission  has  reviewed  the  package  of  agreement  and  believes  that  it 
is  in  the  best  interest  of  the  Commission,  its  constituents  and  the  City  to  establish  this 
partnership  with  PG&E,  settle  the  referenced  litigation,  and  increase  HHWP  power  sales; 

NOW,  THEREFORE,  BE  IT  RESOLVED  that  the  General  Manager  is  authorized  and 
the  City  Attorney  is  requested  to  take  any  actions  necessary  to  effectuate  the  settlement  of  the 
referenced  litigation  and  the  execution  of  associated  agreements. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

JUNE     1  0  1997 


Secretary,  Public  Utilities  Commission 
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97-171 


2. 


Roll  Call: 


Present  -  President  E.  Dennis  Normandy.  Vice  President  Victor 
G.  Makras,  Commissioner  Robert  K.  Werbe.  Commissioner 
Frank  L.  Cook.  Commissioner  Ann  Moller  Caen 


3.       Approval  of  Minutes 

Commissioner  Makras  requested  that  the  Minutes  be  amended  on  Page  97-159  to 
reflect  his  comments  that  the  consultants'  presentations  were  severely  different  from 
their  written  reports. 

On  motion  of  Commissioner  Makras,  seconded  by  Commissioner  Caen,  the  Minutes 
of  June  10,  1997  were  approved,  as  amended,  (5-0)  by  unanimous  vote. 


4.  Communications 

No  action  was  taken. 


5.  introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Makras  requested  that  staff  calendar  the  housing  matter  for  the  July 
22,  1 997  meeting  rather  than  the  July  8,  1 997  meeting. 

In  response  to  President  Normandy's  request,  Anson  Moran,  General  Manager  of 
Public  Utilities,  reported  on  the  current  status  of  the  1997/98  budget  request  before 
the  Board  of  Supervisors.  He  said  that  staff  responded  to  questions  regarding  two 
new  positions  in  the  budget. 

Commissioner  Makras  inquired  about  the  $2.7  million  increase  in  the  PUC's 
contribution  to  the  general  fund.  He  asked  how  this  would  be  accomplished.  Mr. 
Moran  replied  that  the  Commission  would  be  asked  to  make  findings  that  the  money 
could  be  transferred  and  the  department's  budget  would  remain  within  the  bounds  of 
prudent  utility  practices  in  meeting  its  obligations. 

Commissioner  Makras  asked  that  Hetch  Hetchy  present  its  list  of  5  percent 
efficiencies  at  the  July  22,  1997  meeting. 

6.  Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 


97-172 


a.  F»ut>lic  Employee  Campaigning 

Burk  Delventhal.  Deputy  City  Attorney,  discussed  the  issue  of  public  employee 
involvement  in  political  campaigning.  He  said  that  there  was  a  body  of  law  which  says 
that  those  who  are  entrusted  with  the  reigns  of  governmental  power  cannot  use  those 
reigns  to  control  the  governmental  process.  The  law  makes  no  distinction  between 
candidate  elections  and  ballot  measure  elections.  It  refers  to  "on  duty"  activities  of 
public  officers  and  employees;  it  does  not  refer  to  the  individual's  "off  duty"  activities. 
The  law  protects  the  individual's  right  to  engage  in  off  duty  activities.  On  off  duty  time, 
an  individual  may  put  together  a  campaign,  raise  money  from  private  sources,  and 
make  partisan  presentations.  On  duty  activities  are  limited  to  providing  a  balanced 
presentation  of  facts  which  avoids  advocating  on  side  or  the  other,  that  is  designed  to 
assist  voters  in  understanding  the  pros  and  cons  so  that  they  may  make  an  informed 
judgment.  He  said  that  public  employees  may:  provide  information  if  requested;  foster 
public  debates  and  invite  the  "for"  and  "anti"  campaigns  to  participate;  sign  a  ballot 
argument  or  make  public  presentations  as  individual  Commissioners  on  their  own  time 
and  using  their  title,  as  long  as  the  public  was  not  misled  to  believe  that  the 
Commissioner  was  speaking  for  the  Commission.  Mr.  Delventhal  said  that  recent 
amendments  to  the  law  prohibit  Commissioners  from  soliciting  contributions  for  a 
campaign  from  people  who  have  permits,  contacts  or  other  entitlements  pending 
before  the  Commission  or  if  a  contract  were  approved  within  the  last  three  months. 

b.  Who  is  the  Bay  Area  Water  Users  Association  (BAWUA)? 

Arthur  Jensen,  General  Manager  of  the  Bay  Area  Water  Users  Association,  used 
electronic  slides  to  describe  the  BAWUA  organization  and  its  membership  who 
purchase  water  from  the  Public  Utilities  Commission  and  provide  water  to  30  Bay  Area 
communities.  He  named  several  large  firms  that  are  located  within  the  BAWUA 
service  area.  He  said  that  the  BAWUA  service  area  is  home  to  63  of  the  top  1 00 
companies  in  the  Bay  Area,  6  of  the  10  largest  software  companies.  17  of  the  largest 
venture  capital  firms,  a  majority  of  the  largest  biotech  firms,  and  provide  25  percent  of 
all  of  the  jobs  in  the  9  Bay  Area  counties.  He  said  that  BAWUA  agencies  buy  two- 
thirds  of  the  City's  water  which  provides  them  with  two-thirds  of  their  water  demand. 

At  2:00  P.M.  Commissioner  Werbe  was  excused. 

c.  Third  Street  Light  Rail  Briefing 

Sue  Olive,  Project  Manager,  Third  Street  Light  Rail  Project,  Public  Transportation 
Commission  (PTC),  described  the  project  which  would  extend  rail  service  from  the 
Caltrain  Bayshore  Station  at  the  San  Mateo/San  Francisco  County  line  northward  into 
the  downtown  area.  She  said  that  there  were  multiple  terminal  options  and  multiple 
locations  under  consideration  for  a  new  Muni  rail  yard  which  is  part  of  this  project. 
The  long  term  alignment  which  is  planned  for  implementation  in  10  to  15  years  would 
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worK  w^t^^  t^-|e  F^LJC  to  resolve  this  issLie.  ^tc^  ^^.^v^*^ 

d.  Contracting  Procedures  -  Next  Steps 

Mr.  Moran  used  electronic  slides  to  present  a  follow  up  to  the  consultants' 
presentations  at  the  June  10,  1997  meeting.  He  pointed  out  that  when  the 
Commission  approves  the  operating  budget  staff  is  authorized  to  hire  new  positions 
and  purchase  materials  and  supplies.  That  is  not  the  case  in  the  area  of  contracting. 
The  authority  is  reserve  to  the  Commission.  He  proposed  that  the  actions  taken  by 
the  Commission  have  standard  meanings,  confer  some  level  of  authority  to  staff  and 
build  upon  prior  actions.  One  illustration  would  be  that  when  the  budget  is  approved 
that  the  Commission  would  grant  the  authority  to  issue  requests  for  proposals.  The 
Commission  would  still  approve  the  award  of  contracts  and  any  amendments. 
Possible  problems  with  this  process  is  that  it  would  eliminate  PUC  review  of  the  work 
scope  and  of  the  minority  and  women  owned  business  goals.  The  Commission  could 
choose  to  design  various  solutions  to  these  situations,  such  as  altering  the  budget 
process,  or  delegating  the  responsibility  to  staff  or  to  the  Purchaser  and  the 
Administrator.  He  said  that  staff  would  propose  a  series  of  standard  decision  types 
and  definitions  of  authority  that  should  be  conferred  at  the  various  steps  of  the 
process.  This  would  be  presented  at  the  first  meeting  in  August.  He  said  that 
centralizing  the  contracting  organization  was  well  undenA/ay  and  would  be  in  effect  on 
July  1.  1997.  Mr.  Moran  described  the  following  types  of  contracts:  standard  contract 
for  a  specific  scope  of  work;  as  needed  contracts;  phased  contracts  for  multi-year 
projects;  and  ongoing  contracts,  which  are  intended  to  be  renewed,  such  as  litigation 
contracts.  A  more  detailed  definition  would  be  presented  to  the  Commission  in 
August.  Regarding  new  procedures  for  contractor  selection,  he  said  that  staff  would 
present  those  procedures  at  the  first  meeting  in  September. 

Commissioner  Makras  commented  that  he  was  surprised  to  hear  that  the  Commission 
wanted  to  do  less  review  of  contracts.  It  was  his  opinion  that  after  receiving  the 
consultants'  reports  that  the  Commission  should  become  more  involved  in  oversight  of 
contracting  procedures.  He  wanted  to  know  what  would  be  done  about  the  backlog  or 
logjam  before  going  forward.  Regarding  budgeting,  he  suggested  that  when  money  is 
budgeted  for  a  project  and  it  is  not  spent  within  the  budget  year,  that  the  money  would 
be  returned  to  the  pot  and  the  project  reconsidered. 

President  Normandy  said  that  he  would  like  to  continue  to  see  the  contracts  but  in  a 
different  manner.  He  suggested  beginning  with  the  budget  process  which  identifies 
the  funding  level  and  then  identifies  how  the  money  would  be  spent.  He  suggested 
determining  the  classification  of  contracts  and  the  rules  that  bind  within  those 
classifications.  He  suggested  that  staff  include  more  of  the  perspective  for  each  item, 
the  background,  and  the  process  that  preceded  this  decision  point. 
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/VJichae/  Johnson.  Consultant  for  the  Airport  Surety  Bond  Program    descritoed  the 
program  and  said  that  it  was  geared  to  assist  small  and  emerging  contractors  in 
Obtaining  bid.  performance  and  payment  bonds  and  financing  at  the  Airport.  Since 
December  1994.  the  program  has  written  approximately  $40  million  in  bid  bond 
guarantees  and  $12  million  in  final  bonds.  He  said  that  the  program  would  be 
expanded  citywide,  which  would  include  the  PUC.  The  program  focuses  on  the 
contractor's  character,  their  capacity  to  do  the  job,  and  providing  them  with  access  to 
capital.  The  Airport  had  cultivated  a  bondable  and  bankable  pool  of  contractors  who 
would  be  available  for  PUC  contracts. 

8.  Public  Comments 

There  were  no  public  comments. 

REGULAR 

9.  Establishing  a  policy  to  encourage  small  business  participation  in  PUC  construction, 
professional  services,  other  services  and  supply  contracts. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  9, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0193:    Setting  internal  objectives  to  increase  prime  contracting 

participation  by  small  and  emerging  businesses  by  50% 
over  current  fiscal  years  participation  for  all  contracts 
commencing  fiscal  year  1997-1998  until  parity  with  the 
City-wide  goals  are  achieved;  and  directing  staff  to 
implement  outreach  procedures,  implement  technical 
assistance  programs,  and  to  streamline  bureaucratic 
procedures. 

10.  Endorsing  the  submission  of  two  bond  measures  to  the  voters  of  San  Francisco  at  the 
November  1997  election. 

Moved  by  President  Normandy,  seconded  by  Commissioner  Caen,  to  adopt  Item  10, 
passed  (4-0)  unanimously. 

Resolution  No.  97-01 94     Endorsing  the  submission  of  two  bond  measures  to  the 

voters  of  San  Francisco  at  the  November  1997  election: 
$147  Million  Safe  Drinking  Water  Bonds  and  $157  Million 
Water  System  Reliability  and  Seismic  Improvement  Bonds. 
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Mr.  Moran  stated  that  following  the  last  meeting  on  the  grazing  issue,  the  direction 
was  for  staff  to  proceed  to  take  a  risk  management  approach  as  outlined  in  the 
Hazard  Analysis  of  Critical  Control  Points  (HACCP)  Program  and  the  information  from 
staff  that  it  may  be  possible  to  eliminate  the  primary  element  of  risk  by  eliminating 
calves  during  their  first  4  months.  Mr.  Moran  described  the  issues  which  arose  during 
the  development  of  a  management  plan. 

He  said  that  to  eliminate  calves  would  result  in  a  "stocker"  operation  where  cows  with 
their  calves  would  be  removed  from  the  watershed  and  new  cattle  (stockers)  would  be 
brought  in  to  graze  so  as  to  fatten  them  for  sale.  He  said  that  the  stocker  cattle  may 
not  meet  the  department's  needs  for  protecting  the  watershed.  Staff  looked  into  the 
cow/calf  type  of  operation  to  see  if  it  could  be  managed  in  a  way  to  minimize  the 
impact  of  the  presence  of  calves  on  the  watershed.  Management  measures 
considered  were:  control  of  their  location  on  the  watershed  by  fencing;  control  of 
conception  in  relationship  to  young  calves  on  the  watershed  during  the  runoff  season; 
and  control  of  the  length  of  time  for  breeding.  This  information  was  developed  with 
the  grazers. 

Edward  Stewart,  Watershed  Manager,  used  electronic  slides  to  present  various 
options  and  different  calving  times.  The  staff  recommendation  was  option  2B,  Early 
Fall  Calving  Operation. 

President  Normandy  requested  that  staff  prepare  a  management  plan  that  would 
assure  the  Commission  that  its  implementation  would  put  the  at  risk  population  at  an 
absolute  minimum  risk  of  Cryptosporidium  contamination,  that  the  Commission  would 
not  do  damage  to  the  City  by  either  having  to  establish  or  fund  vegetation  and  fire 
management  programs  and  would  allow  for  the  continuation  of  leases  in  a  controlled 
fashion. 

Commissioner  Caen  requested  that  the  report  contain  the  amount  of  fencing  that 
would  be  required  and  who  would  pay  the  cost. 

Commissioner  Makras  said  that  he  would  like  to  see  the  fencing  over  the  ridge  from 
the  reservoir.  Mr.  Moran  replied  that  that  would  not  always  be  possible.  He  said  that 
a  specific  fencing  plan  had  been  developed  by  staff. 

Ray  Budzinski,  Range  Management  Specialist  for  the  East  Bay  Regional  Park  District, 
spoke  in  support  of  grazing  and  said  that  the  Park  District  maintains  grazing  on  50.000 
acres  of  its  land  and  leases  3,000  acres  of  Water  Department  land  for  grazing. 

Sheila  Barry,  representing  the  Alameda  County  Resources  Conservation  District, 
urged  adoption  of  the  staff  recommendation.  She  stated  that  if  the  department  were 
to  change  to  a  stocker  or  dairy  operation  more  cattle  would  graze  during  the  wet 
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Tony  Leone.  AIDS  Action  Director  for  the  Alice  B.  "Toklas  Lesbian  &  Gay  Democratic 
Club,  expressed  the  foflowing  concerns.    He  supported  getting  cows  and  other 
animals  out  of  the  water.   He  said  that  the  department  needs  to  move  toward  removal 
of  the  feral  pig  population  and  rodents.  He  suggested  that  fencing  should  be  strong 
enough  to  keep  out  wild  elk.  developed  water  should  be  available  for  the  animals  to 
keep  them  away  from  streams,  and  that  the  no  cattle  zone  should  be  wide  enough  to 
prevent  animal  waste  from  washing  into  streams. 

Commissioner  Makras  asked  whether  Mr.  Leone  would  sign-on  to  plan  2B.  He  replied 
that  it  seemed  the  most  "do-able"  plan  if  his  concerns  are  adequately  addressed. 
President  Normandy  stated  that  it  would  be  impossible  to  have  zero  risk  and  he  was 
glad  to  hear  that  plan  2B  seems  to  be  something  that  approaches  do-able  and  with  a 
few  modifications  added,  might  be  something  that  we  could  all  live  with.  Mr.  Leone 
responded  affirmatively. 

Nancy  Richardson,  representing  the  Santa  Clara  County  Farm  Bureau,  stated  that  she 
appreciated  the  PUC  taking  a  leadership  role  in  developing  this  plan.  She  supported 
option  2B,  the  cow/calf  plan. 

Mr.  Stewart  stated  that  staff  had  focused  on  the  San  Antonio  Reservoir  area  in 
developing  this  plan  and  would  expand  it  to  the  entire  watershed  in  the  development 
of  the  management  plan. 

This  matter  was  continued  for  staff  to  develop  a  management  plan. 


12.  Approving  Modification  No.  5  to  Contract  with  Business  Development  Inc.  for  the 
services  of  an  Odor  Control  Specialist. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  12, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0195     Approving  Modification  No.  5  to  Contract  No.  CTPW#90- 

36598  with  Business  Development  Inc.  increasing  the 
contract  amount  by  $58,703  and  extending  the  contract 
period  for  the  services  of  an  Odor  Control  Specialist  from 
January  1,  1997  to  June  30,  1997. 

13.  Approving  the  final  plans  and  specifications  for  San  Francisco  Water  Department 
Contract  WD-2209,  8-Inch  Ductile  Iron  Main  Installation  in  Cortland  Avenue  between 
Mission  Street  and  Bayshore  Boulevard. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  adopt  Item  13, 
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Approving  the  rinal  plains  and  specifications  for  San 
Francisco  Water  Department  Contract  WD-2209.  8-\nch 
Ductile  Iron  Main  Installation  in  Cortland  Avenue  between 
Mission  Street  and  Bayshore  Boulevard;  and  authorizing 
the  Utilities  Engineering  Bureau  to  advertise  for  proposals 


14.  Approving  the  final  plans  and  specifications  for  San  Francisco  Water  Department 
Contract  WD-2225,  Valving  and  Chlorination/Dechlorination  Systems  at  San  Antonio 
Pump  Station  as  amended;  and  awarding  the  contract  to  Schram  Construction,  Inc. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook  to  adopt  Item  14, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0197     Approving  the  final  plans  and  specifications  for  San 

Francisco  Water  Department  Contract  WD-2225,  Valving 
and  Chlorination/Dechlorination  Systems  at  San  Antonio 
Pump  Station  as  amended;  and  awarding  the  contract  to 
Schram  Construction,  Inc.,  as  the  lowest  responsive 
bidder. 

1 5.  Authorizing  the  Manager  of  Systems  Planning  and  Regulatory  Compliance  to 
negotiate  and  execute  an  agreement  with  CH2M  Hill/AGS.  Inc.,  a  joint  venture,  to 
provide  professional  services  associated  with  implementation  of  the  Groundwater 
Master  Plan  at  a  cost  not  to  exceed  $650,000.  (Continued  from  the  meeting  of  June 
10,  1997.) 

Commissioner  Caen  questioned  the  overall  cost  of  the  project  and  noted  that 
according  to  the  comparison  of  rates,  Sierra  Environmental  Services  appeared  to  have 
lower  rates.  Steven  Ritchie,  Manager  of  the  Bureau  of  System  Planning  and 
Regulatory  Compliance,  identified  the  cost  allotted  for  each  of  the  major  tasks.  He 
said  that  $175,000  would  be  for  as  needed  technical  support. 

Commissioner  Makras  questioned  the  need  for  contracting  for  $175,000  that  is  not 
slated  to  be  spent  and  the  need  for  a  1 ,000  foot  deep  well.  Mr.  Ritchie  replied  that  the 
money  would  be  spent  for  the  services  of  an  hydrologist  which  may  cost  from 
$125,000  to  $175,000.  The  deep  well  is  needed  to  identify  the  depth  of  salt  water 
intrusion  because  salt  water  is  heavier  than  fresh  water. 

Emeric  Kalman  spoke  in  opposition  to  the  contract.  He  stated  that  the  master  plan 
was  in  environmental  review.  He  said  that  we  cannot  extract  more  water  from  Lake 
Merced  and  other  lakes  because  our  lakes  are  at  an  historically  low  level  due  to  leaks 
in  the  water  table.  He  asked  the  Commission  to  investigate  why  so  much  money  had 
been  spent  on  the  groundwater  project.  He  said  that  the  Board  of  Supervisors' 
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On  motion  by  President  Normandy,  seconded  by  Commissioner  Makras.  this  item 
continued  to  a  date  uncertain. 


Mr.  Moran  said  that  there  appeared  to  be  doubt  about  the  groundwater  program. 
Commissioner  Caen  and  Commissioner  Makras  said  that  it  was  a  concern  of  theirs. 
Commissioner  Caen  pointed  out  that  $2,500,000  had  been  spent  to  date. 
Commissioner  Makras  noted  that  it  had  been  6  years  since  this  program  began  during 
the  drought.  He  questioned  whether  we  should  continue  the  program. 


16.  Authorizing  the  General  Manager  of  Public  Utilities  to  request  the  Director  of  Property 
to  prepare  and  submit  legislation  to  the  Board  of  Supervisors  to  accommodate  the 
Grant  of  Easement  of  approximately  98.8  square  feet  of  PUC  land  to  Pacific  Gas  & 
Electric  (PG&E). 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
16,  passed  (4-0)  unanimously. 

Resolution  No.  97-0198     Authorizing  the  General  Manager  of  Public  Utilities  to 

request  the  Director  of  Property  to  prepare  and  submit 
legislation  to  the  Board  of  Supervisors  to  accommodate  the 
Grant  of  Easement  of  approximately  98.8  square  feet  of 
PUC  land  to  Pacific  Gas  &  Electric  (PG&E)  for  the  purpose 
of  relocating  and  upgrading  certain  utilities  owned  by 
PG&E  into  an  underground  vault  located  at  the  Southeast 
Treatment  Plant  at  750  Phelps  Street  in  San  Francisco. 

17.  Authorizing  the  General  Manager  of  Public  Utilities  to  request  the  Director  of  Property 
to  prepare  and  submit  legislation  to  the  Board  of  Supervisors  to  accommodate  the 
vacation  of  a  portion  of  a  sewer  and  public  utility  easement  comprising  approximately 
3,826  sq.  ft.  of  PUC  land  located  in  the  former  Octavia  Street  between  Post  Street  and 
Geary  Boulevard  and  to  quitclaim  same  to  Northern  California  Presbyterian  Homes 
and  Services  (NCPHS)  for  the  sum  of  $175,000.00. 

Commissioner  Makras  moved  to  continue  this  item  for  more  information  on  the  fair 
market  value  of  the  property,  seconded  by  Commissioner  Caen.  This  item  was 
continued  to  July  22,  1997  by  unanimous  vote  (4-0). 
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Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  no  public  comments. 


19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen  to  assert  the 
attorney-client  privilege  regarding  the  matters  listed  below  as  Conference  with  Legal 
Counsel,  passed  (4-0)  unanimously. 

The  Public  Utilities  Commission  met  in  Closed  Session  from  5:05  p.m.  to  5:30  p.m.  to  discuss 
the  following  matters: 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956. 9(b)(c): 

Anticipated  Litigation:        As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water  Department 
property  on  Bernal  Avenue  in  Alameda  County. 

No  action  was  taken  on  Item  20. 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:  Thomas  R.  McAfee  v.  City  and  County  of  San  Francisco 

Claim  Number  95-04163 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  approve 
settlement  of  the  claim;  passed  (4-0)  unanimously 

Resolution  No.  97-0199     Recommending  that  the  Board  of  Supervisors  settle  the 

claim  of  Thomas  R.  McAfee  v.  City  and  County  of  San 
Francisco  Claim  Number  95-04163. 

President  Normandy  was  excused  at  5:15  p.m. 
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22.  Conference  w.tM   Legal  Counsel  -  F-ursuant  to  <3oN/ernment  Code  SecV.on  S'^QSS.QC^) 

Existing  Litigation:  California  Trout  v.  City  and  County  of  San  Francisco 

No  action  was  taken  on  Item  22. 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a); 

Existing  Litigation:    1)       Bay  Delta  Hearings  before  the  State  Water  Resources 

Control  Board. 

2)  Electric  Restructuring  Hearings  before  the  California  Public 
Utilities  Commission. 

3)  Electric  Restructuring  Hearings  before  the  Federal  Energy 
Regulatory  Commission. 

No  action  was  taken  on  item  23. 
The  Public  Utilities  Commission  reconvened  in  public  session  at  5:30  p.m. 

24.  Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken  during  the 
Closed  Session. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  not  to  disclose  the 
discussion  during  the  Closed  Session;  passed  (3-0)  unanimously. 

Thereupon,  the  meeting  was  adjourned:  5:31  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.  9  7  "  0  1  9  3 


WHEREAS,  the  Public  Utilities  Commission  is  committed  to  improve,  encourage,  enhance  and 
maximize  participation  by  small  and  emerging  businesses,  including  but  not  limited  to,  minority  owned 
business  enterprises  (MBE)  and  women  owned  business  enterprises  (WBE)  in  all  PUC  construction  and 
professional  services  contracts;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the  historic  and  economic  impediments  that 
discourage  participation  by  these  firms  in  competing  for  PUC  contracts  which  are  standard,  annual  and 
anticipate,  as  well  as  for  special  long-term  capital  projects,  and  for  professional  services  contracts;  and 

WHEREAS,  the  three  Year  trend  data  indicates  that  for  prime  contractors  on  construction  contracts, 
there  is  a  steady  increase  in  MBE  participation  and  significant  increase  in  WBE  participation  and  compliance 
with  City-wide  goals  but  the  PUC  fails  to  meet  goals  for  MBE  participation,  and  more  can  be  done  to  increase 
participation  to  reach  current  City-wide  goals;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the  various  policy,  outreach/technical 
assistance  and  bureaucratic  process  factors  that  limit  or  impede  participation  by  small  and  emerging 
businesses  in  competing  successfully  for  PUC  contracts;  and 

THEREFORE,  it  is  resolved,  that  based  on  fmdings  and  recommendations  from  staff  the  Public 
Utilities  Commission  strongly  resolves  to  set  internal  objectives  to  increase  prime  contracting  participation  by 
small  and  emerging  businesses  by  50%  over  current  fiscal  years  participation  for  all  contracts,  commencing 
fiscal  year  1997  -  1998.  Staff  will  also  continue  with  this  effort  in  subsequent  fiscal  years  until  parity  with  the 
City-wide  goals  are  achieved.  This  increase  should  also  allow  flexibility  in  regards  to  the  percentage 
availability  of  small  and  emerging  business  entities  certified  by  the  Human  Rights  Commission  (HRC);  and 
let  it  be  further 

RESOLVED,  that  the  Public  Utilities  Commission  staff  work  immediately  to  expand  implement  new 
outreach  procedures  to  improve  outreach  with  current  and  potential  contractors  by 

1.  Centralizing  PUC's  contracting  unit  which  would  consolidate  and  expand  methods  of 
advertisement  on  all  PUC  bid  and  contracting  opportunities,  with  annual  support  in  the 
departments  overhead  budget. 

2.  Conducting  bi-weekly  meetings  in  partnership  with  the  Human  Rights  Commission  to  gather 
information  on  incentives  and  disincentives  m  competing  for  PUC's  construction  and 
professional  services  contracts.  The  meetings  will  also  target  firms  that  have  not  been 
successful  competing  for  PUC  contracts,  and  troubleshoot  the  specific  issues  that  affect  their 
participation.  The  meetings  will  encourage  partnering  and  mentoring  relationships  with 
experienced  firms.  The  results  from  these  meetings  will  be  used  to  develop  new  programs  and 
augment  existing  ones. 
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3.  XracJc     contract     finaxicial     and     demograpKic     status     and     provide     monxhly      and  auartcrVv 

performajice  data  to  PUC  Management  and  Commission  on  dollars  paid-to-date  to  both  prime 
contractors  and  sub-contractors,  and  their  HRC  certification  status.  This  tracking  information 
shall  be  shared  with  HRC  staff. 

4.         Pre-qualify  available,  willing  and  able  sub -contractors  to  become  part  of  a  pool  for  selection  by 

prime  contractors  bidding  for  PUC  construction  contracts.    Promote  the  use  of  this  pool 

through  bid  advertisements  and  contracts  specification. 


Staff  will  also  implement  new  technical  assistance  programs  that  assist  small  and  emerging  business 
entities.  These  are; 

1.  Participation  in  the  new  aimual  City-wdde  Surety  Bond  Program  administered  through 
HRC.  This  includes  the  $65,000.00  cost  for  entering  into  the  City-wide  bond  pool  to 
lessen  the  financial  risk  and  provide  incentive  for  small  less  experienced  firms  to 
compete  for  PUC's  construction  contracts.  Risk  limits  are  40%  of  the  contract  value  of 
$750,000.00,  whichever  is  less.  Additional  services  are  provided. 

2.  When  available  and  cost  effective,  purchase  policies  under  the  City's  new  Small 
Business  Insurance  Master  Policy  Program.  This  program  will  cover  general  liability, 
workers  compensation,  access  auto  liability,  and  professional  liability  thereby  assisting 
small  emerging  engineering  and  architectural  firms  to  comply  with  the  City's  typical 
insurance  requirements.  Policies  are  to  be  purchased  for  each  PUC  large-scale,  multi- 
year  capital  project;  and  let  it  be  further 

RESOLVED,  that  the  Public  Utilities  Commission  staff  streamline  bureaucratic  processes  to 
encourage  participation  by  small  and  emerging  business  in  PUC  contracts.  This  includes  process  efficiencies 
to  expedite  the  contract  awards  process,  and  strategies  to  improve  prompt  payment  including; 

1.  Automate  contractor/sub-contractor  licensing  verification  in  the  contract  awards  process. 

2.  Expedite  payments  of  all  construction  and  professional  services  contract  invoices  to  a  period  of 
no  more  than  15  days  from  receipt.  This  process  will  be  included  in  each  contract  document. 
Require  sub-contractor  payments  to  within  10  days  of  receipt  of  check. 

3.  Single  step  approval  for  informal  (under  $50,000)  construction  contracts  progress  payments; 
and  informal  (under  $10,000)  professional  services  contract  payments. 

4.  Automated  payment  processing  through  an  electronic  system  of  contract  payments,  which 
expedites  the  transit  time  of  contract  invoices  from  approval  to  actual  receipt  of  payment;  and 
let  it  be  further 

RESOLVED,  that  the  Commissions  Policy  Statement,  directs  staff  toward  outreach/technical 
assistance  measures,  and  recommendations  for  streamlined  bureaucratic  procedures  are  written  with  a  sincere 
intent  to  improve  business  practices  with  all  business  entities  that  contract  with  the  Public  Utilities 
Commission. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of  

JUNE     24  1997 
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^ UTILITIES  COMIWIISSIOIsi 

City  and  County  of  San  Francisco 

RESOLUTION  9  7-0194 

NO. 


WHEREAS,  in  October,  1989,  the  Loma  Prieta  earthquake  served  as  a  potent  reminder  of  the 
water  supply  system's  vulnerability  to  seismic  events;  and 

WHEREAS,  in  the  spring  of  1995,  torrential  rains  resulted  in  water  treatment  violations 
which  served  as  a  wake  up  call  for  needed  improvements  to  aging  water  treatment  facilities  resulting 
in  the  California  Department  of  Health  services  issuing  an  Order  requiring  various  improvements;  and 

WHEREAS,  the  Public  Utilities  Commission  requested  staff  to  prepare  a  multi  year  Capital 
improvement  Program  for  water  supply,  treatment  and  delivery  systems,  to  address  deferred 
maintenance  as  well  as  seismic,  water  quality  and  treatment  improvements,  and  replacement  of 
aging  infrastructure;  and 

WHEREAS,  during  the  1996/97  fiscal  year  the  Commission  reordered  its  cash  reserves  to  fund 
this  year's  capital  program  without  rate  increase;  and 

WHEREAS,  it  staff  has  been  working  with  the  Mayor's  Office,  members  of  the  Commission  and 
concerned  citizens  in  order  to  determine  the  best  way  of  bringing  requests  for  additional  debt 
authority  to  the  voters;  and 

WHEREAS,  it  has  been  determined  that  the  most  urgent  and  ready  projects  be  grouped  into  two 
bond  measures  for  the  November,  1997  ballot;  now  therefore  be  it 

RESOLVED,  that  this  Commission  supports  the  submission  of  two  bond  measures  to  the  voters  of 
San  Francisco  at  this  November's  election;  $147  million  Safe  Drinking  Water  Bonds  and  $157  million 
Water  System  Reliability  and  Seismic  Improvement  Bonds. 


hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  •     JUNE       24  1997 


Secretary,  Public  Utilities  Commission 


^ '  •       uJTrii_n-iEs      <s> ivi i s s. i <^j. i-^ 

City  and  County  of  San  Francisoo 

97-0  195 

RESOLUTION  NO 


WHEREAS,  The  City's  wastewater  collection  and  treatment  facilities  under  the  Clean  Water  Program, 
operated  under  the  Bureau  of  Water  Pollution  Control  and  Bureau  of  Street  and  Sewer  Repair  consist  of 
sewers,  transport  storage  structures,  pumping  stations  and  treatment  plants;  and 

WHEREAS,  Odor  often  results  from  seasonal  temperature  variations,  build-up  of  debris  within  the 
sewers,  treatment  plant  process  or  equipment  problems;  and 

WHEREAS,  The  Odor  Control  Program  was  established  in  1994  to  identify  and  resolve  odor 
problems  for  the  city's  wastewater  collection  and  treatment  facilities,  schedule  any  necessary  sewer 
repairs  and/or  cleaning,  identify  needed  improvements  to  the  wastewater  treatment  facilities  and  provide  a 
proactive  means  of  community  involvement  for  quality  assurance  and  control  of  wastewater  facilities;  and 

WHEREAS,  The  funding  needed  for  this  contract  modification  is  available  from  the  Clean  Water 
Operations  Budget  in  the  amount  of  $58,703;  and 

RESOLVED,  that  the  Commission  hereby  approves  modification  #5  to  CTPW  #90-36598  for 
Business  Development  Inc.  increasing  the  amount  of  contract  by  $58,703.  This  modification  extends  the 
contract  period  for  the  services  of  an  Odor  Control  Specialist  from  1/1/97  to  6/30/97. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  ^_    ;^UNE       24  1997 


Secretary,  Public  Utilities  Commission 


F^'UBLic;  Li-rii_i-riES  goiviiviissioim 

Oity  and  County  of  San  Francisco 


97-0196 

RESOLUTION  NO.  

WHEREAS,  The  San  Francisco  Water  Department  has  a  Water  Main  Replacement  Program  to 
provide  for  systematic  replacement  of  mains  over  time  with  new  ductile  iron  mains  to  reduce  the  water 
distribution  system's  vulnerability  to  future  earthquakes,  provide  better  flow  and  pressure,  and  improve 
water  quality,  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  San  Francisco  Water  Department 
Contract  WD-2209,  8-Inch  Ductile  Iron  Main  Installation  in  Cortland  Avenue  between  Mission  Street  and 
Bayshore  Boulevard,  which  Contract  is  an  integral  part  of  the  Main  Replacement  Program,  and 

WHEREAS,  The  Department  of  City  Planning  OflFice  of  Environmental  Review  has  determined  the 
Main  Replacement  Program  to  be  categorically  exempt  from  environmental  review  as  a  Class  1(b)  Project 
under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act,  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  multi-year  capital  project  CUW-870, 
Main  Replacement  Program  (In  City),  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  San 
Francisco  Water  Department  Contract  No.  WD-2209,  8-Inch  Ductile  Iron  Main  Installation  in  Cortland 
Avenue  between  Mission  Street  and  Bayshore  Boulevard,  and  authorizes  the  Utilities  Engineering  Bureau 
to  advertise  for  bids  for  said  Contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubhc  UtiUties  Commission  at  its 

meeting  of  JUNE      24  1997 


Secretary,  Public  Utilities  Commission 


UTILITIES  CZ:C=>IVIIV>IS51c:>rvl 

City  and  County  of  S=»n  Francisco 


97-0197 


RESOLUTION  NO 


WHEREAS,  By  adoption  of  Resolution  No.  97-0097  on  April  8,  1997,  the  Commission  approved 
final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department  Contract  No. 
WD2225,  Valving  and  Chlorination/Dechlorination  Systems  at  San  Antonio  Pump  Station;  and 

WHEREAS,  The  Contract  was  amended  to  provide  further  work  on  the  grounds  of  the  San 
Antonio  Pump  Station  consisting  of  installation  of  a  throttling  valve  on  Alameda  Siphon  No.  2;  and 

WHEREAS,  Three  bids  for  this  work,  ranging  from  $1,520,228.00  to  $2,350,030.00,  were 
received  and  publicly  opened  on  May  14,  1997;  and 

WHEREAS,  The  PUC  Office  of  Contract  Compliance  has  determined  that  Schram  Construction, 
Inc.  is  the  lowest  responsive  bidder;  and 

WHEREAS,  Funds  for  the  Contract  are  available  in  projects  CUW166,  Reservoir  Discharge 
Treatment  Facilities,  and  CUW135,  New  Line  and  Bypass  Valves,  and  will  be  available  in  the  Fiscal  Year 
97/98  budget  for  project  CUW178,  San  Antonio  Pump  Station  Valving;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  awards  San  Francisco  Water  Department  Contract  No. 
WD2225,  Valving  and  Chlorination/Dechlorination  Systems  at  San  Antonio  Pump  Station,  to  Schram 
Construction,  Inc.  as  the  lowest  responsive  bidder. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  Ml      24  1997 


Secretary,  Public  Utilities  Commission 


'      I    '  i  <  i  ;    ,1   .  .1     *   r   I  ^  s    c=        f\/l  W\n  t  S  S  t  <^  In* 

C^ily   ^ituJ  (_^. utility  of  San  FranciscLo 

9  7  —  n  1  Q  « 

RESOLUTION  NO  v  x  C7  o 


WHEREAS,  The  City  and  County  of  San  Francisco  is  undertaking  certain  improvements 
at  the  Southeast  Treatment  Plant  which  requires  the  relocation  and  upgrade  of  certain  utilities 
owned  by  PG&E;  and 

WHEREAS,  The  PG&E  has  agreed  to  relocate  and  upgrade  its  utilities  into  an 
underground  vault  located  on  a  portion  of  land  under  the  jurisdiction  of  the  PUC;  and 

WHEREAS,  The  PUC  has  agreed  to  a  Grant  of  Easement  to  PG&E  for  the  relocation  of 
certain  utilities;  and 

WHEREAS.  The  PG&E  has  agreed  to  relocate,  upgrade  and  maintain  its  utilities  on  PUC 
lands  in  exchange  for  a  Grant  of  Easement;  and 

WHEREAS,  The  Department  of  City  Planning  has  agreed  that  the  Grant  of  Easement  is 
in  conformity  with  the  Master  Plan;  and 

WHEREAS,  The  Department  of  City  Planning  has  determined  that  the  proposed  Grant  of 
Easement  is  categorically  exempt  from  Environmental  Review  under  California  Environmental 
Review  Guidelines;  and 

WHEREAS,  The  Real  Estate  Department  has  determined  that  the  value  of  the  easement 
is  nominal  and  that  there  should  be  no  cost  to  PG&E  for  the  Grant  of  Easement;  now  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  Grant  of  Easement  to 
PG&E  and  authorizes  the  General  Manager  of  the  Public  Utilities  Commission  to  request  the 
Director  of  Property  to  prepare  and  submit  the  necessary  legislation  to  the  Board  of  Supervisors 
to  convey  the  Easement  to  PG&E  at  no  cost. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  H   'JUNE      24  1997 


Secretary,  Public  Utilities  Commission 


^  t_  v      ^inci     Couirity     of      Ssin         ir     n     i  s  c  o 

97-0199 

RESOLUTION  NO 


RESOLVED,  That  on  recommendation  of  the  General  Manager  of  the  PubHc  Utilities 
Commission,  and  the  City  Attorney,  this  Commission  hereby  recommends  that  the  Board  of 
Supervisors  resolve  and  settle  the  claim  listed  below  on  the  terms  specified  below. 


Case  Name  Case  Number  Amount 


McAfee,  Thomas  Non-litigated  $  1 0,000 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

JUNE     24  1997 


Secretary,    Public  Utilities  CortStnission 
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97-182 


2. 


Roll  Call. 


Present  -  President  E.  Dennis  Normandy.  Commissioner  Frank 
L.  Cook,  Commissioner  Ann  Moller  Caen 


Vice  President  Victor  G.  Makras  arrived  at  3:20  P.M.  during  the 
discussion  of  the  Closed  Session  agenda. 

Commissioner  Robert  K.  Werbe  was  excused. 


3.       Approval  of  Minutes 

On  motion  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  the  Minutes 
of  the  Regular  Meeting  of  June  24,  1997,  were  approved  (3-0)  by  unanimous  vote. 


4.  Communications 

No  action  was  taken. 


5.       Introduction  of  Old/Ongoing  Business  by  Commissioners 
No  action  was  taken. 


6.       Introduction  of  New  Business  by  Commissioners 

President  Normandy  directed  staff  to  calendar  the  issue  of  night  lights  at  the  Crystal 
Springs  Golf  Course  at  the  next  Commission  meeting.   He  stated  that  he  would  like 
staff  to  report  to  the  Commission  regarding  the  potential  problems  of  night  lights  in 
relation  to  the  Grant  of  Scenic  Easement. 


7.       Report  of  the  General  Manager 

a.       Budget  Update 

Anson  B.  Moran,  General  Manager  of  Public  Utilities,  reported  that  the  Public 
Utilities  Commission  budget  for  FY  97-98  passed  successfully  at  the  Board  of 
Supervisors  Finance  Committee.  He  said  the  Committee  made  no  changes 
in  the  programmatic  budget. 


97-183 


\/\/(tfi   rospz>«B-ot  to  ^ward  of  contractual  ser-s/ices.  tt-ie   f-insinces  C:omm\«ee 

requested  F*UC  to  report  how  our  contrsctors  were  selected,  to  whom  were 
the  contracts  awarded  and  how  the  MBEAA/BE  objectives  were  met. 

b.        Moccasin  Administration  HVAC  System 

Mr.  Moran  advised  that  staff  prepared  a  revised  plan  of  upgrading  the  existing 
air-conditioning  system  at  the  Moccasin  Administration  building  at  a  cost 
cheaper  than  the  original  proposal.  Mr.  Moran  stated  that  if  the  Commission 
were  agreeable,  staff  would  proceed  with  the  revised  plan. 


8.       Public  Comments 

Rebecca  Evans,  Chair  of  the  San  Francisco  Citizens  Advisory  Committee  on 
Wastewater,  introduced  herself  and  the  Secretary  of  their  Committee. 


9.       Approving  the  Memorandum  of  Understanding  between  the  City  and  County  of  San 
Francisco  Public  Utilities  Commission  and  the  California  Department  of  Fish  and 
Game. 

Joshua  Milstein,  Deputy  City  Attorney,  stated  that  staff  was  proposing  to  enter  into  a 
Memorandum  of  Understanding  (MOU)  with  the  California  Department  of  Fish  and 
Game  to  settle  a  seven-year  litigation.  The  MOU  would  require  the  City  of  San 
Francisco  to  release  6,300  acre  feet  of  water  per  year  from  the  Calaveras  Reservoir 
and  eventually  restore  five  miles  of  riparian  habitat  on  Alameda  Creek. 

Michael  Owen,  representing  California  Trout,  expressed  his  appreciation  to  PUC 
staff  and  the  Commission  for  their  efforts  in  coming  up  with  a  mutually  beneficial 
settlement. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt 
Item  9;  passed  (3-0)  unanimously. 

Resolution  No.  97-0200:    Approving  the  Memorandum  of  Understanding  between 

the  City  and  County  of  San  Francisco  Public  Utilities 
Commission  and  the  California  Department  of  Fish  and 
Game  relative  to  Calaveras  Reservoir  water  releases  and 
urging  the  Board  of  Supervisors  to  approve  the 
Memorandum  of  Understanding. 


97-184 


Commissioner  Cook  reiterated  his  objection  to  extending  agreements  and  not 
putting  them  out  to  bid.  He  suggested  establishing  a  pool  of  consultants  for  these 
types  of  agreements. 


Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  10 
passed  (3-0)  unanimously. 


Resolution  No.  97-0201 :    Authorizing  the  General  Manager  of  the  Public  Utilities 

Commission  to  enter  into  the  Second  Modification  to  the 
Martha  H.  Lennihan  Agreement,  increasing  the  contract 
funding  by  $70,000,  for  a  total  contract  amount  not  to 
exceed  $150,000.  and  extending  the  contract  term  to 
December  31,  1997. 


Awarding  Hetch  Hetchy  Water  &  Power  Contract  No.  HH-859.  Moccasin-Newark 
Transmission  Line  Tower  Painting  Phase  II. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  adopt  Item  11, 
passed  (3-0)  unanimously. 

Resolution  No.  97-0202:    Awarding  Hetch  Hetchy  Water  &  Power  Contract  No.  HH- 

859,  Moccasin-Newark  Transmission  Line  Tower 
Painting  Phase  II  in  the  amount  of  $300,000  to  Midwest 
Painting,  Inc.,  as  the  lowest  responsive  bidder. 


Approving  an  extension  of  time  to  complete  Hetch  Hetchy  Water  &  Power  Contract 
No.  HH-841(R),  Hetch  Hetchy  Monitoring  Improvements  -  West. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  12, 
passed  (3-0)  unanimously. 

Resolution  No.  97-0203:    Awarding  Hetch  Hetchy  Water  &  Power  Contract  No.  HH- 

859,  Moccasin-Newark  Transmission  Line  Tower 
Painting  Phase  II  in  the  amount  of  $300,000  to  Midwest 
Painting,  Inc.,  as  the  lowest  responsive  bidder. 


97-185 


Brodenck/Fell/Sutter  Streets  Sewer  Replacement. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  adopt  Item  13 
passed  (3-0)  unanimously. 

Resolution  No.  97-0204:    Approving  plans  and  specifications  and  authorizing  Bid 

Call  for  Utilities  Engineering  Bureau  Contract 
Specification  No.  1396N,  Broderick/Fell/Sutter  Streets 
Sewer  Replacement. 


Transfer  of  two  parcels  of  land  under  the  jurisdiction  of  the  Public  Utilities 
Commission  located  at  Indiana  Street  and  Cesar  Chavez  Boulevard  in  San 
Francisco  to  the  Public  Transportation  Commission. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  adopt  Item  14, 
passed  (3-0)  unanimously. 

Resolution  No.  97-0205:    Authorizing  the  General  Manager  of  Public  Utilities  to 

request  the  Director  of  Property  to  prepare  and  submit 
legislation  to  the  Board  of  Supervisors  to  accommodate 
the  jurisdictional  transfer  of  two  parcels  of  land  under  the 
jurisdiction  of  the  Public  Utilities  Commission  located  at 
Indiana  Street  and  Cesar  Chavez  Boulevard  in  San 
Francisco  to  the  Public  Transportation  Commission,  at 
historical  costs. 


Amending  the  personal  services  contract  with  Mr.  Bruce  Lymburn. 

Commissioner  Caen  asked  about  the  2-1/2  years  backlog  of  expired  leases  and 
permits.  Mr.  Dowd  responded  that  the  backlog  may  have  been  caused  by  the  fact 
that  some  leases  required  a  considerable  amount  of  time  and  effort.  Mr.  Moran 
stated  that  the  Bureau  of  Commercial  Management  also  had  been  trying  to  hire  an 
additional  real  estate  property  negotiator  but  the  hiring  process  took  longer  than 
expected. 

Commissioner  Cook  commented  that  we  should  be  hiring  additional  staff  to  carry  out 
real  estate  functions  rather  than  retaining  the  services  of  a  consultant.  Mr.  Moran 
noted  that  Mr.  Lymburn  was  an  attorney  with  a  lot  of  experience  in  real  estate 
negotiations.  By  having  Mr.  Lymburn,  under  contract,  staff  did  not  have  to  use  the 
services  of  the  City  Attorney.  Mr.  Dowd  noted  that  they  have  conducted  the 
interview  process  and  will  soon  be  hiring  someone  for  the  vacant  position. 
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rvJ,      '    '  '   >^    "  "^"-'rn  commented  that  his  firm  concentrated  on  tV-»e  major  leases  ar^d 

on  establishing  an  inventory  and  database  for  the  department. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt 
Item  15;  passed  (3-0)  unanimously. 

Resolution  No.  97-0206:    Authorizing  the  General  Manager  of  Public  Utilities  to 

amend  the  personal  services  contract  with  Mr.  Bruce 
Lymburn  by  increasing  the  amount  from  $300,000  to 
$400,000  and  extending  the  term  to  December  31 ,  1 998. 


15. (a)  Authorizing  the  General  Manager  of  Public  Utilities  to  execute  an  Agreement 
Respecting  Construction  Concession  and  Waiver  and  Release  of  Claims  with 
Artichoke  Joe's,  a  California  corporation,  the  Bay  Area  Rapid  Transit  District  and  the 
Public  Utilities  Commission  concerning  certain  lands  located  in  the  City  of  San 
Bruno  under  the  jurisdiction  of  the  Public  Utilities  Commission. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  continue  Item 
15. (a)  to  the  next  regular  meeting  scheduled  on  July  22,  1997;  passed  (4-0) 
unanimously. 


CLOSED  SESSION 


16.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


17.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege;  passed  (3-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  1:50  P.M.  to  4:40  P.M.  to 
discuss  the  following  matters: 
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S49Se  9(a;      "^"^  Legal   c_  ,       i-ursuarit  to  CBovernment  C^ode  Sectiot-* 

Existing  Litigation;    Amaral  and  Olmstead  v.  CCSF 

Alameda  County  Superior  Court  No.  H-1931477 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  recommend  a 
settlement  for  Item  18;  passed  (3-0)  unanimously. 

Resolution  No.  97-0207:    Recommending  to  the  Board  of  Supervisors  a  settlement 

in  the  claim  of  Amaral  and  Olmstead  v.  CCSF,  Alameda 
Superior  Court  No.  H-1931477. 


19.     Conference  v\/ith  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956. 9(b)(c): 

Anticipated  Litigation:        As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water 
Department  property  on  Bernal  Avenue  in  Alameda 
County. 

No  action  was  taken  on  Item  19. 


Commissioner  Makras  arrived  during  the  discussion  of  the  Closed  Session. 


20.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(a): 

Existing  Litigation;    1)       Bay  Delta  Hearings  before  the  State  Water  Resources 

Control  Board. 

2)  Electric  Restructuring  Hearings  before  the  California 
Public  Utilities  Commission. 

3)  Electric  Restructuring  Hearings  before  the  Federal 
Energy  Regulatory  Commission. 

No  action  was  taken  on  Item  20. 
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o4  y  oo.  o : 

Property:  Portion  of  Parcel  11  of  San  Mateo  County  lands,  former  Muni 

right  of  way  in  San  Bruno,  California 
Parties  Negotiating:  Lymburn/Dowd 
Lessee:  Artichoke  Joe's 

Under  Negotiation:    Price  and  Terms 

No  action  was  taken  on  Item  20. (a). 


The  Public  Utilities  Commission  reconvened  in  public  session. 


21 .       Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken 
during  the  Closed  Session. 


22.       Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  not  to  disclose 
the  discussion  during  the  Closed  Session;  motion  passed  (4-0)  unanimously. 


Thereupon,  the  meeting  was  adjourned:  4:41  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  9  7-0200 


WHEREAS,  the  environmental  group,  California  Trout  filed  a  complaint  against  the  San  Francisco 
Water  Department  at  the  State  Water  Resources  Control  Board  in  1990;  and 

WHEREAS,  the  Commission  agreed  to  study  the  feasibility  of  releasing  a  portion  of  the  water 
stored  in  Calaveras  Reservoir  for  recapture  at  a  point  downstream;  and 

WHEREAS,  the  Commission's  consultant  determined  that  it  would  be  feasible  to  deliver  a  portion 
of  Calaveras  Reservoir  yield  using  the  Alameda  Creek  channel  as  a  conveyance  mechanism;  and 

WHEREAS,  the  City  Attorney  recommends  that  the  City  enter  into  a  Memorandum  of 
Understanding  with  the  California  Department  of  Fish  and  Game  to  memorialize  the  City's  commitments 
with  respect  to  water  releases  to  be  made  from  Calaveras  Reservoir,  subject  to  the  construction  of 
downstream  facilities  required  to  recapture  the  water  so  released;  and 

WHEREAS,  the  Memorandum  of  Understanding  with  the  Department  of  Fish  and  Game  will 
remedy  longstanding  environmental  concerns  resulting  from  the  City's  Alameda  Creek  operations  result 
in  no  net  loss  of  water  or  diminution  in  water  quality  to  the  City's  water  customers,  and  provide  system 
improvements  which  maintain  the  City's  existing  water  rights  and  water  delivery  capability; 

NOW,  THEREFORE,  BE  IT  RESOLVED,  that  this  Commission  hereby  approves  the 
Memorandum  of  Understanding  between  the  City  and  County  of  San  Francisco  Public  Utilities 
Commission  and  the  California  Department  of  Fish  and  Game  regarding  Calaveras  Reservoir  water 
releases  for  purposes  of  improving  native  fisheries  on  Alameda  and  Calaveras  Creeks;  and, 

BE  IT  FURTHER  RESOLVED,  that  this  Commission  urges  the  Board  of  Supervisors  to  approve 
the  Memorandum  of  Understanding  between  this  Commission  and  the  California  Department  of  Fish  and 
Game  pursuant  to  Charter  Section  9.1 18. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

""^^^'"s  of   JULY      8  1997 


Secretary,  Public  Utilities  Cotmiission 


City  and  County  ot  San  Francisco 

RESOLUTION  NO.  97- 0  201 


WHEREAS,  Pursuant  to  Public  Utilities  Commission  Resolution  No.  95-0132  the  Commission 
entered  mto  an  agreement  for  the  employment  of  the  Law  Office  of  Martha  H.  Lennihan  (Xounsef')  to 
provide  legal  services  to  the  Commission  in  conjunction  with  the  City  Attorney's  Office,  and 

WHEREAS,  Martha  H.  Lennihan  has  been  representing  the  Commission  in  matters  relating  to 
identifymg  additional  sources  of  water,  negotiating  agreements  for  the  purchase  of  additional  water 
supplies,  working  with  state,  federal  and  local  agencies  regarding  the  acquisition  of  additional  water 
supphes,  and  advising  the  Commission  on  legal  issues  pertaining  to  water  supplies;  and 

WHEREAS,  The  Commission  and  City's  Attorney's  Office  desire  to  continue  to  retain  Counsel  to 
represent  the  Commission  in  matters  regarding  which  she  has  represented  the  City  well  in  the  past,  and 

WHEREAS,  Ms.  Lennihan's  services  are  considered  an  integral  part  of  San  Francisco's  efforts  to 
augment  its  water  supply,  and 

WHEREAS,  Ms.  Lennihan' s  services  and  expertise  would  include  coverage  of  development  of 
administrative  guidelines,  rules  and  regulations  implementing  the  CVPIA  and  responding  on  water  transfer 
matters  to  protect  the  City's  interests,  and 

WHEREAS,  Funding  for  this  contract  is  available  in  the  Hetch  Hetchy  Water  and  Power 
Operating  Budget,  now,  therefore, 

BE  IT  RESOLVED,  That  the  Commission  does  hereby  authorize  the  General  Manager  of  the 
Public  Utilities  Commission  to  enter  into  the  Second  Modification  to  the  Martha  H.  Lennihan  Agreement 
increasing  the  contract  funding  by  $70,000,  for  a  contract  amount  not  to  exceed  $150,000,  and  extending 
the  contract  term  to  December  31,  1998. 

HOI  1423 
Lennihn2 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  PtihUc  Utilities  Commission  at  its 
meeting  of   J(JLY         8  1997 


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0202 


VVHEREAS,  Under  Hetch  Hetchy  Water  and  Power  Contract  No.  HH-859  Moccasin- 
Newark  Transmission  Line  Tower  Painting  Phase  II.  the  City  desires  to  have  the  maximum 
number  of  high  voltage  transmission  line  towers  painted  for  an  amount  equal  to  $300,000.00; 
ano  ' 

K,    u^Hn^^.^^'  ^'"^^  ""^'^  '^''^''''^'^  °"  ^  "^^tch  Hetchy  Water  &  Power  Contract 

NO.  HH-S59,  Moccasin-Newark  Transmission  Tower  Painting  Phase  II;  and 

WHEREAS,  Midwest  Painting,  Inc.  of  Clinton,  Arkansas  is  the  lowest  responsive  bidder 
proposing  to  paint  201  transmission  towers;  and 

WHEREAS,  Human  Rights  Commission  recommended  Midwest  Painting,  Inc  which  met  the 
MBE/WBE  goals,  to  receive  the  contract  award;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Hetch  Hetchy  Water  &  Power  Contract 
No.  HH-859,  Moccasin-Newark  Transmission  Line  Tower  Painting  Phase  II  in  the  amount  of 
$300,000.00  to  Midwest  Painting,  Inc.,  Clinton  Arkansas,  as  the  lowest  responsive  bidder 


/hereby  certify  that  the  foregoing  resohttion  was  adopted  by  the  Public  Utilities  Commission  at  its 

"^^^ti"gof    JULY  81997 


Secretary,  Public  Utilities'C'ommission 


City  ancJ  County  of  Sart  Francisoo 

RESOLUTION  NO         9  7  —  0203 


WHEREAS,  Under  Hetch  Hetchy  Water  &  Power  Contract  No.  HH-841(R),  Hetch  Hetchy 
Monitoring  Improvements  -  West,  the  City  will  expand  the  coverage  of  Hetch  Hetchy  Water  &  Power^s 
existing  Supervisory  Control  And  Data  Acquisition  (SCADA)  system  to  accommodate  facility  security 
and  operating  parameter  monitoring;  and 

WHEREAS,  On  November  12,  1996,  by  its  Resolution  No.  96-0255,  the  Public  Utilities 
Commission  awarded  the  subject  Contract  to  Edward  W.  Scott  Electric  Co.,  Inc.  of  San  Francisco  in  the 
amount  of  $621,100.00;  and 

WHEREAS,  The  Contract  established  a  time  limit  of  one  hundred  and  eighty  (180)  calendar  for 
the  completion  of  the  work,  which  based  on  the  December  16,  1996  Notice  to  Proceed  date  translated  to  a 
June  14,  1997  completion  date;  and 

WHEREAS,  Due  to  the  January  1997  floods  and  subsequent  contamination  of  San  Joaquin 
Pipeline  No.  1,  the  City  was  unable  to  make  the  pipelines  available  to  the  Contractor,  as  prescribed  in  the 
Contract,  in  order  to  install  flow  sensing  devices;  and 

WHEREAS,  The  Contractor  has  agreed  to  return  in  the  fall  to  complete  the  remaining  work,  when 
the  City  anticipates  that  operational  conditions  will  allow  the  shutting  down  of  San  Joaquin  Pipeline  No. 
2;  and 

WHEREAS,  Uncertain  operating  requirements  prevent  the  establishment  of  a  specific  time  frame 
during  which  the  City  will  make  San  Joaquin  Pipeline  No.  2  available  to  the  Contractor  to  complete  the 
remaining  work;  and  therefore  it  is  advisable  that  the  Contract  time  is  extended  to  December  31,  1997  in 
order  to  afford  maximum  scheduling  flexibility;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  extends  the  completion  time  of  Hetch  Hetchy  Water 
&  Power  Contract  No.  HH-841(R),  Hetch  Hetchy  Monitoring  Improvements  -  West  by  200  calendar  days 
to  December  31,  1997,  with  no  increase  in  the  Contract  amount. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  j^^^Y  81997 


Secretary,  Public  Utilities  Commission 


RJESOLUXION  NO. 


97-0204 


WHEREAS,  The  Utilities  Engineering  Bureau  lias  a  continuing  sewer  replacement  program 
to  repair/replace  structurally  inadequate  sewer  facilities  and  streets  in  poor  condition;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  Specification  No.  1396N,  Broderick/Fell/Sutter  Streets  Sewer  Replacement,  to  replace  the 
existing  sewer  with  approximately  1,408  feet  of  12-inch,  21 -inch,  24-inch  and  27-inch  diameter 
vitrified  clay  pipe  (VCP)  sewers,  all  in  Broderick  Street  from  Page  Street  to  Oak  Street,  Fell  Street 
from  Laguna  Street  to  Octavia  Street  and  Sutter  Street  from  Octavia  Street  to  Gough  Street;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  sewer  replacement  program  is  categorically  exempt  from  environmental  review 
under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  the  project  is  $310,160.  Funds  for  the  Contract  is 
available  from  the  Bond  Fund  (5CCPFUNA  FAMIS  Project  No.  CENSR4SI06);  now,  therefore,  be 
it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
Utilities  Engineering  Bureau  Contract  Specification  No.  1396N,  and  authorizes  the  Bureau  of 
Engineering  to  advertise  for  bids  for  said  contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of     '     JULY         8  1997 


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  Rrancisco 

RESOLUTION  NO         9  7-0205 


WHEREAS,  The  Public  Utilities  Commission  (PUC)  currently  owns  two  parcels  of  land 
totaling  1.4  acres  in  size  located  at  Indiana  Street  between  Cesar  Chavez  Blvd.  and  Islais 
Creek;  and 

WHEREAS,  The  Public  Transportation  Commission  (Muni)  currently  owns  a  3.9  acres 
parcel  of  land  adjacent  to  the  PUC  parcels;  and 

WHEREAS,  Conceptual  engineering  is  currently  underway  for  the  design  of  a  new  Muni 
diesel  bus  maintenance,  operations  and  storage  facility  known  as  the  Islais  Creek  Facility;  and 

WHEREAS,  The  design  of  the  Islais  Creek  Facility  requires  that  a  site  be  assembled 
which  is  approximately  5.3  acres  in  size;  and 

WHEREAS,  Staff  of  both  Muni  and  PUC  have  agreed  in  concept  to  the  transfer  of  the 
two  parcels  of  land  under  the  jurisdiction  of  the  PUC  at  a  historical  cost;  and 

WHEREAS,  The  Real  Estate  Department  has  determined  the  historical  cost  of  the  two 
parcels  of  land  to  be  $207,775.00;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  Public 
Utilities  Commission  to  request  the  Director  of  Property  to  prepare  and  submit  the  necessary 
legislation  to  the  Board  of  Supervisors  to  accommodate  the  jurisdictional  transfer  of  the  two 
parcels  of  land  to  Muni. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JULY  81997 


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  Rranctsco 

RESOLUTION  NO  9  7  —  0206 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (PUC)  which  is  leased  to  busi- 
nesses and  individuals;  and 

WHEREAS,  Through  Resolutions  95-0038,  95-0171,  96-0008  and  96-0126,  the  PUC 
contracted  the  services  of  Mr.  Bruce  Lymburn  to  provide  independent  property  appraisals  and 
negotiate  fair  market  rents;  and 

WHEREAS,  Due  to  the  continuing  backlog  and  complexity  of  lease  negotiations,  there 
continues  to  be  a  need  for  outside  expert  assistance;  now  therefore  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  Public  Utilities  to 
amend  the  personal  services  contract  with  Mr.  Bruce  Lymburn  by  increasing  the  amount  from 
$300,000  to  $400,000  and  extending  the  term  from  December  1,  1997  to  December  31,  1998. 
Funding  for  this  amendment  is  available  in  the  Bureau  of  Commercial  Land  Management  '97- 
'98  Budget. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JULY         8  1997 


Secretary,  Public  Utilities'Commission 


City    snd    Coianty    of    San  Karai-icisco 


97-0207 


RESOLUTION  NO. 


RESOLVED,  That  on  recommendation  of  the  General  Manager  of  the  PubHc  UtiHties 
Commission,  and  the  City  Attorney,  this  Commission  hereby  recommends  that  the  Board  of 
Supervisors  resolve  and  settle  the  claim  listed  below  on  the  terms  specified  below. 


Case  Name  Case  Number  Amount 

Gina  &  Joe  Amaral,  et  al  Alameda  Superior 

Court  #H-1931477  $59,036.83 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

JULY      8 1997 


Secretary,   Public  Utilities  Commission 


JVIXIVIUTES 
PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Willie  L.  Brown,  Jr. 
MAYOR 


REGULAR  MEETING 

July  22, 1997 
1:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 

COMMISSIONERS 

E.  Dennis  Normandy,  President 
Victor  G.  Makras,  Vice  President 
Robert  K.  Werbe 
Frank  L.  Cook 
Ann  Moller  Caen 


BUREAUS 

Commercial  Land  Management 
Customer  Service 

Engineering  and  Construction  Management 
Environmental  Regulation  and  Management 
Finance 

Information  Systems 
Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 
Water  Pollution  Control 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 
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DEPARTMENTS 

Water  Department 

Hetch  Hetchy 

Clean  Water  Program 


C&ll  to  C_>rcJer; 


1:03   p.  r TT  _ 


Roll  Call;  Present  -  President  E.  Dennis  Normandy,  Vice  President 

Victor  G.  Makras,  Commissioner  Frank  L.  Cook,  Commissioner 
Ann  Moller  Caen 

Excused  -  Commissioner  Robert  K.  Werbe 


Election  of  Officers  -  Pursuant  to  Rule  6  of  the  Rules  of  Order  of  the  Public  Utilities 
Commission. 

President  Normandy  nominated  Commissioner  Victor  Makras  for  President  and 
Commissioner  Ann  Moller  Caen  for  Vice  President.  Commissioner  Cook  seconded. 
There  were  no  further  nominations.  The  election  carried  (4-0)  by  unanimous  vote. 

a)  President  -  Commissioner  Makras  was  elected  President. 

b)  Vice  President  -  Commissioner  Ann  Moller  Caen  was  elected  Vice  President. 

President  Normandy  announced  that  the  newly  elected  officers  would  assume  their 
duties  effective  at  the  close  of  today's  meeting  and  ending  at  the  close  of  the  last 
regular  meeting  in  July  1998. 

President  Normandy  expressed  his  gratitude  to  the  staff  and  members  of  the 
Commission  for  making  his  tenure  as  president  a  productive  year.  President 
Normandy  recounted  the  many  accomplishments  of  the  Commission  during  the  past 
year.  Commissioner  Makras  commended  President  Normandy  for  his  able 
leadership  as  President.  He  mentioned  President  Normandy's  accomplishments 
particularly  in  spearheading  the  development  of  a  communications  plan  and  in  his 
efforts  not  to  increase  next  year's  water  and  sewer  rates. 


Approval  of  Minutes 

On  motion  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  the  Minutes 
of  the  Regular  Meeting  of  July  8,  1 997  were  approved  (4-0)  by  unanimous  vote. 


Communications 
No  action  was  taken. 
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IntrodLJCtior-t  of  Old/Ongoing  Business  t>y  Commissi 


one  rs 


Presfdent  Normandy  requested  staff  to  calendar  when  possible  the  policy  for  access 
to  tape  recordings  of  the  closed  sessions,  the  City  College  Bookstore  lease  and  the 
purchase  of  525  Golden  Gate  Avenue  to  report  about  the  steps  being  followed  and 
the  time  line  for  each  project. 

Commissioner  Makras  requested  a  list  of  personnel  promoted  to  management 
positions  for  the  past  four  years. 


7.  Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 

8.  Report  of  the  General  Manager 

a.  Water  Bonds 

Anson  B.  Moran,  General  Manager  of  Public  Utilities,  reported  that  the  Board 
of  Supervisors  voted  unanimously  to  put  two  water  bond  measures  on  the 
November  ballot.  He  reported  that  last  week  staff  made  a  presentation 
before  the  Board  of  Supervisor's  Finance  Committee  regarding  Public  Utilities 
Commission's  capital  improvement  program.  The  Committee  also  gave  their 
unanimous  support  of  the  bond  measures. 

Mr.  Moran  reported  that  the  City  Attorney  advised  that  because  of  changes  in 
the  Charter  the  City  cannot  legally  accept  state  revolving  fund  loans  offered 
by  the  State  Water  Resources  Control  Board.  Mr.  Moran  stated  that  staff  is 
concerned  with  not  being  able  to  accept  the  loan  as  it  is  a  viable  low  interest 
loan.  He  said  staff  was  currently  working  on  a  measure  for  the  June,  1 998 
ballot  to  change  the  Charter  to  allow  the  Public  Utilities  Commission  to  accept 
these  types  of  loans.  Mr.  Moran  noted  that  if  the  measure  is  successful  on 
the  June  ballot,  we  could  recover  the  funds  previously  offered. 

Mr.  Moran  invited  comments  from  the  Commission  regarding  ballot 
arguments  for  the  November  water  bond  measures  as  the  deadline  for 
submission  of  arguments  to  the  Board  of  Supervisors  is  August  4,1997. 

b.  Electric  Restructuring  Strategic  Options. 

Item  8.b.  was  postponed  to  the  next  scheduled  meeting  of  the  Commission. 
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Lawrence  T.  Klein.  Genera!  Manager  of  Hetch  Hetchy  Water  and  Power 
reported  that  as  requested  by  the  Commission  the  department  identified 
areas  where  they  could  achieve  a  5%  reduction  in  Hetch  Hetchy's  operating 
budget  for  FY  1997-98.  Staff  proposed  to  cut  two  vacant  positions 
($1 13,840),  hold  29  positions  vacant  for  four  months  (salary  savings  of 
$552,162),  terminate  two  professional  services  contracts  ($147,000)  and 
reduce  payments  for  the  Don  Pedro  Project  ($200,000).  The  proposed 
reduction  totaled  $1,013,002  million. 

Commissioner  Makras  expressed  dissatisfaction  with  the  proposed  5% 
budget  reduction.  He  commented  that  the  staffs  proposal  to  cut  the  budget 
by  holding  vacant  positions  was  not  viable.  He  stated  that  he  did  not  accept 
the  $550,000  salary  savings  as  a  true  cut  in  the  budget  as  it  just  defers  hiring 
of  people  for  several  months  and  there  was  no  reduction  from  then  on.  He 
stated  that  this  proposal  just  delays  the  expenditure  and  does  not  serve  the 
intent  to  bring  the  overall  cost  of  government  down.  He  added  that  accepting 
Hetchy's  proposed  budget  reduction  would  be  unfair  for  every  other 
department  who  found  viable  ways  to  reduce  their  operating  budgets. 

Commissioner  Makras  requested  the  Chair  to  leave  the  options  open  on 
Hetchy's  budget  as  he  was  not  satisfied  with  the  proposed  5%  budget 
reduction. 

Commissioner  Caen  commented  that  she  was  comfortable  with  the  proposed 
budget  reduction. 

President  Normandy  stated  that  approval  was  not  required  today  but  the  5% 
budget  reduction  would  be  factored  as  an  ongoing  process.  He  noted  that 
the  Commission  would  allow  staff  to  consider  the  proposed  5%  budget 
reduction  as  impound  funds  but  staff  needs  to  look  at  other  areas  where  they 
could  achieve  concrete  savings. 

Public  Comments 

There  were  none. 
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10.       Adopting  the  PUC  Housing  Policy. 

Mr.  Moran  stated  that  the  policy  being  proposed  constituted  a  process  for  budgeting, 
charging  rents  and  administering  leases  for  all  PUC  owned  housing.  Staff  was 
proposing  to  categorize  the  housing  units  based  on  the  need  and  purpose  to  PUC 
operations  and  develop  management  policies  appropriate  to  each  classification.  He 
stated  that  the  resolution  would  direct  staff  to  conduct  a  study  of  housing  units  in 
Moccasin,  start  discussions  to  implement  a  policy  to  charge  tenants  for  utilities  and 
possibly  hire  property  managers  to  help  in  managing  the  housing  stock. 

Mike  Siegenthaler,  representative  of  the  Yosemite  Gateway  Hostel  Society, 
suggested  that  the  Commission  designate  the  Hostel  Society  to  manage  "Excess" 
housing. 

Jim  Barkenhus,  a  watershed  keeper,  commented  that  some  housing  units  classified 
as  "Excess"  should  have  been  categorized  "Operational". 

Leon  Elam,  a  watershed  keeper,  urged  the  Commission  to  consider  the  extra  time 
and  effort  of  the  watershed  keepers  in  continuously  preserving  the  security  of  the 
watershed. 

James  Bryant,  representative  of  SEIU  Local  790,  urged  the  Commission  to  engage 
the  union  and  the  watershed  keepers  in  any  discussion  involving  housing.  He 
suggested  starting  the  negotiation  process  regarding  utilities  in  the  year  2000  when 
the  settlement  agreement  with  watershed  keepers  expires. 

President  Normandy  invited  comments  from  PUC  employees  in  Moccasin  who  were 
participating  in  the  consideration  of  this  agenda  item  via  a  video  conference  call. 
There  were  no  comments. 

Commissioner  Makras  stated  that  the  Commission  recognized  that  watershed 
keepers  were  valuable  assets  to  the  department.  However,  the  Commission  also 
recognized  the  fact  that  the  department  was  losing  money  on  housing  as  the  rent 
received  now  barely  covers  the  costs  of  utilities  or  maintenance.  He  suggested 
starting  the  discussion  now  regarding  charging  for  utilities  and  establish  a  time 
frame  on  how  long  the  negotiation  with  the  union  and  employees  should  take. 

Mr.  Moran  noted  that  since  housing  is  not  a  condition  of  employment,  discussions 
will  not  be  like  typical  labor  negotiations.  He  said  staff  would  try  to  engage  all 
interested  parties  in  the  discussions. 
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time  frame  of  one  year  to  enter  into  negotiation  and  direct  staff  to  report  to  the 
Commission  periodically  regarding  results  of  discussions. 

Commissioners  Cook  withdrew  his  motion. 

Commissioner  Makras  moved,  seconded  by  Commissioner  Cook  to  amend  the 
resolution  to  incorporate  a  time  frame  to  work  on  the  negotiation  and  to  direct  staff 
to  return  to  the  Commission  on  the  results  of  the  negotiation. 

Mr.  Bryant  commented  about  possible  non  compliance  with  the  Sunshine  Ordinance 
if  the  Commission  amended  the  resolution.  Mr.  Thomas  Berliner,  Utilities  General 
Counsel,  replied  that  the  proposed  amendment  was  within  the  scope  of  the  item. 
The  Commission  was  not  taking  a  specific  action  but  merely  giving  a  direction  to 
staff.  He  explained  that  the  amendment  would  be  to  initiate  discussion  with 
employees  and  the  union  regarding  the  PUC  housing  policy  within  the  next  year  and 
report  periodically  during  that  year  on  the  progress  of  the  discussion. 

In  response  to  Commissioner  Makras'  question,  Mr.  Bryant  stated  that  he  had  no 
problem  with  the  direction  of  the  Commission. 

On  the  question,  the  Commission  voted  unanimously  to  adopt  Item  10  as  amended. 

Resolution  No.  97-0208:    Adopting  the  "Proposed  Housing  Budget;  1997/98", 

establishing  rental  rates  for  various  classifications  of 
housing,  and  directing  the  Public  Utilities  Commission 
General  Manager  to  solicit  the  services  of  a  property 
manager  or  managers  to  manage  the  PUC's  residential 
properties. 


Authorizing  an  amendment  to  The  Planning  Collaborative  (TPC)  contract  in  the 
amount  of  $380,000. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  1 1 , 
passed  (4-0)  unanimously. 

Resolution  No.  97-0209:    Authorizing  the  General  Manager  to  execute  an 

amendment  to  The  Planning  Collaborative  (TPC) 
contract  in  the  amount  of  $380,000  to  provide  planning, 
engineering,  environmental,  economic,  and 
communication  consulting  services  in  connection  with  the 
Bernal  Property  Development  Project  in  Alameda 
County;  authorizing  release  of  retainages  withheld  on 
prior  contract  amendments;  and  modifying  the  proposed 
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reimbursement  to  subconsultants. 


Requesting  a  supplemental  appropriation  in  the  amount  of  $350,000  to  fund  staff 
and  other  resources  to  service  new  electric  customers. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  adopt  Item  12 
passed  (4-0)  unanimously. 

Resolution  No.  97-0210:    Requesting  the  Mayor  to  recommend  to  the  Board  of 

Supervisors  a  supplemental  appropriation  in  the  amount 
of  $350,000  to  fund  staff  and  other  resources  to  service 
new  electric  customers  obtained  under  the  Master 
Settlement  Agreement  entered  into  between  PG&E  and 
the  City. 


13.     Setting  a  date  for  a  public  hearing  relating  to  the  transfer  of  $45,703,273  to  the 
General  Fund  from  Hetch  Hetchy  Water  and  Power's  FY  1997-98  Budget. 

Mr.  Moran  noted  that  the  $45  million  being  transferred  to  the  general  fund  was  the 
total  of  the  amount  originally  approved  by  Public  Utilities  Commission  in  the  budget 
($35  million)  plus  the  $2.7  million  increase  made  by  the  Mayor  in  the  budget  process 
and  the  $8  million  net  proceeds  of  the  PG&E  settlement  that  the  Board  of 
Supervisors  approved. 

Mr.  Holger  Gantz  of  the  San  Francisco  Hilton  commented  that  he  was  not  opposed 
to  the  Hetch  Hetchy  surplus  going  to  the  general  fund  or  the  amount  being  proposed 
for  transfer.  However,  he  suggested  that  before  the  scheduled  hearing  date,  the 
Commission  should  consider  the  fact  that  Hetch  Hetchy  has  a  windfall  and  yet  staff 
is  taking  $6  million  from  the  sewer  stabilization  fund.  He  stated  that  this  practice 
penalizes  the  ratepayers  by  way  of  increases  in  water  or  sewer  rates  to  make  up  for 
the  budget  shortfall.  President  Normandy  commented  that  the  Commission  had 
been  doing  its  best  to  keep  the  rates  down. 

Mr.  Moran  explained  that  the  policy  decision  to  date  has  been  that  each  enterprise 
under  the  Commission's  jurisdiction  will  stand  on  its  own  and  any  surplus  earnings 
would  be  transferred  to  the  general  fund.   He  noted  that  the  Commission,  the  Mayor 
or  the  Board  of  Supervisors  could  revisit  this  policy  if  they  wish.   However,  changing 
the  direction  before  August  26  will  affect  the  City's  budget  for  FY  97-98  as  the 
transfer  of  funds  balanced  that  budget. 

Regarding  the  rate  stabilization  fund,  Mr.  Moran  stated  that  a  decision  was  made  not 
to  transfer  surplus  funds  to  the  general  fund,  but  to  hold  them  in  the  enterprise  so 
that  sewer  rates  could  be  moderated  in  the  future. 
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together  all  funds  of  the  enterprises  under  PUG  as  opposed  to  the  present  stand 
alone  setups. 

Mr.  Moran  stated  that  staff  would  prepare  a  financial  and  policy  analysis  on  the  flow 
of  funds  between  the  enterprises.  Commissioner  Makras  directed  staff  to  set  a  date 
within  90  days  to  calendar  this  matter. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  13 
passed  (4-0)  unanimously. 

Resolution  No.  97-0211:    Setting  August  26,  1997  as  the  date  for  a  public  hearing 

relating  to  the  transfer  of  $45,703,273  to  the  General 
Fund  from  Hetch  Hetchy  Water  and  Power's  FY  1997-98 
Budget. 


Amending  the  Preferred  Alternative  for  the  Alameda  Creek  Watershed  Management 
Plan. 

Commissioner  Makras  commented  that  the  Grazing  Resources  Management  Plan 
was  a  great  plan  and  on  the  right  track.  He  expressed  concerns  that  the  calendar 
item  shows  that  the  calving  period  would  be  limited  through  September  while  the 
management  plan  gives  a  30-day  extension  of  the  calving  period  for  20%  of  the 
cows.  He  said  he  would  like  a  specific  date  for  terminating  the  calving  period  so  we 
could  keep  calving  out  of  the  rainy  season  and  not  have  a  wide  20%  differential. 

Edward  Stewart,  Watershed  Resources  Manager,  responded  that  the  management 
plan  indicated  that  80%  of  calving  would  be  accomplished  before  the  end  of 
September  and  the  remaining  20%  by  the  end  of  October.   He  said  that  most 
calves  would  be  beyond  the  four-month  age  period  by  the  time  we  get  into  the  wet 
season. 

Commissioner  Makras  asked  about  the  effects  of  an  August  30  cutoff.  Mr.  Stewart 
stated  that  staff  also  discussed  this  issue  with  the  livestock  industry  and  they  believe 
that  early  cutoff  would  present  problems  in  the  herd's  health  and  biology. 

Timothy  Koopmann,  PUC's  Urban  Forester,  commented  that  to  begin  the  calving 
season  earlier  would  put  an  undue  biological  burden  on  mother  cows,  cause  health 
problems  for  calves  and  economic  problems  for  prospective  lessees.  He  stated  that 
livestock  experts  indicated  that  early  calving  was  not  practical.  He  said  with  the 
October  cutoff  there  would  be  a  relatively  safe  zone  before  the  runoff  begins. 

Commissioner  Makras  indicated  that  he  was  uncomfortable  with  the  October  31 
date  and  the  60-day  period  and  he  would  like  the  cut  off  to  be  September  so  that 
there  will  no  longer  have  calves  born  after  October  1 .  Mr.  Koopmann  responded 
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sci&ntific  community  had  considered  that  there  would  stiM  be  a  safe  window  trorn 
October  before  the  runoff  period. 

Commissioner  Makras  commented  that  under  lease  terms,  the  plan  suggested  five 
years  and  up  to  10  years  lease.    He  suggested  authorizing  only  annual  leases  for 
the  first  three  years  until  they  fully  implement  the  program.  He  said  that  the  intent  of 
the  Commission  is  to  embark  into  this  program  if  it  works.  He  stated  that  he  will  only 
sign  for  a  1 0-year  lease  if  the  program  is  successful.  Mr.  Stewart  responded  that  a 
range  lease  usually  would  be  1 0  years.  President  Normandy  stated  that  the 
management  plan  states  that  the  initial  leases  should  be  for  a  5-year  period.  Mr. 
Koopmann  explained  that  the  lessees  need  the  security  of  a  longer  term  to  secure 
financing  for  long  term  investments  such  as  capital  improvements  for  the  watershed 
and  purchase  of  livestock.  He  pointed  out  that  the  lease,  as  written,  provides 
termination  of  leases  if  the  program  is  not  workable.  Commissioner  Cook  suggested 
an  annual  review  and  evaluation  of  the  program. 

Commissioner  Makras  stated  that  the  plan  indicated  that  PUC  would  fund  the 
program  through  the  Alameda  County  Resources  Consen/ation  District  who  will 
manage  the  program.  He  suggested  that  the  District  put  all  work  for  bid  and  inform 
the  Commission  of  all  contracts  let. 


Mr.  Stewart  stated  that  if  funds  are  available  next  year,  staff  could  implement  the 
plan  within  two  years.  A  total  of  $1 .5  million  is  required  to  implement  the  program  in 
three  years. 

Sheila  Barry  from  the  Alameda  County  Resources  Conservation  District  stated  that 
the  plan  can  be  practically  applied  to  PUC  lands.  She  commented  that  pushing  the 
calving  period  a  month  ahead  would  cause  biological  problems.  She  acknowledged 
the  individuals  who  provided  assistance  in  the  preparation  of  the  Grazing 
Management  Plan. 

Commissioner  Makras  suggested  changing  the  last  phrase  in  the  sixth  whereas 
clause  adding  the  word  "more"  to  read:  "reduced  to  a  more  acceptable  level  of 
risk."  He  also  suggested  changing  the  fourth  sentence  of  the  seventh  whereas 
clause  to  delete  the  phrase  "economic  and  financial  stability  for  both  SFPUC  and  its 
grazing  tenants." 

Commissioner  Normandy  directed  staff  to  inform  the  public  and  other  interested 
parties  regarding  the  Commission's  action  to  adopt  a  Grazing  Resources 
Management  Plan  and  possible  ramifications  of  such  plans. 
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Resolution  No.  97-0212:     Amending  the  Preferred  Alternative  for  the  Alameda 

Creek  Watershed  Management  Plan  based  on  a 
management  plan  that  considers  and  incorporates 
information  received  by  the  Public  Utilities  Commission 
from  a  wide  diversity  of  stakeholders  about  the  risks, 
benefits,  costs  and  options  related  to  livestock  grazing. 

15.     Approving  Contract  Modification  to  Hetch  Hetchy  Water  and  Power  Contract  No 
HH-853. 


Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  15, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0213:    Approving  Contract  Modification  No.  1  to  Hetch  Hetchy 

Water  and  Power  Contract  No.  HH-853,  Tuolumne 
Meadows  Sewer  Rehab-Phase  II,  in  the  amount  of 
$283,000. 


Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  adopt  Items  16  and 
17  together,  passed  (4-0)  unanimously. 

16.  Resolution  No.  96-0214:    Approving  Contract  Modification  No.  1  to  the  contract 

with  Geomatrix  Consultants,  Inc.,  for  additional 
engineering  analysis  and  geotechnical  support  for  the 
Seismic  Upgrade  of  Bay  Division  Pipeline  Nos.  1  and  2  at 
the  Hayward  Fault  Crossing,  increasing  the  contract 
amount  by  $120,000  and  extending  the  contract 
completion  date  from  July  1 ,  1 997  to  August  1 ,  1 998. 

17.  Resolution  No.  96-0215:    Authorizing  the  Manager  of  Utilities  Engineering  Bureau 

to  execute  Amendment  No.  5  to  the  agreement  with 
Westin  Engineering,  Inc.  to  provide  engineering  services 
for  the  San  Francisco  Water  Department  Supervisory 
Control  and  Data  Acquisition  (SCADA)  Project,  extending 
the  term  of  the  agreement  by  1 68  days  to  January  1 5, 
1998  with  no  increase  in  cost. 
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an  extension  of  Z4  days  for  completion;  and  approv[,^g^inaTpaymSm  of  BVo"^^^^^ 
Retention  for  $1  6,976.93  for  a  total  contract  payment  of  $339,538.55  to  the 
contractor,  Ramirez  Corporation. 

Commissioner  Makras  stated  that  he  was  voting  against  the  item  as  it  took  the 
contractor  double  the  time  to  perform  50%  less  work.  He  said  that  this  kind  of  delay 
had  impacted  the  neighborhood.  He  also  mentioned  that  the  contractor  did  not 
achieve  the  MBEA/VBE  goals  established  in  the  contract.  The  MBE  goal  was  12.5% 
for  MBE  and  1%  for  WBE.  The  actual  participation  was  3.15%  for  MBE  and  0%  for 
WBE.  Commissioner  Makras  stated  that  contractors  should  be  aware  that  if  they  do 
not  perform  on  time,  they  will  be  required  to  pay  for  the  cost  of  delays. 

Mr.  Cockburn  requested  approval  of  the  item  as  the  work  had  been  completed  and 
we  have  to  pay  the  contractor  for  his  services.  Commissioner  Makras  suggested 
paying  the  contractor  and  establishing  a  penalty  fee  for  delay  later. 

President  Normandy  asked  if  staff  could  file  post-facto  litigation.  Mr.  Thomas 
Berliner.  Utilities  General  Counsel,  responded  that  the  contract  is  still  open  and  if 
there  was  a  liquidated  damage  clause  in  the  contract  and  there  was  a  delay  by  the 
contractor  at  no  fault  of  the  City  or  acts  of  nature  covered  by  the  contract  the  City 
would  be  entitled  to  liquidated  damages.  Mr.  Cockburn  stated  that  parts  of  the 
extension  were  due  to  weather  and  traffic  conditions.  He  said  given  the  contract  has 
not  been  closed  although  work  was  completed  in  December,  staff  could  reopen 
negotiations  with  the  contractor. 

President  Normandy  commented  that  since  the  Commission  does  not  find  the 
resolution  acceptable,  he  directed  staff  to  renegotiate  with  the  contractor  for  a  more 
favorable  deal  for  the  City. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  reject  Item 
18,  passed  (4-0)  unanimously. 


Accepting  the  work  performed  under  Contract  No.  1203N  as  complete. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  19,  passed  (4-0)  unanimously. 

Resolution  No.  97-0216:    Accepting  the  work  performed  under  Contract  No.  1203N 

as  satisfactorily  complete;  approving  Final  Contract 
Modification  in  the  credit  amount  of  $30,420.42; 
approving  an  extension  of  15  days  for  completion;  and 
authorizing  final  payment  of  5%  contract  Retention  in  the 
amount  of  $12,806.28  to  the  contractor,  Marty  Pipelines, 
Inc. 
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20. 


se^ices  for  the  Suno,  VaNey  Water  T.e.rrr.7:rrP^£.Trr^^^^^^^^^ 

exceed  SaOOO.  '  '"^'^^^^^^^^^  ^^''^^  ^^^^^      ^  amounl  not  t'o 

Mr.  Steve  Ritchie,  Manager,  Bureau  of  System  Planning  &  Regulatory  Compliance 
noted  that  the  contract  involves  work  on  implementation  of  short  term  improvements 
to  the  plant  and  initial  work  for  long  term  improvements  beyond  existing  plan 
footpnnts  including  the  preparation  of  an  Environmental  Impact  Report  (EIR)  A  new 
contract  will  be  requested  for  the  detailed  design  of  the  project. 

President  Normandy  expressed  concern  that  one  consultant  noted  that  the  landslide 
and  fault  line  at  the  proposed  reservoir  site  could  be  potential  fatal  flaws  He  stated 
that  If  the  City  is  spending  $5  million  for  this  project,  he  would  like  to  be  assured  that 
we  would  not  be  putting  a  facility  on  a  fault  line.  Commissioner  Caen  noted  that 
three  out  of  the  four  firms  cited  the  fault  flaws,  except  Montgomery  Watson 
Commissioner  Makras  stated  that  he  was  concerned  that  if  three  of  four  candidates 
mentioned  the  flaw  why  was  staff  recommending  to  do  business  with  a  candidate 
who  missed  it.  Mr.  Ritchie  stated  that  the  reservoir  was  a  small  portion  of  the 
contract  for  the  Sunol  Valley  Water  Treatment  Plant  Improvement  Project. 

President  Normandy  stated  that  the  Commission  would  not  approve  the  item  due  to 
concerns  mentioned  about  the  reservoir  site.  He  stated  that  he  would  like  to  see 
additional  information  relative  to  the  fault  line.  He  noted  that  for  projects  of  this  size, 
he  would  like  the  Commission  to  get  involved  in  the  inten/iew  of  the  proposers. 

Commissioner  Makras  commented  that  the  Request  for  Proposal  required  a  billable 
hourly  rate;  however,  two  out  of  the  four  contractors  did  not  put  it  on  their  proposals. 
He  asked  why  staff  did  not  eliminate  these  companies  from  the  bidding  process  for 
being  unresponsive  to  the  requirements  of  the  RFP. 

Staff  will  return  to  the  Commission  to  respond  to  the  concerns  raised  by  the 
Commission. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  continue  Item 
20  to  a  date  not  specified,  passed  (4-0)  unanimously. 


97-201 


pub„c  utility  easement,  comprising  approximatTy"l,8k%TA°"orplb^c  Ut.Ut7es 
Commission  land  located  In  the  former  Octavia  Street  between  Post  Street  and 
Geary  Boulevard  and  to  quitclaim  same  to  Northern  California  Presbyterian  Homes 
and  Services  (NCPHS)  for  the  sum  of  $1 75,000.00.      (Continued  from  the 
meeting  of  June  24,  1997) 

Commissioner  Makras  suggested  continuing  the  Item  to  the  call  of  the  Chair  as  he 
had  questions  regarding  the  value  and  the  type  of  uses  for  the  site.  He  said  he 
would  like  to  see  the  appraisal  made  by  the  Real  Estate  Department  and  see  if  he 
concurs  with  the  value. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy  to 
continue  item  21  to  the  call  of  the  Chair;  passed  (4-0)  unanimously. 


Authorizing  the  General  Manager  of  Public  Utilities  to  execute  an  Agreement 
Respecting  Construction  Concession  and  Waiver  and  Release  of  Claims  with 
Artichoke  Joe's,  a  California  corporation,  the  Bay  Area  Rapid  Transit  District  and 
the  Public  Utilities  Commission  concerning  certain  lands  located  in  the  City  of  San 
Bruno  under  the  jurisdiction  of  the  Public  Utilities  Commission.  (Continued  from 
the  meeting  of  July  8,  1997) 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to 
continue  Item  22  to  the  call  of  the  Chair,  passed  (4-0)  unanimously. 


Authorizing  the  General  Manager  of  Public  Utilities  to  execute  a  permit  with  the 
State  of  California,  Department  of  Transportation,  Design  West  -  Peninsula 
(Caltrans)  to  conduct  geotechnical  investigations  on  a  portion  of  the  San  Francisco 
Peninsula  Watershed,  along  Highway  92,  in  San  Mateo  County. 

Edward  Stewart,  Watershed  Resources  Manager,  stated  that  staff  discussed  the 
following  issues  with  Caltrans  and  they  have  agreed  to  comply  with  them:  1) 
phasing  of  the  project  so  that  Caltrans  should  get  in  and  out  of  the  watershed 
before  the  rainy  season;  2)  vegetation  disposal  that  will  facilitate  erosion  control  on 
the  site;  3)  road  width  should  be  12  feet  except  as  needed  on  a  case  by  case 
basis;  and  4)  Caltrans  will  take  restoration  measures  for  erosion  control  as  they 
complete  work  on  a  site.  Bijan  Sartipi,  Caltrans  Project  Manager,  indicated  that 
they  would  fulfill  these  conditions. 
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Cornmissioner  fVlakras  suggested  reqijiring  Caltrains  to  provide  ttie  Oororr.i.=.^ir.r. 

w.th  a  copy  Of  the  results  of  their  investigation.    Mr.  Sart'^pi  stated  thatTwas  a 
requirement  of  the  permit.  Commissioner  Makras  suggested  making  it  a  policy  to 
require  permittees  to  provide  the  Commission  with  a  completed  report  of  their 
investigations. 


Commissioner  Makras  suggested  charging  Caltrans  $100  an  hour  for  staff  time 
spent  on  this  project.  He  indicated  that  it  is  possible  that  as  the  project  moves 
along,  it  would  still  require  PUC  staff  time.  He  noted  that  the  $100  an  hour  fee 
would  help  PUC  recover  the  costs  incurred  relative  to  the  permit. 

Commissioner  Makras  suggested  continuance  of  the  item  for  staff  to  address  the 
benefit  of  the  investigation,  the  hourly  rate,  a  summary  of  the  scope  of  work,  and 
Caltrans'  plans  regarding  the  road  when  the  project  is  completed.  He  said  he 
wanted  to  know  what  its  impact  on  the  watershed  would  be. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  continue 
Item  23  to  the  call  of  the  Chair,  passed  (4-0)  unanimously. 


24.       Authorizing  a  lease  with  Sukhraj,  Inc.,  dba  Suraj  Indian  Cuisine. 

Moved  by  Commissioner  Makras.  seconded  by  Commissioner  Caen,  to  adopt  Item 
24;  passed  (4-0)  unanimously. 

Resolution  No.  97-0217:  Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  lease  with  Sukhraj,  Inc.,  dba  Suraj  Indian 
Cuisine,  for  approximately  .22  acres  of  Public  Utilities 
Commission  land  located  on  a  portion  of  Parcel  2115  of 
Bay  Division  Pipeline  Nos.  1  and  2  right  of  way  in 
Redwood  City,  California  at  a  monthly  rental  rate  of 
$400.00. 


25.       Authorizing  the  General  Manager  of  Public  Utilities  to  execute  a  consent  to  the 

assignment,  sublet,  and  leasehold  deeds  of  trust,  and  an  amendment  to  the  lease 
with  Mountain  View  Associates,  Assignor,  and  Mid-Peninsula  Housing  Coalition 
(MPHC),  Assignee,  for  approximately  1 .9  acres  of  Public  Utilities  Commission  land 
located  on  a  portion  of  Parcel  201 -A  of  Bay  Division  Pipeline  Nos.  3  and  4  right  of 
way  in  Mountain  View,  California,  for  parking  and  landscaping  purposes  in 
conjunction  with  the  adjacent  Mountain  View  Apartments  at  a  monthly  rental  rate 
of  $1,419.11. 

Tom  Smolich,  Project  Manager  with  Mid-Peninsula  Housing  Coalition  (MPHC), 
commented  that  their  firm  was  in  the  process  of  purchasing  the  subject  low  income 
housing  development.  He  mentioned  that  their  firm  was  under  a  tight  time  frame 
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tsx-escsmpt  t>oncl  fin«nc=ing  to  r» uj re n a s tl^e.  fc>LiUcl»r~»a  was  coi^rtit.^r^-^^  ^ 

approval  Of  the  lease.    Ho  said  the  tax  bond  financing  wo^ld  exp^^S  on^Mond^y  " 
He  noted  that  one  deed  restnction  on  the  property  was  that  it  be  an  aftordabte 
housing  for  Section  8  .  This  restriction  would  constrain  them  on  how  much  income 
they  would  get  on  it. 


Commissioner  Makras  stated  that  he  would  like  to  look  at  the  current  value  of  the 
property  and  the  importance  of  the  overall  project  before  he  could  approve  the 
consent  assignment.  He  suggested  rejecting  staff's  proposal  and  directing  staff  to 
renegotiate  the  rent. 

Commissioner  Makras  moved,  seconded  by  Commissioner  Caen  to  reject  the 
resolution. 


Charles  Sullivan,  Deputy  City  Attorney,  stated  that  he  concurred  that  the  rent  was 
below  market.  However,  this  was  low  income  housing  and  the  rent  is  tied  to  the 
income  of  the  neighboring  property  that  has  restrictions  on  what  they  could  charge 
for  rent  because  it  is  a  HUD  property.  He  stated  that  if  the  Commission  would  not 
consent  to  the  lease  assignment,  sublet  and  leasehold  deed  of  trust,  he  would 
negotiate  a  new  rental  rate  with  MPHC.   Mr.  Smolich  asked  if  the  Commission 
could  approve  the  assignment  on  a  condition  that  they  would  renegotiate  the  rent 
as  soon  as  the  sale  of  the  property  closes.  Commissioner  Makras  indicated  that 
the  Commission  could  do  that  but  needed  the  seller  to  sign.  Mr.  Sullivan  noted 
that  if  the  Commission  consents  to  the  assignment,  MPHC  becomes  the  tenant 
when  the  deal  closes. 

Mr.  Sullivan  stated  that  based  on  a  quick  evaluation,  the  fair  market  rental  of  the 
property  was  between  $3,500  and  $5,900  a  month.  He  asked  Mr.  Smolich  if  they 
would  be  willing  to  pay  $3400  a  month  lease.  Mr.  Smolich  responded  that  he  did 
not  have  the  authority  to  decide  that.  He  suggested  that  the  Commission  approve 
the  assignment  on  a  condition  that  the  lease  would  be  renegotiated  within  a  time 
period  and  if  the  negotiation  was  unsuccessful,  the  City  could  terminate  their 
lease. 


Commissioner  Normandy  commented  that  the  Commission  is  philosophically 
committed  to  low  income  housing  but  it  also  has  a  fiduciary  duty  to  manage  PUC- 
owned  properties. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  reject  Item 
25,  passed  (4-0)  unanimously. 


97-204 


CTLOSEO  SESSION 


26.        Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


27.       Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  assert 
the  attorney-client  privilege;  passed  (4-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  4:25  p.m.  to  4:50  p.m.  to 
discuss  the  following  matters: 

Commissioner  Makras  was  excused  at  4:25  p.m. 


28.       Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Portion  of  Parcel  1 1  of  San  Mateo  County  lands,  former  Muni 

right  of  way  in  San  Bruno,  California 
Parties  Negotiating:  Lymburn/Dowd 
Lessee:  Artichoke  Joe's 

Under  Negotiation:    Price  and  Terms 

No  action  was  taken  on  Item  28. 


29.       Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956. 9(b)(c):  (Milstein) 

Anticipated  Litigation:     As  Defendant 

Regarding  Crystal  Springs  Golf  Partners,  L.P. 

No  action  was  taken  on  Item  29. 
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30. 


CortferencG  with  Logar  Counsel  -  Pursuant  to  Go\/ornn-»ont  OocJe  Secli 
54956. 9(b)(c):  (Ambrose/Nelson) 


Anticipated  Litigation:       As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water 
Department  property  on  Bernal  Avenue  in  Alameda 
County. 

No  action  was  taken  on  Item  30. 


31 .       Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c):  (Norman) 

Anticipated  Litigation:      As  Defendant 

Regarding  Claim  of  Kajima  Engineering  and  Construction 
Inc.  -  Islais  Creek  Contract  D  Project. 

No  action  was  taken  on  Item  31 . 


The  Public  Utilities  Commission  reconvened  in  public  session. 


32.       Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken 
during  the  Closed  Session. 


33.       Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen  not  to  disclose 
the  discussion  during  the  Closed  Session;  motion  passed  (3-0)  unanimously. 


Thereupon,  the  meeting  was  adjourned: 


4:51  P.M. 


Romaine  A.  Boldridge 
Secretary 
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City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  7—0208 


WHEREAS,  The  Public  Utilities  Commission  (PUC  )  has  reviewed  proposals  by  the  General 
Manager  to  establish  budgeting,  rental  and  management  practices  for  PUC  owned  housmg;  and 

WHEREAS,  The  Public  Utilities  Commission  desires  to  implement  the  proposals  as  set  forth 
below;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  adopt  the  ^Troposed  Housing  Budget; 
1997/98"  submitted  herewith;  and  be  it  further 

RESOLVED,  That  tenants  of  housing  designated  "Operational"  continue  to  be  charged  the 
discount  rent  of  $50.00  per  room  per  month;  and  be  it  further 

RESOLVED,  That  tenants  of  housing  designated  "In  Lieu"  be  charged  no  rent;  and  be  it 

further 

RESOLVED,  That  the  Public  Utilities  Commission  directs  the  PUC  General  Manager  to 
develop  options  for  use  of  housing  designated  "Excess"  for  consideration  by  the  PUC;  and  be  it 
further 

RESOLVED,  That  tenants  of  housing  designated  "Excess"  continue  to  be  charged  the 
discount  rent  of  $50.00  per  room  per  month  for  the  1997/98  fiscal  year  pending  adoption  by  the  PUC 
of  alternative  uses  or  charges  for  such  housing;  and  be  it  further 

RESOLVED,  That  the  Public  Utilities  Commission  directs  the  PUC  General  Manager  to 
solicit  the  services  of  a  property  manager  or  managers  to  manage  the  PUC's  residential  properties; 
and  be  it  finally 

RESOLVED,  That  the  Public  Utilities  Commission  directs  the  PUC  General  Manager  to 
enter  into  discussions  with  employees  and  union  representatives  regarding  the  PUC  housing  policy 
with  the  goal  of  developing  a  proposal  within  one  year  for  a  long-term  policy  and  to  report  to  the 
Commission  as  necessary  during  the  next  year. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

JULY     2  2  1997 


Secretary,  Public  Utilities  Commission 

housing.res 


PUBLIC  UTILITIES  CO  M  IVI I S  SIO  tM 

City  and  County  of  San  Francisco 

RESOLUTION  NO.        9  7-0209 


WHEREAS,  the  City  and  County  of  San  Francisco  through  the  San  Francisco  Water  Depart- 
ment owns  approximately  510  acres  of  surplus  operating  lands  located  in  unincorporated 
Alameda  County  adjacent  to  the  City  of  Pleasanton.  commonly  referred  to  as  the  "Bernal 
Property";  and 

WHEREAS,  a  request  for  proposal  was  issued  in  October,  1987  for  a  planning  firm  to  develop  a 
Specific  Plan  for  the  Bernal  Property  to  be  processed  through  the  City  of  Pleasanton;  and 

WHEREAS,  The  Planning  Collaborative  was  selected  for  this  work  and  began  work  on  the 
Specific  Plan  in  June  1988;  and 

WHEREAS,  after  completion  of  a  conceptual  plan  prepared  by  Pleasanton  and  San  Francisco 
staffs  and  consultants.  Pleasanton  City  Council  directed  a  citizens  committee  be  appointed  and 
public  review  process  be  undertaken  to  review  and  provide  input  into  the  preparation  of  a  draft 
Specific  Plan  which  necessitated  amending  The  Planning  Collaborative's  contract  to  complete 
the  requested  City  Council  work;  and 

WHEREAS,  The  Planning  Collaborative  completed  a  draft  Specific  Plan  and  an  extensive  citizen 
review  process  in  March  1993;  and 

WHEREAS,  The  Pleasanton  City  Council  did  not  accept  the  Preferred  Plan  developed  by  The 
Planning  Collaborative,  Pleasanton  staff  and  the  Citizen's  Steering  Committee  as  previously 
agreed  and,  instead  referred  the  Plan  to  another  citizens  committee  for  further  review  as  part  of 
an  update  of  the  Pleasanton  General  Plan;  and 

WHEREAS,  the  Public  Utilities  Commission  decided  to  apply  to  Alameda  County,  the  agency 
that  has  land  use  authority  over  the  property,  for  the  entitlements  required  to  develop  the  Project 
and  approved  certain  amendments  to  the  Planning  Collaborative's  contract  to  facilitate  this  work; 
and 

WHEREAS,  on  September  8,  1994,  the  Water  Department  filed  a  development  application  with 
Alameda  County  for  a  Specific  Plan,  rezoning,  master  tentative  parcel  map,  development 
agreement  and  environmental  review;  and 

WHEREAS,  on  September  1 ,  1 995,  The  Public  Utilities  Commission  approved,  at  the  request  of 
Alameda  County,  a  Cooperative  Agreement  whereby  the  City  of  Pleasanton,  Alameda  County, 
and  San  Francisco  would  attempt  to  obtain  a  plan  acceptable  to  all  parties;  and 

WHEREAS,  on  December  12.  1995.  staff's  from  the  three  respective  bodies  presented  their  final 
joint  recommendations  to  the  Committee  of  Decision  Makers  setting  forth  a  revised  land  use  and 
development  program  for  the  Bernal  Property,  commonly  referred  to  as  the  "Cooperative  Plan", 
which  the  Committee  adopted;  and 


W#-*E/=«E^S.    on  January   19.    IS^S.   T^he  F^utDlic  Utilities  Oomrr»ission  af^pros^ed  Hie  LeiVler 

Agreement  for  the  Bernal  Property  Mutually  Acceptable  Rlan  (Cooperative  P\an  Letter  Agree- 
ment), whereby  the  Water  Department  agreed  to  revise  its  development  application  before 
Alameda  County  and  submit  a  separate  development  application  to  the  City  of  Pleasanton 
pursuant  to  the  Cooperative  Plan  land  use  and  development  program;  and 

WHEREAS,  on  August  1,  1996,  the  Alameda  County  Board  of  Supervisors,  follov^ing  recom- 
mendation by  the  Alameda  County  Planning  Commission,  adopted  and  certified  the  Bernal 
Property  Project  FEIR,  adopted  the  Specific  Plan,  reclassified  the  property  to  PD  (Planned 
Development)  District  subject  to  the  conditions  of  reclassification  and  approved  the  Develop- 
ment Agreement;  and 

WHEREAS,  a  development  application  was  submitted  to  the  City  of  Pleasanton  requesting  the 
city  to  initiate  a  specific  plan,  development  plan,  development  agreement,  pre-zoning  and 
environmental  review  for  the  Bernal  Property;  and 

WHEREAS,  should  acceptable  and  effective  approvals  be  obtained  from  the  City  of  Pleasanton, 
the  Water  Department  would  agree  to  annex  the  Bernal  Property  to  Pleasanton,  pursuant  to  the 
Cooperative  Plan  Letter  Agreement;  and 

WHEREAS,  following  development  of  the  Cooperative  Plan,  Pleasanton  commissioned  the 
formulation  of  a  series  of  alternative  land  plans  that  were  intended  to  retain  the  land  use  and 
development  plan  agreed  to  in  the  Cooperative  Plan;  and 

WHEREAS,  after  considering  five  alternative  conceptual  land  plans,  agreement  was  reached  on 
a  revised  plan  commonly  referred  to  as  the  "Pleasanton  Preferred  Plan";  and 

WHEREAS,  additional  planning,  engineering,  economic  and  market  analyses  was  need  to 
determine  if  the  Pleasanton  Preferred  Plan  was  a  workable  and  technically  viable  plan  and 
meets  the  Cooperative  Plan  land  use  and  development  objectives;  and 

WHEREAS,  in  order  to  obtain  acceptable  land  use  and  development  approvals  from 
Pleasanton,  work  was  required  to  respond  to  and  assist  in  the  preparation  of  the  project  EIR, 
specific  plan  and  development  plan  approval  documents;  and 

WHEREAS,  before  agreeing  to  annex  the  Bernal  Property  to  Pleasanton,  the  Public  Utilities 
Commission  wants  to  assure  itself  that  the  project  approvals  it  may  receive  from  the  city  provide 
for  a  financially  sound  and  marketable  project;  and 

-  WHEREAS,  the  time  frame  to  process  the  Pleasanton  development  application  has  taken  longer 
than  originally  anticipated  due  in  part  to  the  extensive  review  and  analysis  of  the  Preferred  Plan 
in  addition  to  undertaking  work  elements  not  contemplated  as  part  of  the  development  applica- 
tion; and 

WHEREAS,  before  development  of  the  property  can  commence  and  to  allow  for  development  of 
the  property  at  the  earliest  possible  time,  certain  pre-development  work  has  to  be  completed 
pursuant  to  the  Alameda  County  project  conditions  of  approval  including  initiation  of  the 
permitting  process  required  to  implement  a  county  based  project;  and 


WHEREAS,  to  assist  in  conveying  public  information  on  the  project,  a  communicaUoris  p\an  ar»ci 

project  information  package  needs  to  be  prepared;  and 


WHEREAS,  during  the  course  of  work  on  the  Bernal  Property,  The  Planning  Collaborative  and 
its  subconsultants  have  developed  extensive  knowledge,  information  and  expertise  on  the 
planning  and  site  development  issues  affecting  the  property  and  are  uniquely  qualified  to 
perform  the  subject  work;  and 

WHEREAS,  it  is  in  the  best  interest  of  the  project  to  retain  The  Planning  Collaborative  to  assist 
the  Water  Department  in  this  next  phase  of  work;  and 

WHEREAS,  The  Planning  Collaborative  has  satisfactorily  completed  the  scope  of  work 
associated  with  its  prior  contract  amendments  and  withholding  of  contract  payments  is  no  longer 
appropriate  or  necessary;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  approves  the  execution  of  a  contract  amendment  with  the 
Planning  Collaborative  in  the  amount  of  $380,000  and  be  it  further 

RESOLVED,  that  this  Commission  approves  the  release  of  contract  retainages  withheld  on  The 
Planning  Collaborative  prior  contract  amendments  and  be  it  further 

RESOLVED,  that  this  Commission  approves  the  amendment  to  The  Planning  Collaborative 
contract  eliminating  the  payment  retainage  to  allow  the  full  reimbursement  to  the  subconsultants 
and  be  it  further 

RESOLVED,  that  this  Commission  authorizes  the  PUC  General  Manager  to  execute  said 
contract  amendment  and  release  said  contract  retainages. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of  JULY     2  2  1997   


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  Francisco 

RESOLL/nON  NO.        9^-02 1  0 


WHEREAS,  PG&E  has  agreed  to  make  available  to  Hetch  Hetchy  1,370,000  megawatt  hours  of 
sales  to  PG&E  "Assigned  Industrial  Customers"  over  a  4-1/2  year  period  commencing  with  execution  of 
the  Master  Settlement  Agreement;  and 

WHEREAS,  PG&E  has  agreed  with  the  City's  position  that  an  additional  approximately  12 
megawatts  of  current  PG&E  electric  retail  accounts  should  be  served  by  "City  municipal  load";  and 

WHEREAS,  The  expected  net  revenue  to  the  General  Fund  on  these  new  sales  over  the  entire 
4-1/2  year  term  of  the  settlement  agreement  is  estimated  at  $37  million;  and 

WHEREAS,  The  net  revenues  associated  with  these  new  electric  accounts  were  added  to  the 
Hetch  Hetchy  Water  and  Power  1997-98  budget  by  the  Mayor's  staff,  pending  approval  by  the  Board  of 
Supervisors;  and 

WHEREAS,  Additional  work  is  required  to  service  the  new  electric  wholesale  and  retail  accounts 
transferred  to  Hetch  Hetchy  Water  and  Power;  and 

WHEREAS,  Hetch  Hetchy  Water  and  Power  has  developed  work  scopes  and  a  budget  for  the 
assumption  of  these  responsibilities  at  a  cost  of  $350,000  per  year;  and 

WHEREAS,  These  costs  were  included  in  the  net  revenue  calculation  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  request  the  Mayor  to  recommend  to  the  Board  of  Supervisors 
a  Hetch  Hetchy  FY97-98  budget  increase  of  $350,000  to  cover  the  cost  of  four  new  positions  and  other 
operating  costs  incurred  to  provide  electric  service  to  the  new  retail  accounts. 


HOI  1336 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   JULY      2  2  1997  


Secretary,  Public  Utilities  Commission 


Settle  !  wpd 


t_/       I  I  t_J  Til  I  T  i       ^S.    «3i  «zi>  r\#i  w\n  I       ^S- 1 «_» 

City  a n cJ  County  of  San  Rranoisoo 


97-0211 


RESOLUTION  NO 


WHEREAS,  The  General  Manager  of  Public  Utilities  has  determined  that  under  provision  of 
Section  16.103  of  the  City  Charter,  the  Commission  can  make  the  affirmative  findings  required  in  order  to 
transfer  surplus  funds  to  the  General  Fund;  and 

WHEREAS,  The  Public  Utilities  Commission  General  Manager  will  propose  a  transfer  to  the 
General  Fund  of  $45,703,273  million;  and 

WHEREAS,  A  30-day  notice  for  a  public  hearing  on  the  findings  is  required;  now,  therefore,  be  it 

RESOLVED,  That  August  26,  1997  is  set  as  the  date  for  a  public  hearing  on  the  findings  in  fact 
.  and  judgement  under  Secfion  16.103  of  the  City  Charter  relafing  to  the  transfer  of  $45,703,273  million  to 
the  General  Fund  from  the  Hetch  Hetchy  Water  and  Power  FY  1997-98  budget. 


GENFUN98.WPD 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JULY      2  2  1997   


Secretary,  Public  Utilities  Commission 


F?Esouu"riorM  no 


97-02 1 z 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission,  after  consideration  of  various  options, 
identified  a  preferred  alternative,  including  reduced  grazing,  for  managing  its  local  watershed  lands  in 
January,  1995;  and, 

WHEREAS,  This  Commission,  upon  reconsiderationof  the  grazing  element  of  the  preferred  alternative, 
requested  additional  information  about  the  water  quality  risks  associated  with  grazing  and  control  measures 
available  to  mitigate  those  risks  to  an  acceptable  level;  and, 

WHEREAS,  This  Commission  received  on  April  30,  1997  a  detailed  Hazard  Analysis  of  Critical 
Control  Points  (HACCP)  Report  prepared  jointly  by  the  Alameda  County  Resources  Conservation  District, 
SF  PUC  Staff,  and  numerous  stakeholders  that  addresses  the  issues  and  concerns  in  depth,  including  control 
measures  to  mitigate  water  quality  risks;  and, 

WHEREAS,  On  June  24,  1997  this  Commission  considered  the  range  of  options  for  managing  grazing 
on  its  Alameda  Creek  Watershed  lands;  and, 

WHEREAS,  Subsequent  to  the  preparation  of  the  HACCP  Report  and  the  above  cited  public  meetings, 
SF  PUC  Staff,  together  with  its  Watershed  Planning  Consultant  Team  and  the  Alameda  County  Resources 
Conservation  District,  and  based  on  an  early  fall  calving  operation,  previously  identified  as  Option  2B,  for 
each  grazing  unit  and  associated  leases,  have  revised  and  incorporated  additional  structural  protection 
measures  and  management  controls,  including  more  intensive  and  on-going  watershed  monitoring,  into  its 
Grazing  Resources  Management  Plan  for  the  Alameda  Creek  Watershed  Plan;  and, 

WHEREAS,  Upon  implementation  of  the  various  protection  measures  developed  through  this  process, 
SF  PUC  Staff  and  this  Commission  have  determined  that  the  water  quality  risks  associated  with  grazing  will 
be  significantly  reduced  and  to  a  more  acceptable  level  of  risk;  and, 

WHEREAS,  This  Commission  finds  that  a  grazing  program  that  incorporates  the  above  protection 
measures  will  also  stimulate  a  grazing  program  that  will  promote  healthier  watershed  resources  conditions, 
including  water  quality;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  hereby  reaffirms  the  grazing  element  of  the 
preferred  ahemative  of  the  Alameda  Watershed  Plan,  as  modified  to  include  the  above  cited  Grazing 
Resources  Management  Plan;  and  be  it 

FURTHER  RESOLVED,  This  Commission  directs  the  General  Manager  to  develop  Grazing  Leases 
for  each  grazing  unit  within  the  Alameda  Creek  Watershed  based  on  Option  2B,  Early  Fall  Calving 
Operations  and  as  defined  in  the  Grazing  Resources  Management  Plan,  and  to  include  the  structural 
protection  measures  and  management  controls  as  conditions  of  future  leases;  and,  be  it 
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FURTHER  RESOLVED,  This  Commission  directs  the  General  Manager  to  immediately  implement 
the  grazmg  program,  based  on  the  three  year  phasing  (1997-1999)  requirements  defined  in  the  Grazing 
Resources  Management  Plan,  and  re-issue  leases  on  November  1,  1997  for  all  grazing  areas  and  to  certify 
annually  to  this  Commission  when  the  structural  protection  measures  and  management  controls  are 
implemented  as  specified  by  the  phasing  provisions  within  the  Grazing  Resources  Management  Plan. 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of 

JULY    2  2  1997 


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0213 


WHEREAS,  Under  Hetdi  He&h/  Water  and  PDwer  Comract  No .  ,  Tuolunro  Meadows  Scwct  Rdiab  -  Phase 

II,  the  existing  sewer  collection  system  will  be  rehabilitated;  and 

WHEREAS,  Under  the  Raker  Act,  the  City  is  obligated  to  protect  its  watershed  from  threats  of  pollution, 
and  the  Tuolumne  Meadows  is  a  heavily  used  tourist  area  and  is  adjacent  to  the  head  waters  of  Tuolumne  River, 
which  is  the  City's  main  source  of  water  supply;  and 

WHEREAS,  The  State  Department  of  Health  Services  determined  that  sewer  system  modifications  were 
desirable;  and 

WHEREAS,  Work  is  seasonal  and  Hetch  Hetchy  wishes  to  have  the  contract  work  done  as  quickly  as  possible; 

and 

WHEREAS,  Blasting  for  sewer  trenches  was  required  along  Highway  120  and  in  campgrounds;  and 

WHEREAS,  The  extent  of  the  rock  layer  stratification  was  not  anticipated  which  caused  the  blasting 
forces  to  permeate  horizontally  as  well  as  vertically;  and 

WHEREAS,  The  horizontal  blasting  forces  created  wider  and  less  deep  trenches  which  required  addtional 
blasting;  thereby  causing  a  greater  volumn  of  excavated  material  to  be  handled  and  more  paving  to  be  replaced; 
and 

WHEREAS,  The  extent  of  rock  layer  stratification  constitutes  a  changed  condition;  and 

WHEREAS,  As  a  result,  the  contract  quantities  exceeded  the  estimated  quantities  by  the  amount  of 
$283,000.00,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.  1  to  Hetch  Hetchy  Water  and 
Power  Contract  No.  HH-853,  Tuolumne  Meadows  Sewer  Rehab  -  Phase  II,  in  the  amount  of  $283,000.00. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JULY      2  2  1997 


Secretary,  Public  Utilities  Commission 


City  ai-id  County  of  San  Francisco 


RESOLUTION  NO.  9  7  —  0214 


WHEREAS,  Under  PUC  ResolutionNo.  95-0120  adopted  on  June  7,  1995,  the  PUC  authorized  the 
General  Manager  of  the  Utilities  Engineering  Bureau  (UEB)  to  request  proposals  from  interested  firms  to 
provide  geotechnical  and  other  specialized  engineering  services  for  the  Seismic  Upgrade  of  BDPLNos.  1  and 
2  at  the  Hayward  Fault  Crossing;  and 

WHEREAS,  Under  PUC  Resolution  No.  95-0213  adopted  on  November  28,  1995,  the  PUC 
authorized  the  Manager  of  the  UEB  to  negotiate  and  execute  an  agreement  with  Geomatrix  Consultants,  Inc. 
for  a  contract  amount  not  exceeding  $230,000  and  a  contract  duration  of  15  months;  and 

WHEREAS,  A  contract  with  Geomatrix  Consultants,  Inc.  was  let  on  April  1,  1996,  with  a  contract 
completion  date  of  July  1,  1997;  and 

WHEREAS,  Recent  geotechnical/seismological  findings  require  the  need  to  perform  additional 
engineering,  geotechnical,  and  seismic  analyses  for  the  selection  of  the  design  alternative  to  upgrade  the 
pipelines  where  they  cross  the  fault;  and 

WHEREAS,  Additional  consultant  work  in  the  amount  of  $120,000  is  required  to  incorporate  this 
work  in  the  original  contract;  and 

WHEREAS,  Contract  completion  date  will  be  extended  from  July  1,  1997  to  August  1,  1998;  and 

WHEREAS,  Geomatrix  Consultants,  Inc.  is  willing  to  provide  additional  services;  now,  therefore. 

be  it 

RESOLVED,  That  this  Commission  approves  Contract  Amendment  No.  1  which  increases  the  scope 
of  the  City's  contract  with  Geomatrix  Consultants,  Inc.  from  a  contract  amount  of  $230,000  to  $350,000  and 
extends  the  contract  completion  date  from  July  1,  1997  to  August  1,  1998. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  JjJLY      2  2  1997 


Secretary.  Public  Utilities  Commission 


City  and  County  of  San  Rrancisco 

RESOLUTION  NO.  9  7-0215 


WHEREAS,  An  Agreement  between  the  San  Francisco  Water  Department  and  Westin  Engineering  Inc. 
(Consultant)  was  entered  into  on  May  1 1,  1992  to  develop  a  SCADA  system  Master  Plan  for  an  amount 
not  to  exceed  $637,548;  and 

WHEREAS,  Said  Agreement  was  subsequently  amended  for  the  Consultant  to  provide  detail  design  and 
bid  evaluation  services,  for  a  total  Agreement  cost  as  amended  to-date  of  $4,046,389  and  a  term  expiring 
on  July  31,  1997;  and 

WHEREAS,  Unanticipated  conditions  that  developed  in  the  final  stages  of  the  design  have  prevented  the 
completion  of  the  work  as  scheduled;  and 

WHEREAS,  In  order  for  the  Consultant  to  accommodate  these  changed  conditions  at  no  additional  cost 
to  the  City,  it  is  necessary  to  extend  the  term  of  the  Agreement  by  three  (3)  months;  and 

WHEREAS,  It  is  desirable  to  extend  the  term  of  the  Agreement  by  an  additional  two  and  one  half  (2  1/2) 
months  to  the  beginning  of  the  construction  phase  if  the  project,  in  order  to  assure  continued  engineering 
support  by  the  Consultant  though  the  bid  and  award  process;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  Utilities  Engineering  Bureau  Manager  to  execute 
Amendment  No.  5  to  said  Agreement,  extending  the  term  of  this  Agreement  by  one  hundred  and  sixty- 
eight  (168)  calendar  days  to  January  15,  1998,  with  no  increase  in  cost. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JULY      2  2  1997 


Secretary,  Public  Utilities  Commission 


City  and  County  of  San  l^rancisco 


RESOLUTION  NO.  97-0216 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  sewer  repair  and 
replacement  program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  Specification  No.  1203N, 
"Lyon/Baker/Washington  Streets  Sewer  Replacement,"  to  construct  1,053  linear  feet  of  12-inch,  17 
linear  feet  of  15-inch,  and  34  linear  feet  of  18-inch  diameter  vitrified  clay  pipe  (VCP)  sewers  on 
crushed  rock  bedding  and  constructing  approximately  258  linear  feet  of  10-inch  diameter  vitrified 
clay  pipe  (VCP)  culvert  on  Lyon  Street  from  Washington  to  Clay,  on  Baker  Street  from  Jackson  to 
Pacific,  and  on  Washington  Street  from  Baker  to  Broderick  Streets;  and 


determined  that  the  Repair  and  Replacement  is  categorically  exempt  from  environmental  review 
under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act,  and  no  hazardous 
materials  were  encountered  during  construction;  and 

WHEREAS,  The  original  contract  amount  to  Harty  Pipelines,  Inc.  was  $286,546.00  and 
Contract  Modification  No.  1  (Final)  to  adjust  for  actual  quantities  used  during  construction  is  in  the 
credit  amount  of  $30,420.42,  thereby  bringing  the  final  contract  to  $256,125.58;  and 

WHEREAS,  The  original  contract  time  was  60  days,  and  Contract  Modification  No.  1  also 
allows  a  time  extension  of  15  days  for  completion  of  the  project,  thus  bringing  the  total  contract  time 
to  75  days;  and 

WHEREAS,  The  extension  of  time  is  due  to  unworkable  conditions  as  a  result  of  the 
rainstorms  within  the  months  of  December  and  January;  and 

WHEREAS,  This  agenda  item  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  the  Repair  and  Replacement  Program;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  R&R  Fund  (Fund 
5C/CPF/RNR,  FAMIS  Project  No.  CENRNRR834);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  Utilities 
Engineering  Bureau  Contract  No.  1203N  as  safisfactorily  complete;  approves  Contract  Modification 
No.  1  (Final)  in  the  credit  amount  of  $30,420.42;  authorizes  final  payment  of  5%  contract  retention  in 
the  amount  of  $12,806.28  to  the  Contractor,  Harty  Pipelines,  Inc.;  and  approves  an  extension  of  15 
days  for  completion. 

I  hereby  certify  that  theforeQoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting 


WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 


JULY 


Secretary,  Public  Utilities  Commission 


Oity  and  County  of  San  Francisco 

RESOLUTION  NO  97—0  217 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  Sukhraj,  Inc.,  dba  Suraj  Indian  Cuisine  has  requested  to  enter  into  an 
agreement  for  parking;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Lease  of  approximately  .22  acres  of  land  to  Sukhraj, 
Inc.,  dba  Suraj  Indian  Cuisine,  as  lessee,  for  the  purpose  of  parking  at  an  initial  rental  rate  of 
$400.00  per  month,  as  set  forth  in  the  Lease  of  certain  real  property  under  the  jurisdiction  of  the 
Public  Utilities  Commission,  as  shown  on  SFPUC  Drawing  No.  B-4519-4,  on  a  month-to-month 
tenancy  commencing  on  August  1,  1997  or  upon  authorization  and  approval  of  said  Lease  by 
Commission  and  terminating  upon  thirty  (30)  days'  written  notice  from  either  Party  to  the  other 
Party;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it  . 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Lease. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JULY      2  2  1997 


Secretary,  Public  Utilities  Commission 


iviirsrxjTEs 

PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


SPECIAL  MEETING 

July  25,  1997 
4:00  P.M. 

Room  402 
1155  Market  Street,  Fourth  Floor 

COMMISSIONERS 

Victor  G.  Makras,  President 
Ann  Moller  Caen,  Vice  President 
E.  Dennis  Normandy 
Robert  K.  Werbe 
Frank  L.  Cook 

DEPARTMENTS  BUREAUS 

Water  Department  Commercial  Land  Management 

Hetch  Hetchy  Customer  Service 
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Finance 
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System  Planning  and  Regulatory  Compliance 

Water  Pollution  Control 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 


97-207 


Roll  Call: 


Present  -  President  Victor  G.  Makras.  Vice  President  Ann 
Moller  Caen,  Commissioner  E.  Dennis  Normandy 


Excused  -  Commissioner  Robert  K.  Werbe,  Commissioner 
Frank  L.  Cook 


Consenting  to  the  assignment,  sublet,  and  leasehold  deeds  of  trust,  and  an 
amendment  to  the  lease  with  Mountain  View  Associates,  Assignor,  and  Mid- 
Peninsula  Housing  Coalition  (MPHC),  Assignee. 

Charles  Sullivan,  Deputy  City  Attorney,  commented  that  the  Commission  continued 
this  matter  from  the  Public  Utilities  Commission  meeting  of  July  22,  1 997  to  ensure 
a  fair  market  rental  for  the  property  and  renegotiate  rental  terms  with  Mid  Peninsula 
Housing  Coalition  (MPHC).  Mr.  Sullivan  noted  that  based  on  fair  market  valuation  of 
$14  per  square  foot,  staff  reached  a  rental  rate  of  $3,500  per  month.  The  rent  is 
currently  between  $1700  and  $1800.  He  stated  that  MPHC's  appraisal  of  the 
property  was  $12.74  per  square  foot. 

President  Makras  noted  that  staff's  recommendation  was  the  same  as  it  was  at  the 
last  meeting  with  the  addition  of  a  letter  from  MPHC  outlining  their  agreement  to 
negotiate  a  fair  market  rental  rate  one  year  from  the  assignment  of  the  lease, 
Mr.  Sullivan  advised  that  MPHC's  letter  was  an  agreement  to  negotiate  a  rental  term 
but  did  not  guarantee  an  increase  in  rent  a  year  from  now. 

Fran  Wagstaff,  Executive  Director  for  MPHC,  requested  that  the  Commission  retain 
the  existing  fixed  rate  until  their  Section  8  contract  with  HUD  expires  in  year  2001 . 

President  Makras  asked  whether  MPHC's  Section  8  contract  would  allow  them  to 
negotiate  rental  terms.  Ms.  Wagstaff  stated  that  it  did  not  preclude  them  from 
paying  a  higher  rent.  However,  she  noted  that  if  their  rent  were  raised  they  would 
have  to  pay  the  increase  from  their  own  funds  as  they  would  not  be  able  to 
subsequently  raise  their  tenants'  rent.  Mr.  Tom  Smolich,  MPHC's  Project  Manager, 
commented  that  MPHC  would  be  willing  to  negotiate  a  fair  market  rate  but  they 
would  like  to  maintain  the  existing  rental  rate  for  one  year. 

Commissioner  Normandy  asked  MPHC  to  comment  regarding  a  report  he  had 
received  that  the  Commission  responded  negatively  to  the  assignment  of  the  lease 
and  that  they  did  not  attempt  to  work  with  MPHC.  Mr.  Smolich  read  a  statement 
they  sent  to  various  individuals  summarizing  what  transpired  at  the  meeting.  He 
stated  that  they  also  requested  certain  individuals  to  intervene  on  their  behalf  in 
trying  to  schedule  a  special  meeting  of  the  Commission.  President  Makras  stated 
that  MPHC  should  have  approached  him  or  Commissioner  Normandy  directly  to 
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Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen  to  approve 
Staff  s  recommendation  agreeing  to  negotiate  in  good  faith  one  year  f rom  todav°o 
increase  the  rent  payments  due  under  the  Lease;  passed  (3-0)  unanimously. 

Resolution  No.  97-021 8:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  consent  to  the  assignment,  sublet,  and 
leasehold  deeds  of  trust,  and  an  amendment  to  the  lease 
with  Mountain  View  Associates,  Assignor,  and  Mid- 
Peninsula  Housing  Coalition  (MPHC),  Assignee,  for 
approximately  1.9  acres  of  Public  Utilities  Commission 
land  located  on  a  portion  of  Parcel  201 -A  of  Bay  Division 
Pipeline  Nos.  3  and  4  right  of  way  in  Mountain  View, 
California,  for  parking  and  landscaping  purposes  in  ' 
conjunction  with  the  adjacent  Mountain  View  Apartments. 

Thereupon,  the  meeting  was  adjourned:  4:32  P.M. 


Romaine  A.  Boldridge 
Secretary 
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dty  ai-tcJ  Ciounty  of  S ri  Francisco 

RESOLUTION  NO.  9  7  —  0218 


WHEREAS.  The  City  and  County  of  San  Francisco,  acting  by  and  through  this  Commis- 
sion, currently  leases  for  parking  purposes  approximately  1.96  of  land  to  Mountain  View 
Associates  Limited  Partnership,  a  District  of  Columbia  limited  partnership  ("Tenant"),  pursuant 
to  a  fifty-one  year  ground  lease  dated  as  of  February  26,  1980  (the  "Lease"),  which  Lease 
expires  March  31 ,  2031 ;  and 

WHEREAS,  In  connection  with  the  sale  of  Tenant's  adjacent  low-income  housing 
complex,  Tenant  has  requested  the  City's  consent  to:  (i)  an  assignment  of  Tenant's  interest  in 
the  Lease  to  Mid-Peninsula  Housing  Coalition,  a  California  nonprofit  public  benefit  corporation 
("Assignee");  (ii)  Assignee's  sublet  of  the  premises  to  MP  Shoreline  Associates  Limited 
Partnership  ("Subtenant"),  an  affiliate  of  Assignee;  (iii)  the  encumbrance  of  the  Assignee's 
interest  in  the  Lease  and  Subtenant's  interest  in  the  sublease  with  a  first  priority  $6,786,733 
deed  of  trust  in  favor  of  Comerica  Bank  -  California;  and  (iv)  the  encumbrance  of  the  Assignee's 
interest  in  the  Lease  with  second  and  third  priority  deeds  of  trust  ($747,134  and  $320,031 
respectively)  in  favor  of  the  City  of  Mountain  View;  and 

WHEREAS,  the  Lease  currently  provides  that  the  base  rental  will  be  increased  or 
decreased  every  three  (3)  years  in  accordance  with  the  gross  project  income  derived  from  the 
adjacent  low-income  housing  complex,  and  Assignee  has  agreed  to  amend  the  Lease  to  allow 
only  increases  following  a  foreclosure  of  the  leasehold  deeds  of  trust;  now.  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  execute  a 
consent  to  the  assignment,  sublet,  and  leasehold  deeds  of  trust,  and  an  amendment  to  the 
Lease  which  provides  that  the  base  rental  will  not  decrease  following  a  foreclosure  of  the 
leasehold  deed  of  trust;  and.  be  it 

FURTHER  RESOLVED,  That  any  and  all  acts  previously  performed  by  employees  of  the 
City  and  County  of  San  Francisco  in  furtherance  of  the  above  resolutions  are  hereby  ratified 
and  confirmed. 


/  hereby  certify  that  the  foregoing  resobition  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JULY      Z  5  1997 


Secretary,  Public  Utilities  Comtmssion 


Mid-Peninsula  Housing  Coalition 

658  Bair  Island  Road,  Suite  300 
Redwood  City,  California  94063 
Tel.  [41 5]  299-8000 
Fax  [415]  299-8010 

July  25,  1997 

San  Francisco  Public  Utilities  Commission 

11 55  Market  Street,  5th  Floor 

San  Francisco,  California  94102 

Attention:  Mr.  Anson  B.  Moran,  General  Manager 

Dear  Mr.  Moran: 

This  letter  will  confirm  the  agreement  between  Mid-Peninsula  Housing  Coalition  ("Mid- 
Peninsula'^),  and  the  City  and  County  of  San  Francisco,  acting  through  its  Public  Utilities 
Commission  ("PUC"),  in  connection  with  the  proposed  assignment  to  Mid-Peninsula  by 
Mountain  View  Associates  Limited  Partnership  ('^Mountain  View")  of  its  rights  under  the  Right 
of  Way  Lease,  dated  February  26,1980  between  the  PUC  and  Mountain  View  (the  "Lease"). 

In  consideration  of  the  PUC's  consent  to  the  assignment  of  the  Lease  to  Mid-Peninsula, 
Mid-Peninsula  and  the  PUC  agree  to  negotiate  in  good  faith  and  without  delay  upon  the  one  year 
anniversary  of  the  Lease  Assignment  to  increase  the  rent  payments  due  under  the  Lease.  The 
PUC  understands  that  Mid-Peninsula  will  not  be  able  to  agree  to  any  rent  increase  that 
jeopardizes  the  economic  viability  of  the  Mountain  View  Apartments  low  income  housing 
development  located  on  the  Property,  and  any  rent  increase  to  be  negotiated  by  the  PUC  and 
Mid-Peninsula  must  take  into  consideration  any  and  all  restrictions  imposed  upon  the  Project,  as 
described  in  Exhibit  A,  in  connection  with  the  acquisition  financing  for  the  Project.  Any  rent 
increase  shall  reflect,  to  the  extent  permissible  given  the  limitations  described  above,  the  fair 
market  value  of  the  leasehold  interest  subject  to  the  Lease. 

Prior  to  the  above  rent  negotiation,  Mid-Peninsula  agrees  to  provide  to  the  PUC  a  copy  of 
certified  project  financial  statements  and  certified  rent  rolls  for  the  period  of  Mid-Peninsula's 
ownership  of  the  Project,  Mid-Peninsula's  most  recent  federal  and  state  tax  returns,  any  financial 
projections  prepared  by  Mid-Peninsula  or  its  agents,  any  appraisals  Mid-Peninsula  may  have 
relating  to  the  project  or  to  property  located  in  the  vicinity,  and  such  other  information 
reasonably  requested  by  the  PUC  relating  to  the  Project. 
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A^icJ-l'enijisulii  represents  that,  e?tcept  for  the  covenants  and  restrictions  described  in 

^?chibit  A  attached  hereto,  there  are  no  covenants  or  restrictions  imposed  upon  the  N4ountain 
View  Apartments  low  income  housing  project  located  on  this  property  following  Mid- 
Peninsula's  acquisition  of  the  Project. 

Mid-Peninsula  understands  and  agrees  that  the  PUC  would  not  consent  to  the  above 
assignment  of  the  Lease  without  this  agreement,  which  is  valid  and  binding  upon  the  parties 
hereto  and  their  successors  and  assigns. 

We  appreciate  your  cooperation  in  this  transaction. 
Sincerely, 


Fran  Wagstaff 
Executive  Director 

AGREED  AND  ACCEPTED: 

SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

By:  

Title:  

cc:        Ms.  Julia  A.  Tunrini,  Marron,'  Reid  &  Sheehy 
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XVXXI>J  UTES 


PUBLIC  UTILITIKS  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


SPECIAL  MEETING 

August  5, 1997 
1:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 


COMMISSIONERS 

Victor  G.  Makras,  President 
Ann  Moller  Caen,  Vice  President 
E.  Dennis  Normandy 
Robert  K.  Werbe 
Frank  L.  Cook 


Environmental  Regulation  and  Management 
Finance 

Information  Systems 
Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 
Water  Pollution  Control 


DEPARTMENTS 


BUREAUS 


Water  Department 

Hetch  Hetchy 

Clean  Water  Program 


Commercial  Land  Management 
Customer  Service 

Engineering  and  Construction  Management 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 
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C?af/  to  Ord&r: 


Roll  Call:  Present  -  President  Victor  G.  Makras;  Vice  President  Ann  Moller 

Caen,  Commissioner  Frank  L.  Cook 

Commissioner  E.  Dennis  Normandy  arrived  at  9:14  a.m. 

Commissioner  Robert  K.  Werbe  was  excused. 


Approval  of  Minutes 

There  were  none  submitted. 


Communications 
No  action  was  taken. 


introduction  of  Old/Ongoing  Business  by  Commissioners 
No  action  was  taken. 


Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 


Report  of  the  General  Manager 

a.       Electric  Industry  Restructuring  Strategic  Options  -  Session  8 

Lawrence  T.  Klein,  General  Manager  of  Hetch  Hetchy  Water  &  Power,  gave  a 
presentation  using  electronic  slides.  Mr.  Klein  discussed  possible  business 
opportunities  for  the  City  from  the  electric  industry  restructuring.  He  discussed 
the  projects  in  which  the  department  is  currently  involved  that  could  be 
considered  options  for  further  development  such  as  managing  the  operations 
and  maintenance  for  the  utility  systems  at  Treasure  Island,  finding  a  supplier  of 
power  for  Hunters  Point  Shipyard,  and  the  option  of  buying  the  Hunters  Point 
PG&E  Power  Plant.  Mr.  Klein  talked  about  the  option  to  engage  in  a  strategic 
partnership  where  the  City  manages  the  power  supply,  delivery  or  energy 
management  services  and  retail  wheeling  "aggregation". 
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He  sa.d  that  staff  would  present  strategic  options  at  both  meetings  ot  the 
Commission  in  September  1997.    Mr.  Moran  noted  that  each  strateqic  choice 
would  require  additional  staff  resources. 


b.       Contracting  -  Types  of  Contracts  and  Decisions 

Robert  T.  Cockburn,  Manager,  Utilities  Engineering  Bureau,  gave  a 
presentation  using  an  overhead  projector.  Mr.  Cockburn  defined  six  types  of 
professional  services  contracts:  standard,  as-needed,  phased,  continuing, 
informal  and  emergency  contracts  and  discussed  the  characteristics  of  each 
contract  type.  Mr.  Cockburn  gave  an  overview  of  the  current  process  involved 
in  contracting  for  professional  services  contracts  which  starts  with  the  annual 
budget  review  process  followed  by  authorization  to  advertise,  approval  to 
award,  approval  of  modifications  if  needed  and  acceptance  of  the  project  as 
completed. 

Anson  B.  Moran,  General  Manager  of  Public  Utilities,  noted  that  the  biggest 
step  in  the  contracting  process  is  the  point  where  the  Commission  decides  to 
advertise  a  contract.  He  noted  that  this  is  when  the  Commission  should  bring 
up  all  issues  or  concerns  and  establish  a  selection  process. 


Agenda  Format 

Mr.  Moran,  General  Manager  of  Public  Utilities,  noted  the  changes  made  in  the  format 
of  the  agenda.  The  agenda  items  that  were  previously  listed  by  department  or  bureau 
were  now  listed  by  nature  of  business:  (1)  Regular  Business;  (2)  Leases  and  Permits; 
(3)  Construction  Contracts;  and  (4)  Professional  Services  Contracts.  Construction 
Contracts  and  Professional  Services  Contracts  were  further  grouped  by  the  type  of 
decision  required  in  contracting:  (1)  advertise  for  bids;  (2)  award;  (3)  amend;  and  (4) 
acceptance/close.  He  said  the  conduct  of  the  meeting  would  also  change.  After  the 
Commission  Secretary  reads  a  short  description  of  the  agenda  item,  the  staff 
proponent  would  give  a  brief  summary  of  the  context  of  the  item. 


Public  Comments 

Phyllis  Schrobsdorff  requested  the  Commission  for  an  additional  reduction  in  sewer 
service  charges  for  the  water  she  uses  for  gardening.  President  Makras  directed  staff 
to  send  a  customer  service  representative  to  inspect  the  property  and  report  the 
findings.  Mr.  Moran  advised  that  there  was  an  existing  appeal  process  through  the 
Residential  Users  Appeals  Board  for  customers  who  wish  to  request  additional 
allocation. 


Presentation 


President  Makras  presented  a  plaque  to  Commissioner  Normandy  as  a  token  of  appreciation 
for  his  leadership  as  President  of  the  Public  Utilities  Commission  from  Julv  1996  to  Julv 
1997.  ' 


REGULAR  BUSINESS 


9.       Approval  to  apply  for,  accept  and  expend  funds  not  to  exceed  $500,000  from  the  U.S. 
Department  of  Energy  Petroleum  Violation  Escrow  Account  (PVEA). 

Bonnie  Hayes,  Special  Projects  Consultant  for  the  Center  for  Resource  Solutions, 
stated  that  they  would  not  request  the  City  to  spend  money  on  this  project  but  they 
were  requesting  PUC  staff  involvement  in  the  advisory  and  ad  hoc  committees. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
9.  passed  (4-0)  unanimously. 

Resolution  No.  97-0219:    Authorizing  the  General  Manager  of  Public  Utilities  to  apply 

for,  accept  and  expend  funds  not  to  exceed  $500,000  in 
Grant  funding  from  the  U.S.  Department  of  Energy 
Petroleum  Violation  Escrow  Account  (PVEA)  on  behalf  of 
the  Center  for  Resource  Solutions  for  the  development  of  a 
Sustainable  Technology  Demonstration  Center  at  the 
Presidio. 


LEASES  AND  PERMITS 


10.     Authorizing  a  permit  with  the  State  of  California,  Department  of  Transportation,  Design 
West  -  Peninsula  (Caltrans). 

This  item  was  continued  from  the  meeting  of  July  22,  1 997. 

Gary  Dowd  noted  that  in  response  to  the  Commission's  concern  at  the  last  meeting, 
staff  proposed  to  charge  Caltrans  a  maximum  of  $15,000  for  staff  time  associated  with 
the  permit.  This  figure  was  suggested  by  Caltrans  and  staff  believes  it  will  adequately 
cover  any  expenses  that  the  City  would  incur  on  this  permit. 
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>awc#cJross»ng  Commissioner  INj orm andy •  s  e|LJostior».   Gary  Dowd  stated  t\n at  tV-»«  perr-r^W 

provides  reimbursement  to  the  City  for  staff  time  in  reviewing  plans  and  specifications 
and  inspecting  work  done  in  the  permit  area.  President  Makras  acknowledged  staff's 
efforts  in  responding  to  Commission's  concerns  regarding  recovery  of  costs  for  staff 
time  and  obtaining  the  results  of  surveys  and  tests  performed  by  Caltrans  in  the  permit 
area. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  10, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0220:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  State  of  California,  Department  of 
Transportation,  Design  West  -  Peninsula  (Caltrans)  to 
conduct  geotechnical  investigations  on  a  portion  of  the  San 
Francisco  Peninsula  Watershed,  along  Highway  92,  in  San 
Mateo  County. 


Authorizing  a  permit  with  the  City  of  Sunnyvale  for  landscaping  and  community  garden 
purposes. 

Mr.  Dowd  stated  that  staff  normally  issues  permits  to  other  municipalities  for  the  use  of 
the  Water  Department's  right  of  way  for  community  garden  purposes.  Mr.  Dowd 
recommended  approval  of  the  permit  as  the  subject  piece  of  right  of  way  does  not 
have  a  potential  for  revenue  generation.  In  addition,  the  City  of  Sunnyvale  had  agreed 
to  pay  all  tax  assessments  on  the  parcel  and  maintenance  of  the  area.  Mr.  Dowd 
stated  that  the  City  of  Sunnyvale  requested  a  waiver  of  the  processing  and  permit 
fees. 

Commissioner  Cook  stated  that  he  was  not  in  favor  of  waiving  the  fees.  President 
Makras  stated  that  he  supported  staff's  proposal  to  waive  the  permit  fee  and 
processing  fee  as  the  City  of  Sunnyvale  would  save  the  City  of  San  Francisco  the 
significant  cost  of  maintaining  the  particular  area. 

Moved  by  President  Makras,  seconded  by  Commissioner  Normandy,  to  adopt  Item  1 1 
as  amended;  passed  (3-1 ).  Commissioner  Cook  voted  no. 

Resolution  No.  97-0221 :    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  City  of  Sunnyvale  for  landscaping 
and/or  community  garden  purposes  on  a  portion  of  Parcels 
148  and  149  of  Bay  Division  Pipeline  Nos.  3  and  4  right  of 
way  in  Sunnyvale,  California. 
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T2.        Authorizing  a  lease  with  Atlas  Rlumbing  and  Sewer  Service. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
12,  passed  (4-0)  unanimously. 

Resolution  No.  97-0222:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  lease  with  Atlas  Plumbing  and  Sewer  Sen/ice, 
for  approximately  .242  acres  of  Public  Utilities  Commission 
land  located  on  a  portion  of  Parcels  1 1 8B  and  1 1 8C  of  Bay 
Division  Pipeline  Nos.  3  and  4  right  of  way  in  Milpitas, 
California  for  parking  purposes  at  a  monthly  rental  rate  of 
$1,236.00. 


CONSTRUCTION  CONTRACTS 

Advertising 

1 3.     Authorizing  advertisement  for  bids  for  Hetch  Hetchy  Water  &  Power  Contract  WP-1 3, 
Re-roof  Moccasin  Cottages. 

Lawrence  T.  Klein,  General  Manager  of  Hetch  Hetchy  Water  and  Power,  stated  that 
the  Human  Rights  Commission  recommended  subcontracting  participation  goals  of 
18%  MBE  and  0%  WBE  for  this  contract.  The  Commission  asked  about  the  reason 
for  a  0%  WBE  participation  goal.  President  Makras  directed  staff  to  prepare  a  letter  to 
the  Human  Rights  Commission  requesting  an  explanation  for  recommending  a  0% 
WBE  participation  goal  for  this  contract. 

President  Makras  requested  staff  to  provide  a  breakdown  of  the  costs  estimated  for 
roofs  and  gutters. 

President  Makras  stated  that  he  was  confident  that  there  is  a  pool  of  subcontractors 
available  to  perform  the  contract.  He  suggested  raising  the  MBE  participation  goal  to 
40%  to  encourage  more  subcontractors  to  participate  in  the  contract. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
13  as  amended,  passed  (4-0)  unanimously. 

Resolution  No.  97-0223:    Setting  subcontracting  participation  goals  of  40%  MBE  and 

0%  WBE  for  Hetch  Hetchy  Water  &  Power  Contract  No. 
WP-1 3,  Re-roof  Moccasin  Cottages;  and  authorizing 
advertisement  for  bids. 


97-215 


CLOSEO  SESSION 


14,      Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


15.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Commissioner  Cook  moved,  seconded  by  Commissioner  Normandy  to  assert  the 
attorney-client  privilege  regarding  the  matters  listed  below  as  Conference  with  Legal 
Counsel;  passed  4-0  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  10:40  a.m.  to  12:25  p.m.  to 
discuss  the  following  matters: 


16.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c): 

Anticipated  Litigation:        As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water  Department 
property  on  Bernal  Avenue  in  Alameda  County. 

No  action  was  taken. 


17.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c): 

Anticipated  Litigation:        As  Defendant 

Regarding  Claim  of  Kajima  Engineering  and  Construction 
Inc.  -  Islais  Creek  Contract  D  Project. 

No  action  was  taken. 


Note:  Commissioner  Caen  was  excused  at  12:10  p.m. 


97-216 


IS.         Conference  with  Legar  Counsel  -  Pursuant  to  Government  Code  Section  54956.9^31): 

Existing  Litigation:    Regarding  Claim  of  Howard  Johnson,  Claim  No.  96-W-0047-1. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  approve  a 
settlement  for  Item  18,  passed  (3-0)  unanimously. 

Resolution  No.  97-0224:    Recommending  to  the  Board  of  Supervisors  a  settlement  of 

the  claim  of  Howard  Johnson,  Claim  No.  96-W-0047-1/97- 
02982. 


19.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:    Regarding  Claim  of  Chang  Zeng  dba  Tung  Fong  Trading  Co.  v. 

CCSF,  Claim  No.  97-01671, 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  approve  a 
settlement  for  Item19,  passed  (3-0)  unanimously. 

Resolution  No.  97-0225:    Recommending  to  the  Board  of  Supervisors  a  settlement  of 

the  claim  of  Chang  Zeng  dba  Tung  Fong  Trading 
Company,  Claim  No.  96-W-0044/97-01671. 


19.  a.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:    Hefter  v.  County  of  San  Mateo,  et.al.,  San  Mateo  Superior  Court 

No.  400115. 

No  action  was  taken. 


20.     Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken  during 
the  Closed  Session. 


21.     Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook  not  to  disclose 
the  discussion  during  the  Closed  Session;  motion  passed  (3-0)  unanimously. 
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Thereupon,  the  meeting  was  adjourned:  12:27  P.M. 


Romaine  A.  Boldridge 
Secretary 
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F^UBLic;  LJTii_|-ries  c::<=>iviiviissi<=>isi 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0219 


WHEREAS,  The  United  States  Department  of  Energy  and  the  State  of  CaHfomia,  through  the 
Petroleum  Violation  Escrow  Account,  has  made  available  funds  for  energy  efficiency  and  renewable 
energy  programs  that  result  in  energy  savings  for  the  people  of  California;  and 

WHEREAS,  The  City  has  prepared  and  approved  an  Energy  Element  in  the  Comprehensive  Plan 
of  the  City  and  County  of  San  Francisco  which  calls  in  part  for  the  City  to  promote  the  use  of  renewable 
energy  sources  and  to  develop  information  resources  to  assist  in  the  use  of  renewable  energy;  and 

WHEREAS,  The  City  has  prepared  a  Sustainability  Plan  which  calls,  in  part,  for  all  those  who 
live  and  work  in  San  Francisco  to  be  educated  about  energy  and  climate  change  issues  so  they  may  make 
informed  choices;  and 

WHEREAS,  The  Bureau  of  Energy  Conservation  is  collaborating  with  the  Center  for  Resource 
Solutions  to  develop  a  Sustainable  Technology  Demonstration  Center  at  the  Presidio  to  foster  education 
and  implementation  of  energy  efficiency  and  renewable  energy  technologies  and  practices;  and 

WHEREAS,  The  Sustainable  Technology  Demonstration  Center  will  benefit  San  Francisco 
residents,  agencies  and  businesses  in  reducing  energy  use  in  homes,  municipal  buildings  and  in  commer- 
cial buildings;  now,  therefore,  be  it 

RESOLVED,  That  the  General  Manager  of  the  Public  Utilities  Commission  be  authorized  to 
apply  for.  accept  and  expend  funds  not  to  exceed  $500,000  in  grant  funding  from  the  U.S.  Department  of 
Energy  Petroleum  Violation  Escrow  Account  on  behalf  of  the  Center  for  Resource  Solutions. 


H020400 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST       5  1997  


f^*~JBt-tC   UTILITIES  OOIWIMISSIOIM 

City  and  County  of  San  Francisco 

RESOLUTION  NO  97-0220 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  The  State  of  California  (Caltrans)  has  requested  to  enter  into  an  agreement 
for  conducting  geotechnical  investigations  within  the  Permit  Area;  and 

WHEREAS,  The  State  of  California  (Caltrans)  asserts  that  this  project  is  categorically 
exempt  from  the  requirements  of  CEQA;  and 

WHEREAS,  The  Federal  Highway  Administration  states  that  this  project  is  categorically 
excluded  under  the  National  Environmental  Policy  Act  (NEPA);  now  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authohzes  the  execution  of  that  certain  Permit  to  the  State  of  California  (Caltrans),  as 
Permittee,  for  the  purpose  of  conducting  geotechnical  investigations,  including  construction  of 
access  roads,  drilling  and  sampling  of  bore  holes,  cutting  vegetation  to  create  pathways, 
erosion  control  and  restoration  of  access  roads,  and  access  to  monitor  and  maintain  erosion 
control  and  restoration  improvements  in  connection  with  the  proposed  Highway  92  Improve- 
ment Project  within  the  Permit  Area  located  in  San  Mateo  County,  as  set  forth  in  the  Permit  of 
certain  real  property  under  the  jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on 
Exhibit  B  of  the  Permit,  commencing  upon  authorization  and  approval  of  said  permit  by 
Commission  and  expiring  upon  oral  or  written  notice  from  City  revoking  this  Permit  provided  that 
the  Permittee  shall  pay  a  $1,800.00  annual  permit  fee  in  addition  to  reimbursing  SFPUC 
$100.00/hr.  for  specified  PUC  staff  time;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST       5  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  OOIW1MISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.  97-0221 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Santa  Clara  County;  and 

WHEREAS,  The  City  of  Sunnyvale  has  requested  to  enter  into  an  agreement  for 
landscaping  and/or  community  garden  purposes  in  the  Permit  Area;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  permit  is  categorically  exempt  from  the  requirements  of  the  Califor- 
nia Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  the  City  of  Sunnyvale,  as  Permittee,  for 
landscaping  and/or  community  garden  purposes  within  the  Permit  Area  located  in  Sunnyvale, 
Santa  Clara  County,  as  set  forth  in  the  Permit  of  certain  real  property  under  the  jurisdiction  of 
the  Public  Utilities  Commission,  as  shown  on  Drawing  No.  B-4679,  commencing  upon  execution 
and  delivery  following  authorization  and  approval  of  said  permit  by  Commission  and  expihng 
upon  oral  or  written  notice  from  City  revoking  this  Permit  provided  that  the  Permittee  shall 
reimburse  City  100%  for  taxes  and  assessments;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   AUGUST        5  1997  


Secretary,  Public  Utilities  Commission 


F»UBI_IO    UTILITIES  O  O  IVIIVl  I  S  SIO  |SJ 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97~0222 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Santa  Clara  County;  and 

WHEREAS,  Atlas  Plumbing  and  Sewer  Service  has  requested  to  enter  into  an  agree- 
ment for  parking;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Lease  of  approximately  .242  acres  of  land  to  Atlas 
Plumbing  and  Sewer  Service,  as  lessee,  for  the  purpose  of  parking  at  an  initial  rental  rate  of 
$1 ,236.00  per  month,  as  set  forth  in  the  Lease  of  certain  real  property  under  the  jurisdiction  of 
the  Public  Utilities  Commission,  as  shown  on  SFPUC  Drawing  No.  B-4025-2,  on  a  Year-to-Year 
tenancy  commencing  on  August  15,  1997  or  upon  authorization  and  approval  of  said  Lease  by 
Commission  and  terminating  upon  thirty  (30)  days'  written  notice  from  either  Party  to  the  other 
Party;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Lease. 


/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST  51997 


Secretary,  Public  Utilities  Commission 


F» LIB  Lie  UTILITIES  OOMIVIISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0223 


WHEREAS,  Under  Hetch  Hetchy  Water  &  Power  Contract  No.  WP-13,  Re-roof  Moccasin 
Cottages,  the  City  wishes  to  protect  the  existing  cottages  at  Moccasin,  Priest  and  Rock  River  from  further 
water  damage;  and 

WHEREAS,  The  engineer's  estimate  for  said  contract  is  $134,472;  and 

WHEREAS,  The  City's  Department  of  City  Planning  has  determined  the  project  Categorically 
Exempt  from  Environmental  Review  under  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  The  HRC  Office  of  Contract  Compliance  has  reviewed  the  Contract  and  assigned 
subcontracting  participation  goals  of  18%  MBE  and  0%  WBE;  and 

WHEREAS,  This  Commission  wishes  to  increase  MBE  and  WBE  subcontracting  participation  in 
its  contracts;  and 

WHEREAS,  The  funds  for  this  project  are  available  in  Hetch  Hetchy  Water  &  Power  Appropria- 
tion 33-001,  Project  380,  Work  Phase  1,  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  sets  subcontracting  participation  goals  of  40%  MBE 
and  0%  WBE  for  this  contract,  and  authorizes  advertisement  for  bids  for  Hetch  Hetchy  Water  &  Power 
Contract  WP-13,  Re-roof  Moccasin  Cottages  as  designed  and  recommended  by  staff. 


/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at  its 

meeting  of  ftymi$T     5  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC    UX I LI TIES  COMMISSION 

City   and   County   of    San  Fr"ancisco 

RESOLUTION  NO.   97"0224 


RESOLVED,  That  on  recommendation  of  the  General  Manager  of  the  Public  Utilities 
Commission,  and  the  City  Attorney,  this  Commission  hereby  recommends  that  the  Board  of 
Supervisors  resolve  and  settle  the  claim  listed  below  on  the  terms  specified  below. 

Case  Name  Case  Number  Amount 

Howard  Johnson  Hotel  96-W-0047-1/  $8,058.37 

97-02982 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

AUGUST     5 1997 


Secretary,    Public  Utilities  Commission 


PUBLIC    UXILIXIES  COMMISSION 

City   and   County  of    San  Francisco 


97-0225 


RESOLUTION  NO. 


RESOLVED,  That  on  recommendation  of  the  General  Manager  of  the  Pubhc  Utihties 
Commission,  and  the  City  Attorney,  this  Commission  hereby  recommends  that  the  Board  of 
Supervisors  resolve  and  settle  the  claim  listed  below  on  the  terms  specified  below. 


Case  Name  Case  Number  Amount 


Chang  Zeng  dba  Tung  Fong 

Trading  Company  96-W-0044/97-01671  $9,747.35 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 


AUGUST     5 1997 


Secretary,    Public  Utilities  C^Dmmission 


PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


REGULAR  MEETING 

August  12, 1997 
1:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 


COMMISSIONERS 

Victor  G.  Makras,  President 
Ann  Moller  Caen,  Vice  President 
E.  Dennis  Normandy 
Robert  K.  Werbe 
Frank  L.  Cook 


DEPARTMENTS 


BUREAUS 


Water  Department 

Hetch  Hetchy 

Clean  Water  Program 


Commercial  Land  Management 
Customer  Service 

Engineering  and  Construction  Management 
Environmental  Regulation  and  Management 
Finance 

Information  Systems 

Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 

Water  Pollution  Control 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 
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CslU  to  Ord&rz 


1  :OS  F».M. 


Roll  Call:  Present  -  President  Victor  G.  Makras;  Vice  President  Ann  Molle 

Caen,  Commissioner  E.  Dennis  Normandy 

Commissioner  Frank  L.  Cook  arrived  at  1 :10  p.m. 

Commissioner  Robert  K.  Werbe  was  excused. 


Approval  of  Minutes 

On  motion  by  Commissioner  Caen,  seconded  by  Commissioner  Normandy,  the 
Minutes  of  the  Regular  Meeting  of  July  22,  1 997  and  the  Minutes  of  the  Special 
Meeting  of  July  25,  1997  were  approved  (3-0)  by  unanimous  vote. 


Communications 
No  action  was  taken. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 
Sunol  Water  Treatment  Plant  Improvement  Project 

Commissioner  Normandy  asked  about  the  status  of  the  Commission's  request  to 
conduct  an  independent  study  of  the  fault  line  at  the  proposed  reservoir  site.  Mr. 
Anson  B.  Moran,  General  Manager  of  Public  Utilities,  stated  that  it  is  still  under  review 
by  staff. 

Sewer  Complaint 

Regarding  the  sewer  service  charges  complaint  made  by  Phyllis  Schrobsdorff  at  the 
last  meeting,  President  Makras  directed  staff  to  submit  the  inspection  report  to  the 
Residential  Users  Appeals  Board  with  a  copy  to  the  Public  Utilities  Commission.  At 
the  last  meeting,  staff  was  directed  to  submit  a  report  to  the  Commission. 


Introduction  of  New  Business  by  Commissioners 

Regarding  the  goal  of  the  Commission  to  draw  more  subcontractors  into  contracting 
as  phme  contractors,  President  Makras  stated  that  he  would  like  to  implement  a 
"check  and  balance"  system  that  would  ensure  that  when  these  contractors  become 
primes  they  were  truly  qualified  by  the  Human  Rights  Commission.  He  suggested 
incorporating  a  system  in  the  Request  for  Proposal  or  in  the  bid  process  where  the 
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were  entit/od  to  roceive  MBE/WBE/LBE  preference  points.    He  suggested  expVoring 

ways  to  accomplish  the  goal  of  the  Commission  to  help  subcontractors  become  prime 
contractors. 

Mr.  Moran  stated  that  staff  would  work  with  the  City  Attorney  and  the  Human  Rights 
Comnnission  to  incorporate  in  the  bidding  process  an  independent  certification  by 
subcontractors  in  addition  to  those  requirements  already  established  by  HRC. 


7.       Report  of  the  General  Manager 

a.       Bay  Area  Ridge  Trail  Update 

Mr.  Moran  stated  that  in  response  to  the  Board  of  Supervisors  request  to  look 
at  options  of  opening  the  Bay  Area  Ridge  Trail,  staff  explored  several  options  of 
access  that  could  qualify  under  a  Negative  Declaration.  Staff  prepared  a 
project  description  that  the  Department  of  City  Planning  Office  of  Environmental 
Review  circulated.  One  comment  received  was  from  the  United  States  Fish 
and  Wildlife  indicating  their  concerns  around  protective  habitats  for  threatened 
and  endangered  species.  The  Office  of  Environmental  Review  (OER)  stated 
that  since  this  problem  cannot  be  resolved  they  could  not  issue  a  Negative 
Declaration.  OER  is  meeting  with  Fish  and  Wildlife  to  see  if  they  would  accept 
mitigation  to  preserve  the  project.  Mr.  Moran  stated  that  staff  should  know  in  a 
week  if  the  project  could  go  fon/vard.  At  this  time  staff  is  planning  to  proceed 
with  the  revision  of  the  programmatic  EIR  as  part  of  the  watershed 
management  plan  to  incorporate  the  opening  of  the  ridge  trail  alignment. 

Commissioner  Normandy  asked  about  the  condition  of  the  brush  in  the  Bay 
Area  Ridge  Trail  area  in  relation  to  the  fire  danger.  He  said  a  high  risk  factor 
could  mitigate  the  opening  of  the  trail  as  it  would  put  the  public  at  a  greater  risk. 
Ms.  Davis  stated  that  she  would  submit  a  status  report  on  the  condition  on  the 
watershed  and  its  fire  potential. 

Commissioner  Cook  commented  about  the  risk  in  getting  immediate  emergency 
relief. 

b.       Review  of  Audit  Reports 

Steven  Carmichael,  Director,  Bureau  of  Finance  gave  an  overview  of  the 
auditor's  recommendations  based  on  audits  performed  of  the  Water 
Department,  Hetch  Hetchy  Water  and  Power,  Clean  Water  Enterprise,  the 
Suburban  Revenue  Requirement  Calculation  and  PUC's  Bonds,  Grants  and 
other  Financial  Agreements.  Mr.  Carmichael  stated  that  staff  concurred  with 
the  audit  recommendations  and  have  already  implemented  some 
recommendations. 
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Commissioner  Caen  suggested  keeping  the  Commission  informed  of  any 
correspondence  sent  to  the  Controller's  Office  such  as  the  monthly  closing 
statements.  Commissioner  Cook  requested  staff  to  give  the  Commission  an 
overview  of  the  department's  policies  and  operating  procedures.  Mr.  Moran 
stated  that  staff  would  give  a  presentation  to  the  Commission  regarding 
accounting  policies  and  procedures. 

c.  Mission  Based  Goals  and  Objectives 

Mr.  Moran  gave  a  presentation  using  electronic  slides.  He  cited  the  goals  and 
objectives  of  the  Public  Utilities  Commission  and  discussed  the  different 
programs  undertaken  by  staff  to  accomplish  these  goals. 

Regarding  the  mission  "to  serve  San  Francisco  and  its  Bay  Area  customers 
with  reliable,  high  quality  and  affordable  water"  President  Makras  commented 
that  staff  should  take  steps  to  address  how  we  can  provide  affordable  water. 

d.  Water  Supply  Master  Plan 

Mary  Williams,  Project  Manager,  gave  a  presentation  using  electronic  slides 
regarding  the  progress  of  the  Water  Supply  Master  Plan  Project. 

Ms.  Williams  discussed  the  various  findings  of  Phase  1  of  the  Water  Supply 
Master  Plan  which  were  about  the  range  of  potential  future  purchases  of  PUC 
supplies,  the  degree  of  PUC  water  supply  reliability,  the  range  of  water  supply 
needed,  potential  supply  opportunities,  and  the  decision  framework  in  the 
development  of  the  final  water  supply  master  plan. 

Jeff  Kishel  of  Montgomery  Watson,  consultant  for  the  project,  stated  that  they 
identified,  in  Phase  I,  three  potential  water  supply  options  that  could  be 
considered  for  study  in  Phase  II.  The  options  to  increase  water  supply 
availability  were:  (1 )  to  build  a  new  storage  facility  to  meet  a  high  level  of  firm 
supply,  for  example,  surface  water  reservoirs,  groundwater  storage  and 
conjunctive  use;  (2)  to  obtain  new  supplies  through  water  transfer  or  purchase 
from  other  entities  that  have  excess  water;  (3)  and  to  implement  local  water 
supply  projects  such  as  groundwater  reclamation,  recycled  water  programs  or 
increased  demand  management  on  a  regional  basis. 

Ms.  Williams  reported  that  Phase  1  is  ahead  of  schedule  and  would  be 
completed  on  August  29,  1997.  She  noted  that  they  met  the  MBE/WBE 
participation  goal  on  this  project  which  totaled  58%. 

Commissioner  Normandy  commended  staff  in  providing  a  comprehensible 
overview  of  the  project  and  for  meeting  the  project's  schedule,  the  budget  and 
the  MBE/WBE/LBE  subcontracting  goals. 
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Ricardo  Ramirez  requested  the  Commission's  assistance  in  obtaining  the  final 
payment  due  to  him  for  the  sewer  replacement  job  he  completed  on  Day  and  Dolores 
Streets.  An  agenda  item  to  close  out  the  contract  was  on  the  PUC  agenda  on  July  22, 
1997  and  was  removed  due  to  concerns  regarding  minority  participation  goals  not 
being  met  and  the  long  delay  in  the  completion  of  the  project.  President  Makras 
requested  PUC  staff  to  meet  with  Mr.  Ramirez  to  resolve  the  issues  concerning  the 
contract. 


REGULAR  BUSINESS 


Approving  a  multi-year  phased  re-landscaping  plan  for  the  Millbrae  Headquarters  site. 

Cheryl  Davis,  Manager  of  the  Water  Supply  &  Treatment  Division,  presented  the 
landscaping  proposals  for  the  Millbrae  office.  She  noted  that  the  proposals  reflect  the 
direction  of  the  Commission  to  consider  landscaping  options  that  conserve  water, 
have  low  maintenance  cost  and  are  aesthetically  pleasing.  She  showed  pictures  of 
the  different  vegetation  options.  The  landscaping  master  plan  prepared  by  staff 
proposed  a  multi-year  phased  re-landscaping  of  Millbrae  Headquarters  as  follows: 
Zone  A  (the  portion  in  front  of  the  headquarters  administration  building);  Zone  B  (site 
of  the  headquarters  building);  Zone  C  (frontage  area  between  El  Camino  Real  and  the 
enclosed  portion  of  the  Millbrae  site)  and  Zone  D  (the  portion  of  the  site  behind  the 
headquarters  building).  Ms.  Davis  noted  that  staff  was  not  proposing  any  work  for 
Zone  D  at  this  time. 

Commissioner  Caen  commented  that  the  proposal  seemed  very  costly  for  what  the 
department  would  get  out  of  it.  She  suggested  making  Zone  A  a  demonstration 
garden  and  put  low  maintenance  vegetation  in  Zone  C.  Commissioner  Normandy 
commented  that  Zone  C  should  fall  lower  in  the  scale  of  priorities.  He  also  suggested 
making  Zone  A  the  demonstration  garden  for  public  education  purposes. 

Commissioner  Normandy  moved  to  adopt  staff's  proposal  with  the  exception  of  Zone 
C,  which  staff  should  remove  from  the  priority  list  at  this  time.  Commissioner  Cook 
seconded. 

Commissioner  Caen  suggested  putting  more  emphasis  on  Zone  A  and  plan  something 
minor  for  Zone  B. 

President  Makras  commented  that  the  agenda  item  was  not  clear  as  to  what  the 
department  was  getting  for  the  costs.  He  suggested  establishing  a  benchmark  on 
what  is  needed  to  be  done  and  determine  the  minimum  cost  to  accomplish  that 
benchmark  based  on  the  Commission's  direction  to  eliminate  grass  turts  and  maintain 
the  sites  presentable.  Ms.  Davis  responded  that  staff  would  provide  to  the 
Commission  a  clearer  statement  on  what  would  be  the  minimum  cost  to  get  rid  of  turf 
grass. 


Commissioner  Cook  suggested  phasing  the  project  over  a  longer  period  of  time. 


Commissioners  Normandy  and  Cook  withdrew  their  motion  to  approve  the  item. 
Commissioner  Normandy  stated  that  he  was  withdrawing  his  motion  with  the 
understanding  that:  (1 )  this  project  would  be  implemented  as  a  multi-year  plan;  (2) 
there  would  be  maximum  coverage  per  square  footage  at  minimal  cost;  (3)  Zone  C 
would  be  eliminated  from  the  planning  process;  and  (4)  this  would  be  a  part  of  an 
integrated  plan. 

Staff  would  return  to  the  Commission  to  request  approval  of  a  revised  plan. 


10.     Approving  a  line  item  equipment  substitution  in  the  Customer  Service  Bureau  FY 
1996-97  budget. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Normandy,  to  adopt  item 
10,  passed  (4-0)  unanimously. 

Resolution  No.  97-0226:    Approving  a  line  item  equipment  substitution  in  the 

Customer  Service  Bureau  FY  1996-97  budget  in  the 
amount  of  $1 00,000  to  allow  for  the  purchase  of 
workstation  improvements  and  various  ergonomic  office 
furnishings  and  equipment  identified  in  a  recent  PUC 
Health  and  Safety  Program  study. 


1 1 .     Authorizing  the  Bureau  of  Energy  Conservation  to  apply  for,  accept  and  expend  grant 
funds  from  the  U.S.  Department  of  Energy  and  the  Urban  Consortium  Energy  Task 
Force. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
11,  passed  (4-0)  unanimously. 

Resolution  No.  97-0227:    Authorizing  the  Bureau  of  Energy  Conservation  to  apply 

for,  accept  and  expend  $75,000  of  grant  funds  from  th-e 
U.S.  Department  of  Energy  and  the  Urban  Consortium 
Energy  Task  Force  to  support  the  City's  energy 
management  activities. 


*************************** 


On  recommendation  by  President  Makras,  Items  12  and  13  were  taken  together. 
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Moved  by  Commissioner  Normandy,  seconded  by  Oommissioner  Caen,  to  atiopi  1  ^ 

and  12,  passed  (4-0)  unanimously. 


12.  Resolution  No.  97-0228:    Authorizing  the  General  Manager  of  Public  Utilities  to  sign 

the  contract  amendment  with  the  Department  of  Pesticide 
Regulation  to  accept  and  expend  a  $20,000  grant  to 
continue  the  Green  Gardening  Educator  Training  Program 
for  the  period  September  1 ,  1 997  to  June  30,  1 998. 

13.  Resolution  No.  97-0229:    Authorizing  the  Public  Utilities  Commission  to  enter  into  a 

$80,000  sole  source  contract  with  the  San  Francisco 
League  of  Urban  Gardeners  to  coordinate  the  Green 
Gardening  Educator  Training  Program  for  the  period 
September  1 ,  1 997  to  June  30,  1 999. 


*************************** 


On  recommendation  by  President  Makras,  Items  14  and  15  were  taken  together. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Items  14 
and  15,  passed  (4-0)  unanimously. 

14.  Resolution  No.  97-0230:    Confirming  the  Declaration  of  Emergency  by  the  President 

of  the  Public  Utilities  Commission  for  Contract  1452N,  33rd 
Avenue  Sewer  Replacement;  and  requesting  the  Board  of 
Supervisors  to  approve  the  expenditure  of  funds  for  the 
emergency  work  to  replace  the  structurally  inadequate 
sewer  on  33rd  Avenue  between  Cabrillo  and  Fulton 
Streets. 

15.  Resolution  No.  97-0231:    Confirming  the  Declaration  of  Emergency  by  the  President 

of  the  Public  Utilities  Commission  for  Contract  1462N, 
Jersey  Street  Sewer  Replacement;  and  requesting  the 
Board  of  Supervisors  to  approve  the  expenditure  of  funds 
for  the  emergency  work  to  replace  the  structurally 
inadequate  sewer  on  Jersey  Street  between  Diamond  and 
Douglas  Streets. 


*************************** 
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16.         Authiohzing  transfer  of  $460,272  to  cover  expenditure  overruns  in  the  R\JO  operating 

budgets. 


President  Makras  requested  staff  to  provide  a  list  of  accounts  with  surplus  funds. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  item  16, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0232:    Authorizing  the  General  Manager  of  Public  Utilities  to 

request  the  Controller  to  transfer  $460,272  to  cover 
expenditure  overruns  in  the  PUC  operating  budgets  from 
unspent  monies  in  the  1996-97  budget. 

Note:  President  Makras  announced  that  Item  17  would  be  discussed  after  the  Closed 
Session. 


CONSTRUCTION  CONTRACTS 


18.  Approving  advertisement  for  bids  for  Contract  No.  1254N,  Eleventh  Street  Sewer 
Replacement. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Normandy,  to  adopt  item 

18,  passed  (4-0)  unanimously. 

Resolution  No.  97-0233:    Approving  the  final  plans  and  specifications  for  Contract 

No.  1254N,  Eleventh  Street  Sewer  Replacement,  to 
replace  existing  3'  x  5'  brick  sewer  in  Eleventh  Street  from 
Harrison  Street  to  Folsom  Street;  and  authorizing 
advertisement  for  bids. 

19.  Awarding  Contract  Specification  No.  1414N,  Treat  Avenue  and  22nd  Street  Sewer 
Replacement. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 

19,  passed  (4-0)  unanimously. 

Resolution  No.  97-0234:    Awarding  Contract  Specification  No.  1414N,  Treat  Avenue 

and  22nd  Street  Sewer  Replacement,  in  the  amount  of 
$248,640  to  the  lowest  bidder,  Harty  Pipelines,  Inc.  As  the 
lowest  responsive  bidder. 
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20.        Awairding  Hetch  Hetchy  Contract  No.  HH-846,  Early  Intake  Sluice  Gates  Replacement. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
20,  passed  (4-0)  unanimously. 

Resolution  No.  97-0235:    Awarding  Hetch  Hetchy  Contract  No.  HH-846,  Early  Intake 

Sluice  Gates  Replacement,  in  the  amount  of  $529,000.00, 
to  the  lowest  responsive  bidder,  Shimmick  Construction 
Company,  Inc.;  and  approving  the  transfer  of  funds  from 
Hetch  Hetchy  Dams,  Rehabilitate  Gates  Project  to  this 
project. 


PROFESSIONAL  SERVICE  CONTRACTS 


21 .     Authorizing  extension  of  the  contract  with  Dr.  Ronald  Yoshiyama. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
21,  passed  (4-0)  unanimously. 

Resolution  No.  97-0236:    Authorizing  the  General  Manager  of  Public  Utilities  to 

continue  an  existing  relationship  with  Dr.  Ronald 
Yoshiyama  extending  the  term  of  the  contract  to  August  31 , 
1998. 


22.  Authorizing  the  General  Manager  of  Public  Utilities  to  continue  an  existing  relationship 
with  David  M.  Dornbusch  &  Co.,  Inc.  extending  the  term  of  the  contract  to  August  31 , 
1998. 

Item  22  was  removed  from  the  agenda. 

23.  Authorizing  the  General  Manager  of  Public  Utilities  to  continue  an  existing  relationship 
with  Hannaford  Consulting,  Inc.. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
23,  passed  (4-0)  unanimously. 

Resolution  No.  97-0237:    Authorizing  the  General  Manager  of  Public  Utilities  to 

continue  an  existing  relationship  with  Hannaford 
Consulting,  Inc.  increasing  the  contract  amount  by 
$100,000  for  a  contract  total  not  to  exceed  $200,000. 
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/\uthion2:inQ  the  General  Manager  of  Public  Utilities  to  oontinue  an  existing  re\ationsh\p 

With  Henwood  Energy  Services,  Inc.  increasing  the  contract  amount  by  $300,000  tor  a 
contract  total  not  to  exceed  $1 ,290,000. 


Item  24  was  removed  from  the  agenda. 


25.     Accepting  completion  of  Professional  Service  Contract  CS-463,  Sunol  Valley  Water 
Treatment  Improvement  Plan. 

President  Makras  commended  staff  for  excellent  MBEA/VBE  participation  on  this 
contract. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  item  25, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0238:    Authorizing  the  Bureau  of  System  Planning  and  Regulatory 

Compliance  to  accept  the  completion  of  Professional 
Service  Contract  CS-463,  Sunol  Valley  Water  Treatment 
Improvement  Plan  performed  by  Carollo  Engineers  and 
AGS,  Inc.,  a  joint  venture,  and  authorizing  the  release  of 
10%  retention  in  the  amount  of  $12,758.39. 


CLOSED  SESSION 


26.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


27.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen,  to  assert  the 
attorney-client  privilege  regarding  the  matters  listed  as  Conference  with  Legal 
Counsel,  passed  (4-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  3:30  p.m.  to  5:20  p.m.  to 
discuss  the  following  matters: 
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28. 


Conference  with  Real  Property  Negotiator  - 
54956.8: 


Pursuant  to  Government  Code  Section 


Property:  Portion  of  Parcel  1 1  of  San  Mateo  County  lands,  former  Muni 

right  of  way  in  San  Bruno,  California 
Parties  Negotiating:  Lymburn/Dowd 
Lessee:  Artichoke  Joe's 

Under  Negotiation:  Price  and  Terms 

No  action  was  taken. 


Note:    Commissioner  Caen  was  excused  at  4:35  p.m. 


29.       Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c):  (Ambrose/Nelson) 

Anticipated  Litigation:      As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water  Department 
property  on  Bernal  Avenue  in  Alameda  County. 

No  action  was  taken. 


30.       Public  Employee  Performance  Evaluation  -  Pursuant  to  Government  Code  Section 
No.  54957: 

Position:     General  Manager  of  Public  Utilities 
No  action  was  taken. 


31.       Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken  during 
the  Closed  Session. 


32.       Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook  not  to 
disclose  the  discussion  during  the  Closed  Session;  motion  passed  (3-0) 
unanimously. 

The  Commission  resumed  to  the  discussion  of  the  Regular  Agenda. 
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LKASES  AND  PERIMIXS 

17.     Authorizing  an  Agreement  Respecting  Construction  Concession  and  Waiver  and 

Release  of  Claims  with  Artichoke  Joe's,  the  Bay  Area  Rapid  Transit  District  and  the 
Public  Utilities  Commission. 

Brian  Fitzpatrick,  Senior  Real  Estate  Officer  for  the  Bay  Area  Rapid  Transit  District 
(BART),  expressed  their  support  of  the  proposed  agreement. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
17,  passed  (3-0)  unanimously. 

Resolution  No.  97-0239:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  an  Agreement  Respecting  Construction 
Concession  and  Waiver  and  Release  of  Claims  with 
Artichoke  Joe's,  a  California  corporation,  the  Bay  Area 
Rapid  Transit  District  and  the  Public  Utilities  Commission 
concerning  certain  lands  located  in  the  City  of  San  Bruno 
under  the  jurisdiction  of  the  Public  Utilities  Commission. 

Thereupon,  the  meeting  was  adjourned:  5:21  P.M. 


Romaine  A.  Boldridge 
Secretary 
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RUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0226 


WHEREAS,  the  Customer  Service  Bureau  of  the  Public  Utilities  Commission  has  entered 
into  an  agreement  with  the  Purchasing  Department's  Mail  Services  Section  to  provide  mail 
processing  and  delivery  service  for  the  water  and  sewer  bills  as  well  as  customer  notices  and 
other  departmental  mail;  and 

WHEREAS,  this  agreement  is  both  cost  effective  and  beneficial  to  both  departments;  and 

WHEREAS,  this  agreement  obviates  the  need  to  purchase  a  replacement  mail  insertion  machine, 
resulting  in  a  savings  of  approximately  $135,000;  and 

WHEREAS,  the  Bureau  has  identified  a  non-budgeted  need  of  $  1 00,000  for  the  upgrade  of  office 
workstation  components,  including  ergonomic  keyboards  and  work  surfaces,  identified  in  a  study 
performed  under  the  auspices  of  the  PUC  Health  and  Safety  Program;  and 

WHEREAS,  both  the  Purchaser  and  the  Controller's  Office  have  agreed  to  extend  the  purchasing 
deadlines  for  the  purchase  of  these  items  if  equipment  substitutions  are  approved  by  the  Public 
Utilities  Commission;  now  therefore  be  it 

RESOLVED,  that  the  Public  Utilities  Commission  approves  an  equipment  substitution  in  the  Customer 
Service  Bureau  1  996-97  budget  in  the  amount  of  $  1 00,000  to  allow  for  the  purchase  of  the  items 
referenced  in  this  resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    1>2  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  OOMMISSIOM 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0227 


WHEREAS,  The  United  States  Department  of  Energy,  under  a  proposal  of  the  Energy  Task  Force 
of  the  Urban  Consortium  for  Technology  Initiatives,  has  made  funds  available  for  energy  management 
programs  in  large  urban  governments,  and  San  Francisco  has  been  a  continuing  participant  in  Consortium 
work;  and 


WHEREAS,  the  Board  of  Supervisors  has  previously  authorized  both  the  Mayor's  Office  and  the 
Bureau  of  Energy  Conservation  to  apply  for,  accept  and  expend  funds  from  the  Urban  Consortium  for 
energy  management  activities  (Board  Resolutions  #675-81,  #881-82,  #778-84,  #849-85,  #967-86,  #39-88, 
#990-88,  #898-89,  #81-91,  #929-92,  #814-93,  #853-94;  and  #912-95;  and  #1077-96);  and 

WHEREAS,  the  City  has  prepared  and  approved  an  Energy  Element  to  the  Comprehensive  Plan  of 
the  City  and  County  of  San  Francisco  which  in  part,  calls  for  the  establishment  of  an  energy  management 
program  for  the  City's  municipal  sector;  and 

WHEREAS,  the  Bureau  of  Energy  Conservation  is  working  to  assess  the  economic  and  technical 
merits  of  various  programs  to  reduce  energy  operating  costs  to  end  users;  now,  THEREFORE,  be  it 

RESOLVED,  that  the  General  Manager  of  the  Public  Utilities  Commission  be  authorized  to  apply 
for,  accept  and  expend  $75,000  in  grant  funding  from  the  U.S.  Department  of  Energy  and  the  Urban 
Consortium  (through  its  fiscal  agent,  the  City  of  Chicago)  to  continue  its  energy  management  activities. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  lUGUST  121997 


Secretary,  Public  Utilities  Commission 


I=»UBLIC  UTILITIES  OOMMISSION 
City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0228 


WHEREAS,  in  April  1996,  the  Bureau  of  Environmental  Regulation  and  Management  contracted 
with  the  Department  of  Pesticide  Regulation  and  Management  to  accept  and  expend  grant  funds  for 
$20,000  in  1996-1997,  and  to  accept  and  expend  grant  funds  for  two  additional  years,  depending  upon 
performance,  to  conduct  the  Green  Gardening  Educator  Training  Program; 

WHEREAS,  The  City  submitted  an  amended  proposal  for  additional  grant  funding  of  $20,000  for 
Fiscal  Year  1997-1998  from  the  Department  of  Pesticide  Regulation; 

WHEREAS,  The  Department  of  Pesticide  Regulation  awarded  the  City  an  additional  $20,000 
grant  for  1997-1998; 

WHEREAS,  the  grant  requires  a  match  in  funds,  of  $20,000,  which  has  been  approved  in 
BERM's  Operating  Budget; 

WHEREAS,  the  General  Manager  of  the  Public  Utilities  Commission  must  sign  an  amended 
contract  with  the  Department  of  Pesticide  Regulation  to  accept  and  expend  the  grant  funding  for  the 
period  of  September  1,  1997  to  June  30,  1998;  now  therefore,  be  it 

RESOLVED,  that  this  commission  hereby  authorizes  the  General  Manager  of  Public  Utilities  to 
sign  the  contract  amendment  with  the  Department  of  Pesticide  Regulation  to  accept  and  expend  a  $20,000 
grant  from  September  1,  1997  to  June  30,  1998. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    12  1997 


Secretary,  Public  Utilities  Commission 


RUBLIC  UTILITIES  COMMISSIOtsI 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0229 


WHEREAS,  in  April  1996,  the  Bureau  of  Environmental  Regulation  and  Management  has 
worked  with  the  San  Francisco  League  of  Urban  Gardeners  to  coordinate  the  Green  Gardening  Educator 
Training  Program  which  is  designed  to  reduce  and  minimize  the  discharge  of  pesticides  containing  toxic 
pollutants  to  the  City's  combined  sewerage  system; 

WHEREAS,  on  July  15,  1996  Civil  Service  Approved  a  continuing  contract  to  conduct  the  Green 
Gardening  Educator  Training  Program  until  6/30/99,  Resolution  number  PSC  #2001-96/97; 

WHEREAS,  on  June  13,  1996  the  Human  Rights  Commission  approved  a  sole  source  contract 
between  the  City  and  the  San  Francisco  League  of  Urban  Gardeners  beginning  July  1,  1997  for  a  period  of 
three  years; 

WHEREAS,  for  the  period  for  this  contract  is  two  years  1997-1998  not  to  exceed  $80,000; 

WHEREAS,  for  the  period  of  September  1,  1 997  to  June  30,  1 998,  the  contract  amount  of 
$40,000  consists  of  a  $20,000  grant  from  Department  of  Pesticide  Regulation  and  $20,000  from  the 
Public  Utilities  Commission.  For  the  period  of  July  1,  1998  to  June  30,  1999,  the  contract  amount 
consists  of  a  $20,000  grant  from  the  Department  of  Pesticide  Regulation  (dependent  upon  grant  alloca- 
tion) and  $20,000  from  the  Public  Utilities  Commission  (dependent  upon  annual  appropriations);  now 
therefore,  be  it. 

RESOLVED,  that  this  commission  hereby  authorizes  the  City  a  sole  source  contract  with  the  San 
Francisco  League  of  Urban  Gardeners  for  a  period  of  two  years  (September  1,  1997  to  June  30,  1999)  not 
to  exceed  $80,000. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    1  2  1997 


Secretary,  Public  Utilities  Comt^ssion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0230 


WHEREAS,  On  May  7,  1997,  the  Bureau  of  Street  and  Sewer  Repair  identified  an 
emergency  condition  on  33'"^  Avenue  between  Cabrillo  and  Fulton  Streets;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was 
required  in  order  to  protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  The  Department  of  Public  Work's  Bureau  of  Engineering  prepared  Plans 
and  Specifications  for  Contract  1452N,  "33'^  Avenue  Sewer  Replacement"  to  replace  the  existing 
15-inch  and  18-inch  diameter  sewer  with  approximately  350'  of  18-inch  and  312'  of  24-inch 
diameter  vitrified  clay  pipe  (VCP)  sewer  on  33'"^  Avenue  between  Cabrillo  and  Fulton  Streets; 
and 


WHEREAS,  Invitations  for  quotations  were  faxed  to  ten  MBE/WBE  contractors  on 
May  11,  1997,  and  quotations  were  received  from  six  firm  son  May  12,  1997;  and 

WHEREAS,  The  Contractor,  Ramirez  Engineering  Corporation,  began  the  emergency 
work  on  May  19,  1997.  It  was  completed  on  July  1,  1997;  and 

WHEREAS,  The  cost  of  the  project  is  estimated  at  $204,870  and  funds  for  said 
Contract  are  available  from  the  Sewer  R&R  Fund  (5C/CPF/R&R,  Project  No.  CENRNRR91 1); 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section 
6.30  of  the  Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the 
Declaration  of  Emergency  signed  by  the  President  of  the  Commission  on  May  12,  1997;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of 
Supervisors  to  Approve  the  expenditure  of  funds  for  the  emergency  work  to  replace  the 
structurally  inadequate  sewer  on  33'^*  Avenue  between  Cabrillo  and  Fulton  Streets. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of       AUGUST    1  2  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


f  RESOLtJTION  NO.        9  7  "0231  |' 


WHEREAS,  On  April  9,  1997.  the  Bureau  of  Street  and  Sewer  Repair  identified  an 
emergency  condition  on  Jersey  Street  between  Diamond  and  Douglass  Streets;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was 
required  in  order  to  protect  he  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  The  Department  of  Public  Work's  Bureau  of  Engineering  prepared  Plans 
and  Specifications  for  Contract  1462N,  "Jersey  Street  Sewer  Replacement"  to  replace  the 
existing  10-inch  and  15-inch  diameter  sewers  with  approximately  589'  of  12-inch  diameter 
vitrified  clay  pipe  (VCP)  sewer  and  to  slipline  existing  3'  x  5'  brick  wings  with  polyethylene  pipe 
in  Jersey  Street  between  Diamond  and  Douglass  Streets;  and 

WHEREAS,  Invitations  for  quotations  were  faxed  to  nine  MBE/WBE  contractors  on 
April  10,  1997,  and  quotations  were  received  from  four  firms  on  April  11,  1997;  and 

WHEREAS,  The  Contractor,  JMB  Construction  Co.,  began  the  emergency  work  on 
April  16,  1997.  It  was  completed  on  May  5,  1997;  and 

WHEREAS ,  The  cost  of  the  work  was  $  1 29,6 1 1 . 1 5  and  funds  for  said  Contract  are 
available  fro  the  Sewer  R&R  Fund  (5C/CPF/R&R,  Troject  No.  CENRNRR912);  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section 
6.30  of  the  Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the 
Declaration  of  Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of 
Supervisors  to  Approve  the  expenditure  of  funds  for  the  emergency  work  to  replace  the 
structurally  inadequate  sewer  on  Jersey  Street  between  Diamond  and  Douglass  Streets. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  AUGUST    1  2  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0232 


WHEREAS,  For  1966-97  Water  Supply  and  CDD  have  overspent  their  materials  and  supplies 
budget  and  BMIS  has  overspent  its  contractual  services  budget;  and 

WHEREAS,  In  order  to  close  out  the  fiscal  year,  the  Controller  has  asked  that  the  overruns  are 
funded;  and 

WHEREAS,  Surplus  funds  have  been  identified  in  other  line  items  within  the  departments  to 
cover  the  overruns;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  PUC  General  Manager  to  request  the 
Controller  to  transfer  $460,272  as  detailed  below  to  cover  the  1996-97  overruns: 

From:  To: 


Water  Supply  052  Taxes/Licenses  $100,000 
060  Equipment  60,000 
031  Rents/Leases  37,633 


Water  Supply  040  M&S  $197,633 


CDD 


001  Misc.  Salaries 


183,959 


CDD   040  M&S  $183,959 


PUC/Person.  001  Misc.  Salaries 


78,680 


BMIS  029  Maint  Srvcs.78,680 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    1  2  1997  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0233 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  sewer  repair  and 
replacement  program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering 
Bureau  Contract  No.  1254N,  ^^Eleventh  Street  Sewer  Replacement^\  to  replace  the  existing  3'  x  5' 
brick  sewer  with  approximately  610*  of  36-inch  diameter  reinforced  concrete  pipe  (RCP)  Class  IV 
sewers  in  1 1th  Street  from  Harrison  Street  to  Folsom  Street;  and 

WHEREAS,  the  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $213,100.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  Sewer  R&R  Fund  (Fund 
5C/CPF/R&R,FAMIS  Project  No.  CENRNRR862);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications 
for  Utilities  Engineering  Bureau  Contract  No.  1254N,  ^^Eleventh  Street  Sewer  Replacement"',  to 
replace  the  existing  3'  x  5'  brick  sewer  in  Eleventh  Street  from  Harrison  Street  to  Folsom  Street, 
and  authorizes  the  Utilities  Engineering  Bureau  to  advertise  for  bids  for  said  contract. 


I  hereby  certify  that  the  foregoing  resohuion  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of        AUGUST    12  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0234 


WHEREAS,  On  May  13,  1997,  the  Public  Utilities  Commission  approved  the  final 
plans  and  specifications  for  Utilities  Engineering  Bureau  Contract  Specification  No.  1414N, 
'Treat  Avenue  and  IT^  Street  Sewer  Replacement"  to  replace  the  existing  sewers  in  Treat 
Avenue  from       Street  to  IV^  Street  and  IT^  Street  from  Florida  Street  to  Bryant  Street;  and 

WHEREAS,  The  Contract  was  advertised  on  May  23,  1997;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid 
preferences  resulted  in  the  establishment  of  Harty  Pipelines,  Inc.  as  the  lowest  responsive  bidder; 
and 

WHEREAS,  MBE  and  WBE  participation  has  been  apporved  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  The  funds  for  said  Contract  are  under  the  1994  Sewer  Bond  (Fund 
5C/CPF/UNA,  FAMIS  Project  No.  CENSR4SI04);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Utilities 
Engineering  Bureau  Contract  1414N,  Treat  Avenue  and  22"^*  Street  Sewer  Replacement,  in  the 
amount  of  $248,640.00  to  Harty  Pipelines,  Inc.  as  the  lowest  responsive  bidder. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of    AUGUST    12  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0235 


WHEREAS,  Under  Hetch  Hetchy  Contract  HH-  846,  Early  Intake  Sluice  Gates  Replacement,  four  base  bids 
were  received  on  June  25,  1997,  ranging  from  $547,000  to  $840,000;  and 

WHEREAS,  Due  to  a  minor  technicality  the  bid  submitted  by  Shimmick  Construction  Company,  Inc.  was 
resubmitted,  reducing  the  base  bid  amount  from  $547,000  to  $529,000;  and 

WHEREAS,  The  third  low  bidder,  A.  Ruiz  Construction  protested  the  bids  of  the  first  and  second  bidders 
and  the  fourth  low  bidder,  Schram  Construction,  Inc.  protested  the  bids  of  the  other  three  bidders,  both 
claiming  that  MBE/WBE  subcontracting  goals  were  not  achieved;  and 

WHEREAS,  The  HRC  Contract  Compliance  Officer  reviewed  the  Affirmative  Action  submittal  of  the  low 
bidder,  Shimmick  Construction  Company,  Inc. , and  determined  that  the  MBEAVBE  goals  were  indeed  achieved;  and 

WHEREAS,  The  HRC  Contract  Compliance  Officer  determined  that  the  protests  were  without  merit  and 
recommended  award  of  the  Contract  to  Shmimick  Construction  Company  Inc.;  and 

WHEREAS,  Based  on  this  recommendation,  the  Manager  of  the  Utilities  Engineering  Bureau  rejected  the 
protests  submitted  by  A.  Ruiz  Construction  and  Schram  Construction,  Inc.;  and 

WHEREAS,  Supplementary  fiinding  in  the  amount  of  $150,000  is  required  to  award  the  contract  and  complete 
the  project  and  funds  are  available  in  Hetch  Hetchy  Project  CUH922,  Hetch  Hetchy  Dams,  Rehabilitate  Gates; 
now  therefore  be  it 

RESOLVED,  That  this  Commission  approves  the  transfer  of  $150,000  from  Hetch  Hetchy  Project  CUH922, 
Hetch  Hetchy  Dams,  Rehabilitate  Gates,  to  Project  CUH838,  Early  Intake  Sluice  Gates  Replacement;  and  be  it 
further 

RESOLVED,  That  this  Commission  hereby  awards  Hetch  Hetchy  Contract  HH-846,  Early  Intake  Sluice  Gates 
Replacement,  in  the  base  bid  amount  of  $529,000,  to  the  lowest  responsive  bidder,  Shimmick  Construction 
Company,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST     12  1997 


Secretary,  Public  Utilities  Comnnssion 


 — ^  i 

PUBLIC  UTILITIES  OOMMI3SION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0236 


WHEREAS,  The  Commission  and  Dr.  Ronald  Yoshiyama  entered  into  that  certain 
Agreement  dated  March  10,  1992,  whereby  Consultant  would  perform  temporary  services  to 
assist  Hetch  Hetchy  Water  and  Power,  the  San  Francisco  Water  Department,  and  the  San 
Francisco  City  Attorney's  Office  on  matters  related  to  fisheries  in  preparation  for  the  Bay-Delta 
hearings  and  other  matters  related  to  water  operations  and  fisheries;  and 

WHEREAS,  The  service  of  Dr.  Yoshiyama  is  essential  to  the  protection  of  the  City's 
water  supply  and  due  to  the  confidential  and  sensitive  nature  of  this  work  the  Commission  has 
determined  that  this  contract  should  not  be  rebid  until  such  time  as  Dr.  Yoshiyama's  service  is 
no  longer  needed;  and 

WHEREAS,  The  PUC  General  Manager  and  City  Attorney's  Office  recommend  that  the 
services  of  Ronald  Yoshiyama  be  extended  to  August  31,  1998;  and 

WHEREAS,  No  funding  increase  is  required;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  hereby  agrees  to  the  Sixth  Amend- 
ment extending  the  term  of  this  contract  to  August  31,  1998;  and,  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager 
of  the  Public  Utilities  Commission  to  execute  the  Sixth  Amendment  to  Agreement  with  Dr. 
Ronald  Yoshiyama. 


H011421 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

AUGUST  12  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0237 


WHEREAS,  Pursuant  to  Public  Utilities  Commission  Resolution  No.  96-0225,  the 
Commission  entered  into  a  multi-year  agreement  with  Hannaford  Consulting,  Inc.  ("Counsel")  to 
provide  "as  needed"  water  supply  system  forecasting,  modeling  and  planning  services;  and 

WHEREAS,  The  Consultant  has  been  of  value  in  support  of  the  ongoing  water  litigation 
as  well  as  in  refinement  of  Hetch  Hetchy's  water  supply  forecasting  models  to  reduce  forecast 
error  and  minimize  water  supply  risk;  and 

WHEREAS,  Additional  funding  is  now  required  to  continue  the  services  of  Hannaford 
Consulting,  Inc.  for  another  year  and  funding  for  this  agreement  is  available  in  Hetch  Hetchy's 
operating  budget,  professional  sen/ices;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorize  the  General  Manager,  Public 
Utilities  Commission,  to  negotiate  and  execute  the  first  amendment  to  the  agreement  with 
Hannaford  Consulting,  Inc.  increasing  contract  funding  by  $100,000,  for  a  contract  total  not  to 
exceed  $200,000. 


H011430 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    1  2  1997 


Secretary,  Public  Utilities  Commission 


RUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0238 


WHEREAS,  the  Sunol  Valley  Water  Treatment  Plant  experienced  a  treatment  failure  in  March,  1995;  and 

WHEREAS,  the  Public  Utilities  Commission  contracted  an  outside  consultant  to  perform  an  independent, 
third  party  evaluation  of  the  SVWTP  which  identified  specific  deficiencies  at  the  treatment  plant  and  provided 
recommendations  for  improvements;  and 

WHEREAS,  the  Public  Utilities  Commission  retained  Carollo  Engineering/ AGS,  hic,  a  joint  venture  for 
$150,000  to  develop  the  Sunol  Valley  Water  Treatment  Improvement  Plan  which  identified  specific  improvement 
project  definitions,  cost  estimates,  and  schedules  which  form  the  basis  for  the  Conceptual  Engineering  for  the 
SVWTP  Improvement  Project;  and 

WHEREAS,  Carollo  Engineering/AGS,  Inc.,  successfully  conpleted  the  development  of  the  improvement  plan 
under  budget  for  an  amount  of  $127,583.90;  and 

WHEREAS,  The  results  of  the  improvement  plan  were  presented  to  the  Commissioner  on  November  12,  1996; 
and  therefore  be  it 

RESOLVED,  That  this  Commission  accepts  the  work  as  satisfactorily  completed  and  authorize  the  release 
of  10%  retention  in  the  amount  of  $12,758.39  to  Carollo  Engineers/ AGS,  Inc.,  a  joint  venture. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    1  2  1997 


Secretary,  Public  Utilities  Commission 


—  A 

PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0239 


RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Agreement  Respecting  Construction  Concessions  and 
Waiver  and  Release  of  Claims  betv\/een  the  San  Francisco  Public  Utilities  Commission,  BART 
and  Artichoke  Joes  concerning  certain  real  property  currently  under  Lease  to  Artichoke  Joes 
located  in  San  Bruno,  California;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission  and  acceptance  by 
BART  and  Artichoke  Joes,  the  General  Manager  of  Public  Utilities  is  hereby  authorized  and 
directed  to  execute  said  Agreement. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

r^^'^t'^sof   Anr^n^T  1  2  1997  


Secretary,  Public  Utilities  Commission 


ANSON  B.  MORAN 
GENERAL  MANAGER 


WILLIE  L,  BROWN,  JR. 
MAYOR 


WATER  AND  POWER 


SAN  FRANCISCO 
WATER  DEPARTMENT 


SAN  FRANCISCO 

CLEAN  WATER  PROGRAM 


NOTICE  OF  PUBLIC  HEARING 
TO  CONSIDER  FINDINGS  OF  FACT  AND  JUDGMENT 
RELATING  TO  THE  TRANSFER  OF  FUNDS 
FROM  HETCH  HETCHY  WATER  AND  POWER 
TO  THE  GENERAL  FUND 


Notice  is  hereby  given  that  the  Public  Utilities  Commission  of  the  City  and  County  of  San  Francisco  will 
hold  a  public  hearing  on  Tuesday,  August  26,  1997,  at  1:00  p.m.  in  Room  402,  1 155  Market  Street,  San 
Francisco,  California  to  consider  findings  in  fact  and  judgment  under  Section  16.103  of  the  Charter  of  the 
City  and  County  of  San  Francisco  relating  to  the  transfer  of  a  total  of  $45,703,273  million  to  the  general 
fund  from  Hetch  Hetchy  Water  and  Power. 

Copies  of  the  proposed  findings  are  available  for  public  review  from  the  Secretary  of  the  Public  Utilities 
Commission,  11 55  Market  Street,  Fourth  Floor,  San  Francisco,  California,  554-3165. 

All  interested  parties  are  invited  to  attend  the  public  hearing  and  present  their  views. 


Romaine  A.  Boldridge 
Secretary 


hhfund.ad 
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MINUTES 
PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


REGULAR  MEETING 

August  26,  1997 
1:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 


COMMISSIONERS 

Victor  G.  Makras,  President 
Ann  Moller  Caen,  Vice  President 
E.  Dennis  Normandy 
Robert  K.  VVerbe 
Frank  L.  Cook 


Environmental  Regulation  and  Management 
Finance 

Information  Systems 

Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 

Water  Pollution  Control 


DEPARTMENTS 


BUREAUS 


Water  Department 

Hetch  Hetchy 

Clean  Water  Program 


Commercial  Land  Management 
Customer  Service 

Engineering  and  Construction  Management 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 


97-231 


1. 


Cali  to  Order:  1  ;05  PM. 


2.       Roll  Call:  Present  -  President  Victor  G.  Makras,  Commissioner  Frank  L 

Cook,  Commissioner  E.  Dennis  Normandy 

Vice  President  Ann  Moller  Caen  arrived  at  1:12  p.m. 

Commissioner  Robert  K.  Werbe  was  excused. 


3.  Approval  of  Minutes 

On  motion  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  the 
Minutes  of  the  Special  Meeting  on  August  5,  1997  and  the  Minutes  of  the  Regular 
Meeting  of  August  12,  1997  were  approved  (4-0)  by  unanimous  vote. 

4,  Communications 

No  action  was  taken. 


5.       Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Normandy  thanked  staff  for  the  report  to  the  Commission  indicating  a 
very  high  fire  danger  on  the  Peninsula  watershed  and  asked  to  be  kept  informed 
regarding  the  negotiations  on  the  Bay  Area  Ridge  Trail. 


6.       Introduction  of  New  Business  by  Commissioners 
Sunol  Temple  Restoration 

Commissioner  Normandy  noted  that  there  would  be  a  kick  off  celebration  on 
September  27,  1 997  to  commemorate  the  start  of  restoration  work  on  the  Sunol  Water 
Temple.  Staff  would  send  a  memo  to  the  Commissioners  regarding  the  details  of  the 
event. 

Grazing  Resources  Management  Plan 

Commissioner  Normandy  reported  that  an  event  was  held  Friday,  August  22,  1997  to 
commemorate  the  accord  between  the  Public  Utilities  Commission,  its  lessees, 
members  of  the  cattle  industry,  and  the  immuno-compromised  community  concerning 
grazing  in  the  watershed. 

Timothy  M.  Dayonot,  Government  and  Public  Affairs  Manager,  noted  that  the  event 


97-232 


was  hiGld  according  to  the  Comm issioo  s  cJirection  to  raiso  pcitohc  awctreness  at>ooX  tVie 

Public  Utilities  Commission  and  what  it  does.  The  event  captured  good  media 
coverage  both  in  local  newspapers  and  on  television  stations.  Mr.  Dayonot  showed 
videotapes  of  the  news  coverage  aired  by  Channels  2,  4  and  5. 

President  Makras  stated  that  during  next  year's  budget  review,  he  intended  to  propose 
that  the  Commission  consider  earmarking  surplus  funds  from  real  estate  revenues 
toward  the  implementation  of  the  program. 


Report  of  the  General  Manager 


a.       Toilet  Direct  Sales  Program 

President  Makras  and  Commissioner  Caen  presented  checks  to  the 
representatives  from  the  Baykeeper  and  Thurgood  Marshal's  Athletic  Program 
for  their  services  in  the  distribution  of  low  flow  toilets  to  residential  customers. 


b.       Presentation  on  Historic  Preservation  Issues 

Mr.  Rand  Herbert,  a  Partner  at  JRP  Historical  Consulting  Services,  gave  a 
presentation  using  an  overhead  projector.  He  reported  that  JRP  would  be 
conducting  an  historic  building  inventory  and  evaluation  of  the  Moccasin 
Complex  and  its  landscaping  to  see  if  there  were  any  resources  in  the  complex 
eligible  for  listing  on  the  National  Register  of  Historic  Places.   Mr.  Herbert 
discussed  the  evaluation  process  and  the  criteria  for  consideration  of  historic 
resources. 

President  Makras  expressed  concerns  that  designating  our  structures  in 
Moccasin  as  historic  limit  PUC's  ability  to  access  or  operate  at  that  site  in  the 
future.  He  cautioned  the  Commission  that  conducting  business  would  be 
costlier  due  to  more  restrictive  rules  imposed  upon  historic  structures. 

President  Makras  directed  staff  to  calendar  this  matter  for  the  PUC  Agenda  so 
that  the  Commission  could  further  discuss  the  historical  designation  of 
Moccasin.  Commissioner  Normandy  suggested  that  staff  provide  specific 
arguments  both  pros  and  cons  of  declaring  the  property  historical  and  include 
the  benefits,  if  any,  to  other  interested  parties. 


c.       North  Shore  Pump  Station  Flooding 

William  Keaney,  Manager  of  the  Bureau  of  Water  Pollution  Control,  reported  on 
the  flooding  at  the  North  Shore  Pump  Station  last  Tuesday  evening  using  an 
overhead  projector.  Mr.  Keaney  showed  a  video  tape  of  the  flooded  dry 
weather  section  of  the  pump  station. 
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President  Makras  commended  Mr.  Klein  for  his  able  leadership  as  Acting 
General  Manager  and  keeping  the  Commission  fully  informed  of  the  status  of 
the  incident. 


8.       Public  Comments 
There  were  none. 


REGULAR  BUSINESS 


PUBLIC  HEARING  -  To  consider  findings  of  fact  and  judgment  relating  to  the  transfer 
of  funds  from  Hetch  Hetchy  Water  &  Power  to  the  General  Fund. 

Mr.  Klein  indicated  that  staff  recommended  the  transfer  of  funds  to  the  General  Fund 
based  upon  the  following  findings  of  fact:  (1 )  that  a  surplus  exists  or  was  projected  to 
exist;  (2)  that  there  was  no  unfunded  Hetch  Hetchy  operating  or  capital  program  that 
by  lack  of  funding  could  jeopardize  health,  safety,  water  supply  or  power  production; 
(3)  that  there  was  no  reasonably  foreseeable  operating  contingency  that  cannot  be 
funded  without  general  fund  subsidy;  (4)  that  the  transfer  of  funds  reflect  prudent  utility 
practice. 

Joan  Gerardo,  President  of  the  Coalition  of  San  Francisco  Neighborhoods,  urged  the 
Commission  not  to  transfer  the  $45.7  million  to  the  general  fund  and  instead  to 
redirect  the  money  to  the  Water  Department's  capital  improvement  projects. 

Emeric  Kalman  expressed  his  opposition  to  transferring  Hetch  Hetchy  funds  to  the 
general  fund. 

President  Makras  asked  whether  the  PUC  had  the  authority  to  transfer  surplus  funds 
to  any  other  accounts  other  than  the  General  Fund.  Mr.  Thomas  M.  Berliner,  Utilities 
General  Counsel,  responded  negatively. 

Commissioner  Normandy  commented  that  a  message  should  be  conveyed  to  the 
public  that  under  the  new  Charter,  the  PUC  is  left  with  no  option  but  to  transfer  surplus 
funds  to  the  General  Fund.  He  suggested  that  staff  create  a  definitive  statement 
clarifying  what  the  Commission  could  and  could  not  do  regarding  surplus  funds. 
President  Makras  directed  staff  to  explore  how  PUC  could  transfer  Hetch  Hetchy 
surplus  funds  to  Water  Department  projects. 

President  Makras  stated  that  he  concurred  with  the  four  findings  of  facts  and  judgment 
submitted  by  staff. 
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Moved  by  Commissioner  Cook,  seconded  by  President  Makras,  to  adopt  Item  9. 
passed  (4-0)  unanimously. 


Resolution  No.  97-0240:    Adopting  the  findings  of  fact  and  judgment  relating  to  the 

transfer  of  funds  from  Hetch  Hetchy  Water  &  Power  to  the 
General  Fund;  and  approving  an  increase  to  the  general 
fund  contribution  to  $45,703,273,  thus  amending  the  Hetch 
Hetchy  FY  1997-98  budget  and  requesting  concurrence  by 
the  Board  of  Supervisors. 


To  receive  a  report  on  the  progress  of  the  work  at  Lake  Merced. 

Steve  Ritchie.  Manager,  Bureau  of  System  Planning  &  Regulatory  Compliance, 
reported  that  PUC  staff  in  association  with  Recreation  and  Park  Department  was  in 
the  process  of  putting  together  a  Lake  Merced  Comprehensive  Management  Plan. 
The  Plan  will  identify  different  plans  of  actions  that  will  maximize  the  use  of  Lake 
Merced.  A  draft  will  be  completed  in  September  and  staff  would  bring  it  to  the 
Commission  in  October  1997. 

Mr.  Ritchie  reported  that  discussions  were  still  undenA/ay  between  the  City  of  Daly  City 
and  the  golf  courses  regarding  use  of  recycled  water  for  irrigation.  PUC  staff  is  not 
involved  in  these  discussions  at  this  time. 

He  said  that  staff  intended  to  bring  the  Groundwater  Master  Plan  to  the  Commission 
at  the  second  meeting  in  November. 

Emeric  Kalman  inquired  as  to  why  Lake  Merced  had  been  declared  as  legal 
emergency  drinking  water  supply. 

Joan  Gerardo  asked  why  was  Lake  Merced  leaking. 


Authorizing  the  expenditure  of  additional  $750,000  for  repairs  related  to  the  January 
14,  1997  Declaration  of  Emergency. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen,  to  adopt  item 
11,  passed  (4-0)  unanimously. 

Resolution  No.  97-0241:    Authorizing  the  expenditure  of  additional  $750,000  for 

repairs  related  to  the  January  14,  1997  Declaration  of 
Emergency. 
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LEASKS  AND  PERMITS 


Authorizing  the  General  Manager  of  Public  Utilities  to  execute  an  "Assignment  and 
Assumption  of  Lease  and  Consent  to  Assignment"  with  Evergreen  Media  Corporation 
of  Tiburon,  Assignor,  and  O.I.A.,  L.L.C.,  Assignee  for  approximately  4  acres  of  Public 
Utilities  Commission  land  located  on  a  portion  of  Parcel  46  of  San  Mateo  County 
lands,  East  Palo  Alto,  for  maintaining  a  remote  controlled  transmitter  station  at  a 
monthly  rental  rate  of  $2,500.00. 

Commissioner  Normandy  asked  about  the  disparity  in  the  monthly  rental  rates  for 
Items  12  and  Item  13. 

President  Makras  commented  that  the  property  was  undervalued  considering  the 
value  of  the  site  to  the  assignee's  broadcasting  operation. 

Wil  Hobbs,  Vice  President  of  Acquisitions  for  0.1. A.,  L.L.C.,  stated  that  the  transaction 
for  acquisition  of  the  station  had  been  closed;  however,  their  company  would  be  willing 
to  work  with  staff  to  determine  the  economic  value  of  the  property  and  negotiate  a 
long  term  lease  with  the  City.  Commissioner  Makras  commented  that  he  was 
displeased  with  the  fact  that  0.1. A.,  L.L.C,  closed  the  transaction  without  the 
assignment  taking  place. 

President  Makras  directed  staff  to:  (1 )  prepare  a  report  on  whether  there  was  a 
violation  of  the  lease  agreement  by  0.1. A.,  L.L.C,  in  closing  the  transaction  without 
Commission  approval  of  the  assignment;  and  (2)  negotiate  a  fair  market  rental  and 
lease  terms  and  return  to  the  Commission  in  30  days. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen,  to  continue 
Item  12  to  a  date  not  specified,  passed  (4-0)  unanimously. 

Authorizing  a  lease  with  Pacific  Bell  Mobile  Services. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen,  to  adopt  Item 
13,  passed  (4-0)  unanimously. 

Resolution  No.  97-0242:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  lease  with  Pacific  Bell  Mobile  Services  for 
approximately  150  square  feet  of  land  located  on  a  portion 
of  Parcel  65  of  Sunol  and  San  Antonio  lands  in  Alameda 
County  for  use  as  communications  site  for  a  personal 
communication  service  system  facility  at  a  monthly  rental 
rate  of  $2,000.00. 
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74.       Authorizing  a  permit  with  YMCA  of  San  Francisco-Stonestown  Branch. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  adopt  Item  14, 
passed  (4-0)  unanimously. 

Resolution  No.  97-0243:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  YMCA  of  San  Francisco-Stonestown 
Branch,  to  conduct  a  youth  soccer  program  on  a  portion  of 
Parcel  56  of  San  Francisco  lands,  Merced  Manor 
Reservoir. 


15.     Approving  an  Easement  Deed  to  William  R.  and  Pamela  C.  Ludwig. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
15,  passed  (4-0)  unanimously. 

Resolution  No.  97-0244:    Approving  the  terms  and  conditions  of  the  Easement  Deed 

to  William  R.  and  Pamela  C.  Ludwig  for  roadway  access 
over  Public  Utilities  Commission  land  located  in  Tuolumne 
County. 


CONSTRUCTION  CONTRACTS 


16.     Authorizing  advertisement  for  bids  for  San  Francisco  Water  Department  Contract  WD- 
2201. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
16,  passed  (4-0)  unanimously. 

Resolution  No.  97-0245:    Approving  the  final  plans  and  specifications  for  San 

Francisco  Water  Department  Contract  WD-2201,  16-Inch 
Ductile  Iron  Feeder  Main  Installation  in  Fillmore  Street 
between  Ellis  Street  and  Pacific  Avenue;  and  authorizing 
advertisement  for  bids. 


17.     Authorizing  advertisement  for  bids  for  Contract  1330N. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
17,  passed  (4-0)  unanimously. 

Resolution  No.  97-0246:    Approving  the  final  plans  and  specifications  for  Contract 

1330N,  2nd  and  9th  Streets  Sewer  Abandonment;  and 
authorizing  advertisement  for  bids. 
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18.       Awarding  Hetch  Hetchy  Contract  No.  HH-861. 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
18,  passed  (4-0)  unanimously. 

Resolution  No.  97-0247:    Awarding  Hetch  Hetchy  Contract  No.  HH-861,  Mountain 

Tunnel  Adit  Repairs,  in  the  amount  of  $618,750  to  the 
lowest  responsive  bidder,  A.  Ruiz  Construction  Company 
and  Associates. 


Commissioner  Normandy  recommended  approving  item  nos.  19,  20,  21,  and  22  on  consent. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item  Nos. 
19,  20,  21  and  22;  passed  (4-0)  unanimously. 


19.     Resolution  No.  97-0248: 


20.      Resolution  No.  97-0249: 


21.     Resolution  No.  97-0250: 


Awarding  San  Francisco  Water  Department  Contract  No. 
WD-2228,  BDPL  Nos.  1  &  2  Timber  Trestle  Repairs  - 
Contract  3  of  5  in  the  amount  of  $824,680  to  the  lowest 
responsive  bidder,  Miller/Thompson  Constructors,  Inc. 

Awarding  Contract  Specification  No.  1106N,  Western 
Presidio  Drainage  Improvements,  in  the  amount  of 
$548,879  to  the  lowest  responsive  bidder,  San  Luis 
Gonzaga/Ranger  Pipeline,  Joint  Venture. 

Awarding  Contract  Specification  No.  1202N,  North  Point 
Water  Pollution  Control  Plant  Improvement  -  Phase  2,  in 
the  amount  of  $3,374,440  to  the  lowest  responsive  bidder, 
Nationwide  Construction  Co./Shimmick  Construction  Co., 
Joint  Venture. 


22.      Resolution  No.  97-0251:    Awarding  Contract  Specification  No.  1405N, 

Natoma/Green  Streets  Sewer  Replacement,  in  the  amount 
of  $208,205  to  the  lowest  bidder,  Harty  Pipelines,  Inc. 


************************ 
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Approving  Contract  Modification  No.  2  for  San  Francisco  Water  Department  Contract 
No.  WD-2206.  Replace  Castlewood  Reservoir,  with  A.  Ruiz  Construction  Co.  & 
Associates,  Inc.  increasing  the  contract  amount  by  $650,000  to  provide  for  the 
engineering,  construction  and  testing  of  replacement  wells;  and  approving  the  transfer 
of  $650,000  from  "Sunol  Fast  Track  Project"  to  "Replace  Castlewood  Reservoir 
Project". 

Robert  T.  Cockburn,  Manager  of  Utilities  Engineering  Bureau,  proposed  two 
alternatives  to  proceed  with  the  replacement  of  wells  at  the  Castlewood  Country  Club 
in  Pleasanton.  One  was  to  contract  the  engineering  and  well  drilling  work  as  a  sub 
contract  to  A.  J.  Ruiz;  and,  two,  was  to  proceed  with  the  engineering  work  as  a 
subcontract  and  declare  an  emergency.  Mr.  Cockburn  recommended  amending  the 
contract  and  having  the  existing  contractor,  A.  J.  Ruiz  coordinate  the  work. 

President  Makras  suggested  putting  out  the  $650,000  contract  for  bids.  Mr.  Cockburn 
responded  that  rebidding  it  under  normal  contracting  procedures  would  take  longer  for 
work  to  start.  He  stated  that  out  of  four  wells,  there  was  only  one  well  used  to  deliver 
water  to  customers  in  Castlewood.  He  noted  that  the  PUC  has  a  legal  obligation  to 
supply  water  to  customers  in  this  area;  and  at  the  present  time,  the  City  of  Pleasanton 
was  augmenting  the  supply  until  the  replacement  wells  are  built.  President  Makras 
commented  that  declaring  an  emergency  would  be  more  appropriate  as  it  would 
enable  other  contractors  to  bid  on  the  contract. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  reject  Item 
23  so  that  staff  could  put  the  contract  out  for  bids  as  emergency  work  under  the  rules 
of  Emergency  Declaration;  passed  (4-0)  unanimously. 


PROFESSIONAL  SERVICE  CONTRACTS 


Continuing  an  existing  relationship  with  Henwood  Energy  Services,  Inc. 

President  Makras  recommended  approving  the  extension  of  the  contract  up  to  July  31 , 
1998  and  directing  staff  to  put  the  contract  out  to  competitive  bidding  at  that  time. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
24,  passed  (4-0)  unanimously. 

Resolution  No.  97-0252:    Authorizing  the  General  Manager  of  Public  Utilities  to 

continue  an  existing  relationship  with  Henwood  Energy 
Services,  Inc.  increasing  the  contract  amount  by  $300,000 
for  a  contract  total  not  to  exceed  $1 ,290,000. 
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25.       Authorizing  the  Manager  of  Utilities  Engineering  Bureau  to  negotiate  and  execute 

Amendment  No.  6  to  the  professional  services  agreement  with  Dames  and  Moore  for 
engineering  and  construction  services  required  for  the  Priest  Reservoir  Bypass  Project 
increasing  the  contract  amount  by  an  amount  not  to  exceed  $600,000  and  extending 
the  term  of  the  contract  through  December  31,1999. 

President  Makras  inquired  whether  the  MBE/WBE  participation  for  this  contract  could 
be  increased  to  50%.  Gary  Wong,  Contract  Compliance  Officer  from  the  Human 
Rights  Commission,  commented  that  MBE/WBE  goals  were  set  based  on  the 
availability  of  HRC  certified  firms  and  what  is  feasible  and  realistic  for  a  given  contract. 
Mr.  Wong  stated  that  the  participation  goals  set  for  this  contract  were  realistic  and 
meet  MBEAA/BE  subcontracting  rules.  He  added  that  any  changes  to  the  goals 
already  set  were  subject  to  HRC's  review  and  approval. 

Mr.  Cockburn  stated  that  staff  would  return  to  the  Commission  at  the  next  regular 
meeting  and  report  on  how  the  MBE/WBE  subcontracting  goals  were  set  for  this 
contract.  Staff  would  also  prepare  a  report  regarding  prime  and  subcontractors 
participation  in  PUC  contracts  as  of  the  last  fiscal  year  and  the  current  year. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  continue 
Item  25  to  the  next  regular  meeting  scheduled  on  September  9,  1997;  passed  (4-0) 
unanimously. 


CLOSED  SESSION 


26.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


27.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege,  passed  (4-0)  unanimously. 

The  meeting  was  recessed  from  3:10  p.m.  to  3:25  p.m. 

The  Public  Utilities  Commission  met  in  Closed  Session  from  3:25  p.m.  to  5:35  p.m.  to 
discuss  the  following  matters: 
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Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation;      Seacliff  SinkholeA^ee  v.  CCSF. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen,  to  adopt  a 
resolution  for  Item  28;  passed  (4-0)  unanimously. 

Resolution  No.  97-0253:    Recommending  a  modification  of  the  contract  indemnity 

clause  for  Ed  Graf,  consultant  in  the  Seacliff  SinkholeA'ee 
V.  CCSF. 


Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:      Devitt  vs.  CCSF,  City  of  Burlingame,  et.al.,  San  Mateo  Superior 

Court  No.  398-201. 

No  action  taken. 


Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Portion  of  Parcels  22,  23,  and  24  of  San  Mateo  County  lands, 

former  Muni  right  of  way  in  Burlingame  California. 

Parties  Negotiating:    CCSF  -  Dowd/Sullivan 

City  of  Burtingame 

Under  Negotiation:     Price  and  Terms 

No  action  taken. 


Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Portion  of  Parcel  65  in  Sunol,  Alameda  County. 

Parties  Negotiating:    CCSF  -  Dowd/Sullivan 

Lessee  -  Mission  Valley  Rock 
Under  Negotiation:     Price  and  Terms 

No  action  taken. 
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32. 


Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c): 


Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 

Regarding  500+  acres  of  San  Francisco  Water  Department 
property  on  Bernal  Avenue  in  Alanneda  County. 

No  action  taken. 


33.     Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken 
the  Closed  Session. 


34.     Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook  not  to  disclose 
the  discussion  during  the  Closed  Session;  motion  passed  (4-0)  unanimously. 


Thereupon,  the  meeting  was  adjourned:  5:38  P.M. 


Romaine  A.  Boldridge 
Secretary 


97-242 


RUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0240 


WHEREAS,  The  Public  Utilities  Commission  approved  a  FY  97/98  Budget  for  Hetch 
Hetchy  Water  and  Power  that  included  a  transfer  to  the  General  Fund  of  $35,000,000;  and 

WHEREAS,  The  General  Manager  of  Public  Utilities  has  recommended  to  the 
Commission  that  under  the  provision  of  Section  16. 103  of  the  Charter,  the  Commission  can  make  the 
affirmative  finding  required  in  order  to  transfer  $45,703,273  to  the  General  Fund;  and 

WHEREAS,  The  Commission  has  held  a  public  hearing  on  the  proposal;  now, 

therefore  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  finds  the  following  to  be  true: 

(A)  That  a  surplus  exists  or  is  projected  to  exist  after  meeting  the  requirements  of 
Section  16.103; 

(B)  That  there  is  no  unfunded  operating  or  capital  program  that  by  its  lack  of 
funding  could  jeopardize  health,  safety,  water  supply  or  power  production; 

(C)  That  there  is  no  reasonably  foreseeable  operating  contingency  that  cannot  be 
funded  without  General  Fund  subsidy;  and 


and,  be  it 


(D)      That  such  a  transfer  of  funds  in  all  other  respects  reflects  prudent  utility  practice; 


FURTHER  RESOLVED,  That  the  Commission  hereby  approves  an  increase  to  the 
General  Fund  contribution  by  Hetch  Hetchy  Water  and  Power  to  $45,703,273;  thus  amending  the 
Hetch  Hetchy  FY  97/98  budget  accordingly;  and,  be  it 

FURTHER  RESOLVED,  That  the  recommendation  of  this  Commission  be  forwarded 
to  the  Board  of  Supervisors  for  their  concurrence. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

AUGUST  2  6  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  OOMMISSION 

City  and  County  of  San  Francisco 


97-0241 


RESOLUTION  NO. 


WHEREAS,  On  April  22,1997,  through  Resolution  97-0111,  the  PUC  ratified  the  January 
14,  1997  emergency  condition;  and 

WHEREAS,  At  the  time  the  emergency  was  ratified  by  the  Commission,  the  cost  of 
repairs  was  estimated  at  $3,100,000;  and 

WHEREAS.  The  department's  latest  estimates  are  $3,850,000,  or  an  increase  of  $750  000- 

and 


WHEREAS,  Funding  for  this  additional  cost  is  available  in  the  Water  Department's 
Project  CUW134,  Fast  Track  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  increase  of  $750,000  for  the  January 
Emergency,  bringing  the  total  to  $3,850,000;  and  be  it  further 

RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  approve 
the  expenditure  of  funds  to  solve  the  problems  associated  with  this. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    2  6  1997 


Secretary,  Public  Utilities  Commissid 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0242 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  the  Town  of  Sunol  Alameda 
County;  and 

WHEREAS,  Pacific  Bell  Mobile  Services,  a  California  corporation,  has  requested  a  lease 
for  approximately  150  sq.  ft.  of  space  as  well  as  access  to  the  site  and  common  areas  via  an 
access  roadway  also  known  as  the  license  area  from  the  City  for  the  purpose  of  a  communica- 
tions site  for  a  Personal  Communication  Service  System  Facility;  and 

WHEREAS,  GTE  Mobilnet  (GTE),  Bay  Area  Cellular  Telephone  Company  (BACTC)  and 
Spnnt  Spectrum  (Sprint)  are  also  using  the  license  area  for  maintaining  an  equipment  shelter 
and  fifty  (50)  foot  tower  on  the  site;  and 

WHEREAS,  Pacific  Bell  Mobile  Services  will  locate  their  antennas  adjacent  to  the 
existing  tower  in  a  manner  that  will  not  interfere  with  the  existing  users;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
descnbed  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Lease  of  approximately  1 50  sq.  ft.  of  space  as  well  as 
access  to  the  site  and  common  areas  via  an  access  roadway  also  known  as  the  license  area  to 
Pacific  Bell  Mobile  Services,  a  California  corporation,  as  Lessee,  for  the  purpose  of  a  communi- 
cations site  for  a  Personal  Communication  Service  System  Facility,  as  set  forth  in  the  Lease  of 
certain  real  property  under  the  jurisdiction  of  the  Public  Utilities  Commission,  for  the  term  of  five 
(5)  years  at  an  initial  rental  of  $2,000.00/mo.;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Lease. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    2  6  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0243 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  in  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  YMCA  of  San  Francisco-Stonestown  Branch  has  requested  to  enter 
into  an  agreement  for  conducting  a  youth  soccer  program;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  permit  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  YMCA  of  San  Francisco-Stonestown  Branch, 
as  Permittee,  for  the  purpose  of  conducting  a  youth  soccer  program  within  the  Permit  Area 
located  on  a  portion  of  Parcel  56  of  San  Francisco  Lands  (aka  Merced  Manor  Reservoir)  in  San 
Francisco,  as  set  forth  in  the  Permit  of  certain  real  property  under  the  jurisdiction  of  the  Public 
Utilities  Commission,  for  the  periods  from  Septembers,  1997  through  November  1,  1997  and 
from  April  6,  1998  through  May  30,  1998  provided  that  the  Permittee  shall  pay  a  permit 
processing  fee  of  $500.00;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    2  61997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  OOMMISSIOrM 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0244 


WHEREAS,  Mr.  William  R.  Ludwig  and  Mrs.  Pamela  C.  Ludwig  (Grantee),  the  owners  of 
certain  real  property  adjacent  to  SFPUC  lands,  currently  have  access  rights  over  and  across 
SFPUC  land  pursuant  to  that  certain  deed  dated  April  26,  1916  and  recorded  on  May  6  1916  in 
Book  78,  Page  293  of  the  Official  Records  of  Tuolumne  County;  and 

WHEREAS,  The  Grantee  and  City  hereby  desire  to  fix  and  define  the  precise  location  of 
Grantee's  access  over  the  SFPUC  land;  and 

WHEREAS,  The  Public  Utilities  Commission  proposes  that  a  new  Easement  Deed  be 
granted  that  will  perfect  and  define  the  precise  location  of  Grantee's  access  over  City  lands;  and 

WHEREAS,  The  Public  Utilities  Commission  has  determined  that  the  subject  easement 
area  is  no  longer  needed  and  is  surplus  for  its  operating  needs;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
Easement  Deed  for  roadway  access  over  SFPUC  land  located  in  Tuolumne  County  to  William 
R.  and  Pamela  C.  Ludwig  provided  that  the  Ludwigs  shall  pay  a  transaction  fee  in  the  amount  of 
$500.00  and  reimburse  the  City  for  all  taxes  and  assessments  on  the  easement  area;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  Director  of 
Property  to  prepare  and  submit  legislation  to  the  Board  of  Supervisors  for  the  conveyance  of  the 
Easement  Deed  perfecting  Grantee's  existing  access  rights  over  SFPUC  lands. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUGUST    ?r  g     


Secretary,  Public  Utilities  Cormnission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0245 


WHEREAS,  The  San  Francisco  Water  Department  has  a  Water  Main  Replacement  Program 
to  provide  for  systematic  replacement  of  mams  over  time  with  new  ductile  iron  mains  to  reduce  the 
water  distnbution  system's  vulnerability  to  future  earthquakes,  provide  better  flow  and  pressure  and 
improve  water  quality;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  San  Francisco  Water 
Department  Contract  WD-2201,  16-mch  Ductile  Iron  Main  Installation  in  Fillmore  Street  between 
Elhs  Street  and  Pacific  Avenue,  which  Contract  is  an  integral  part  of  the  Main  Replacement  Program; 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  the  Main  Replacement  Program  to  be  categorically  exempt  from  environmental  review 
as  a  Class  1(b)  Project  under  the  State  Guidelines  implementing  the  California  Environmental  Oualitv 
Act;  and  ^ 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  multi-year  capital  project  CUW- 
850,  Main  Replacement  Program  (in  City);  and 

WHEREAS,  Department  of  Public  Works  (Street  and  Highways)  plans  to  pave  Fillmore  Street 
from  Eddy  Street  to  Broadway  and  City's  intent  is  to  coordinate  all  construction  work  to  minimize 
impacts  to  businesses  and  residents;  now, therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
San  Francisco  Water  Department  Contract  No.  WD-2201,  16-inch  Ductile  Iron  Main  Installation  in 
Fillmore  Street  between  Ellis  Street  and  Pacific  Avenue,  and  authorizes  the  Utilities  Engineering 
Bureau  to  include  this  work  in  DPW's  public  improvement  contract  for  Fillmore  Street. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


Secretary,  Public  Utilities  Commission 


I»UBLIC:  UTILIXIES  coiviiviissiorM 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0246 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  1330N.  "2nd  &  9th  Streets  Sewer  Abandonment"  to  plug  and  fill  approximately  413  feet  of  the 
existing  2-foot  diameter  ISP  sewer  in  9th  Street  between  Hanison  Street  and  McLea  Court  and  619  feet  of 
the  existing  8-foot  diameter  circular  sewer  in  2nd  Street  between  Mission  and  Howard  Streets  with  sluny 
grout;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review  under 
the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $120,000.00;  and 

WHEREAS,  Funds  for  said  Contract  are  under  the  1994  Sewer  Bond.  (5C/CPF/UNA  FAMIS 
Project  CENSR4SI3040);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Utilities 
Engineering  Bureau  Contract  1330N,  "2nd  &  9th  Streets  Sewer  Abandonment",  and  authorizes  the 
Utilities  Engineering  Bureau  to  advertise  for  bids  for  said  contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  AUGUSL2_6J997 


Secretary,  Public  Utilities  Commission 


F-UBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


97-0247 


RESOLUTION  NO 


WHEREAS,  Under  Hetch  Hetchy  Contract  HH-861,  Mountain  Tunnel  Adit  Repairs  four 
bids  were  received  ranging  from  $618,750.00  to  $1,11 2,500;  and 

WHEREAS,  The  HRC  Contract  Compliance  Officer  recommends  that  the  contract  be 
awarded  to  A.  Ruiz  Construction  Company  &  Associates,  Inc.;  and 

WHEREAS,  Funds  are  available  to  award  the  contract  in  Project  CUH84 1 ,  Mountain  Tunnel 
Repair;  now  therefore  be  it 

RESOLVED,  That  this  Commission  awards  Hetch  Hetchy  Contract  HH-861,  Mountain 
Tunnel  Adit  Repairs,  in  the  amount  of  $618,750.00,  to  the  lowest  responsive  bidder,  A.  Ruiz 
Construction  Company  &  Associates,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

'"'^"■"^"■^  AUGUST  2fi1997  


Secretary,  Public  Utilities  Commission 


RUBLIC  UTILITIES  OOMMISSION 

City  and  County  of  San  Francisco 


97-0248 


RESOLUTION  NO. 


WHEREAS,  Under  San  Francisco  Water  Department  Contract  No.  WD-2228,  BDPL  Nos  1  and  2 
Timber  Trestle  Repairs  -  Contract  3  of  5,  timber  trestle  support  structures  will  either  be  replaced  or  repaired- 
and 

WHEREAS,  Under  PUC  Resolution  No.  97-0 142  adopted  on  May  13.  1997,  the  PUC  approved  the 
final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department  Contract  No  WD- 
2228;  and 

WHEREAS,  After  a  thorough  review,  evaluation,  and  resolution  of  the  protests  received,  the  PUC 
staffrecommends  award  of  this  contract  to  the  low  responsive  bidder,  Miller/Thompson  Constructors,  Inc.; 
and 

WHEREAS,  Funds  to  award  this  contract  are  available  under  San  Francisco  Water  Department 
Project  Work  Phase  CUW  119  (BDPL  Nos.  1  and  2  Seismic  Brace  Repair);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  San  Francisco  Water  Department  Contract  No. 
WD-2228,  BDPL  Nos.  1  and  2  Timber  Trestle  Repairs  -  Contract  3  of  5,  in  the  amount  of  $824,680  to 
Miller/Thompson  Constructors,  Inc.,  Pier  50-A  Terry  Francois  Boulevard,  San  Francisco,  CA  94107. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^''^'"sof   AUGUST  2  6  1997 


Secretary,  Public  Utilities  Commission 


PUBLIC  UXILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0249 


WHEREAS,  On  April  22,  1997,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specifications  for  Utilities  Engineering  Bureau  Contract  Specification  No.  1106N,  "Western  Presidio 
Drainage  Improvements"  to  construct  the  wastewater  utility  lines  and  facilities  for  the  National  Park 
Service;  and 

WHEREAS,  The  Contract  was  advertised  on  June  14,  1997;  and  five  bids  were  received  and 
opened  publicly  on  July  23,  1997;  and 

WHEREAS,  Staff  review  of  bid  responsiveness  and  application  of  bid  preferences  resulted  in  the 
establishment  of  San  Luis  Gonzaga/Ranger  Pipeline,  Joint  Venture,  as  the  lowest,  responsive  and 
responsible  bidder;  and 

WHEREAS,  Local  Minority  Business  Enterprises  and  Local  Women  Business  Enterprises 
participation  has  been  approved  by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  this 
Contract;  and 

WHEREAS,  Funds  for  said  Contract  are  to  be  reimbursed  to  the  City  under  the  agreement  with 
the  U.S.  Department  of  the  Interior/National  Park  Service  (Utility  Contract  No.  1443CX061094014)- 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Utilities  Engineering  Bureau 
Contract  1106N,  "Western  Presidio  Drainage  Improvements",  in  the  amount  of  $548,879  to  San  Luis 
Gonzaga/Ranger  Pipeline,  Joint  Venture. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^'"^^  ''f  AUGUST   2  6  1997 


Secretary,  Public  Utilities  Comrmssion 


FjjRi^Kz  UTILITIES  troivirviissiors 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0250 


WHEREAS,  On  May  13,  1997,  the  Public  Utilities  Commission  approved  the  plans  and 
specifications  and  authorized  advertising  for  the  Utilities  Engineering  Bureau,  Contract 
Specification  No.  1202N,  "North  Point  Water  Pollution  Control  Plant  Improvements  -  Phase  2"; 


WHEREAS,  The  Work  to  be  undertaken  provide  facilities  improvements  to  the  Water 
Pollution  Control  Division,  North  Point  Water  Pollution  Control  Plant;  and 

WHEREAS,  The  Contract  v^as  advertised  on  May  24,  1997  and  five  bids  were  received 
on  July  9,  1997;  and 

WHEREAS,  The  second  low  bidder.  Nationwide  Construction  Co./Shimmick 
Construction  Co.,  J.V.,  filed  a  protest  against  the  bid  submitted  by  San  Luis  Gonzaga/Ranger 
Pipeline,  J.V.,  alleging  that  it  failed  to  meet  the  MBE  goal  established  for  the  Contract,  and  that 
the  Commission  should  find  the  bid  by  San  Luis  Gonzaga/Ranger  Pipeline,  J.V.  to  be  non- 
responsive;  and 

WHEREAS,  The  Human  Rights  Commission,  the  City  Attorney  Office,  the  Department 
of  Public  Works  and  the  Utility  Engineering  Bureau  staff  determined  the  bid  protest  of 
Nationwide  Construction  Co./Shimmick  Construction  Co.  J.V.  to  be  with  merit  and  the  bid  of 
San  Luis  Gonzaga/Ranger  Pipeline,  J.V.  to  be  non-responsive.  Staff  review  of  the  bids  have 
further  determined  that  Nationwide  Construction  Co./Shimmick  Construction  Co.,  J.V.,  is 
deemed  to  be  the  lowest,  responsive  and  responsible  bidder;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Bond,  Fund 
5C/CPF/UNA,  FAMIS  Project  #  CENSR4MR0240;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Public  Utilities  Commission  Contract 
Specification  No.  1202N,  "North  Point  Water  Pollution  Control  Plant  Improvements  -  Phase  2" 
to  the  lowest,  responsive  and  responsible  bidder.  Nationwide  Construction  Co./Shimmick 
Construction  Co.,  J.V.,  in  the  amount  of  $3,374,440.00. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  26,  1997  . 


and 


Secretary,  Public  Utilities  Commission 


i*LJBLIC:  UTILITIES  OOrvIIVlISSIOIN 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


97-0251 


WHEREAS,  On  June  18,  1997,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specifications  for  Ufilities  Engineering  Bureau  Contract  Specification  No.  1405N,  ''Natoma  /  Green  Sewer 
Replacement"  to  replace  the  existing  sewers  in  Natoma  Street  fi-om  7th  Street  to  Russ  Street  and  Green  Street 
fi-om  Columbus  Avenue  to  Powell  Street  thru  Resolution  No.  97-01 13;  and 

WHEREAS,  The  Contract  was  advertised  on  June  18,  1997;  and 

WHEREAS,  Two  bids  were  received  and  opened  publicly  on  July  23,  1997;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences  resulted 
in  the  establishment  of  Harty  Pipelines,  Inc.  as  the  lowest  responsive  bidder;  and 

WHEREAS,  MBE  and  WEE  participation  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review  under 
the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  under  the  1994  Sewer  Bond  (Fund  5C/CPF/UNA, 
FAMIS  Project  No.  CENSR4SI4540) ;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Utilities  Engineering  Bureau 
Contract  1405N,  Natoma  Street  /  Green  Street  Sewer  Replacement,  in  the  amount  of  $208,205  to  Harty 
Pipelines,  Inc.  as  the  lowest  responsive  bidder. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


AUGUST  2  6  1997 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  97-0252 


WHEREAS,  This  Commission,  by  its  Resolution  No.  94-0189  dated  June  28,  1994, 
entered  into  a  five  year  contract  with  Henwood  Energy  Services,  Inc.  to  provide  "as-needed" ' 
power  planning  services;  and 

WHEREAS,  Hetch  Hetchy  Water  and  Power  has  been  utilizing  the  services  of  this 
contractor  and  its  subcontractors  on  projects  and  tasks  related  to  long-term  resource  planning 
and 


WHEREAS,  Staff  require  additional  assistance  to  evaluate  competing  opportunities  to 
mitigate  electric  supply  and  market  risks,  reduce  costs,  and  increase  revenues;  and 

WHEREAS,  Henwood  services  are  central  to  meeting  our  commitments  to  provide 
utility  services  at  Treasure  Island;  and 

WHEREAS,  Additional  funding  is  needed  to  continue  the  services  of  this  firm  for 
another  fiscal  year;  and 

WHEREAS,  Funding  to  continue  the  services  of  Henwood  Energy  Services,  Inc.  is 
available  in  Hetch  Hetchy's  Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorize  the  General  Manager,  Public 
Utilities  Commission,  to  negotiate  and  execute  the  Fifth  Amendment  to  this  Agreement  with 
Henwood  Energy  Services,  Inc.  increasing  contract  funding  by  $300,000,  for  a  contract  total  not 
to  exceed  $1,290,000. 
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/  hereby  certify  (hat  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^"^^'■"^  AUGUST   2  6  1997 


Secretary,  Public  UtilitTeTCommission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  97-0253 


Se^^innr^^^H"^^'  '^^^      ^"^"'^  ^^'"'^^^^  Commission  met  in  Executive 

tlriff^-       1  /T'''''^';^!?^  '""^'■^'^  indemnity  clause  for  consultant  Ed  Graf  in  the 
Seachff  Sinkhole  /  Yee  v.  CCSF  matter;  and 

rrcf    ^"E^^S'  ,the  modification  called  for  is  necessary  for  the  retention  of  consultant  Ed 

WHEREAS,  Mr.  Graf  is  considered  the  best  in  his  field;  and 

WHEREAS,  Mr.  Graf  is  retired  and  carries  no  professional  liability  insurance;  and 

Q.o  iff^fi^^r '^'^^'^  indispensable  to  the  City's  prosecution  and  defense  of  the 
Seachff  Sinkhole  litigation;  and 

r -f   A  -^'^^      ■■epresemed  to  the  City  that  he  will  not  perform  work  for  the 

City  Attorney  s  Office  without  being  indemnified  by  the  City  in  the  event  of  litigation  brought 
against  him  as  a  result  of  his  consulting  services;  and 

WHERE  AS,  the  City  Attorney  recommends  the  modification  of  the  contract  indemnity 
clause  for  consultant  Ed  Graf;  now  therefore,  be  it  ^ 

n  ..  A  J^^*^^yS?'  above-described  contract  modification  is  recommended;  and  the 

City  Attorney  s  Office  is  further  directed  to  submit  this  recommendation  to  the  Board  of 
Supervisors  for  final  approval. 


/  hereby  certified  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of 

AUGUST  2  6  1997 


Secretary,  Public  Utilities  Conftiission 


.-n  ^  2 


